DR NKOSAZANA DLAMINI-ZUMA LOCAL MUNICIPALITY 
SERVICE DELIVERY AND BUDGET IMPLEMENTATION PLAN 



FOR THE FINANCIAL YEAR 
1 JULY 2017 TO 30 JUNE 2018 



SERVICE DELIVERY AND BUDGET IMPLEMENTATION PLAN 2017/2018 


1. PUBLIC WORKS AND BASIC SERVICES 


NDZ SDBIP FOR 2017 - 2018 

PUBLIC WORKS AND BASIC SERVICES 

IDP / 

SDBIP 

NO. 

War 

d 

No. 

National 

KPA 

OUTCOM 

E 9 

STRATEG 

IC 

OBJECTIV 

ES 

(MEASU 

RABLE 

OUTPUT) 

PROJECT 

S 

INDICATOR 

UNIT OF 

MEASUR 

E 

BASELINE 

Annual 

Target 

Ql 

Target 

Q2 

Target 

Q3 

Target 

Q4 

Target 

Responsi 

ble 

Departm 

ent 

Annual 

Budget 

POE 

Roads 

PWBSl 

3 

Basic 

Service 

Delivery 

and 

Infrastruc 

ture 

Develop 

ment 

Improved 

Access to 

Basic 

Services 

To 

ensure 

provision 

of access 

roads by 
30/06/ 

2018 

Design 
Upgradin 
g of 

Underber 

g roads 
phase 1 
(asphalt 
surfacing 

) 

Date by which 
the final design 
report an 

tender 

documents will 

be submitted 

Report 

New 

Project 

Submission 

of a final 

design 
report and 

tender 

document 

by 

30/06/2018 

N/A 

Appointme 

nt of 

consultant 

by 

31/12/2017 

Submission 

of 

preliminary 
design 
report by 
31/03/2018 

Submission of 

final designs 
report and 

tender 

document by 
30/06/2018 

PWBS 

R 769 

350,93 

1. Appointment 

letter. 

2. Final Designs 

Report 

PWBS 

2 

1 

Construct 

ion of 

Ridge 

Access 

Road 

Percentage of 
Ridge Access 

Road 

constructed 

(5km) 

Percenta 

ge 

New 

Project 

100% of 

Ridge 

Access 

Road 

constructe 

d by 

30/06/2018 

(lkm) 

Final 

design 
report by 
30/09/20 

17 

Appointme 

nt ofthe 

contractor 

by 

31/12/2017 

50% of 

Ridge 

Access 

Road 

constructe 

d by 

31/03/2018 

100% of Ridge 

Access Road 

constructed by 
30/06/2018 

PWBS 

R 1200 

000,00 

1. Appointment 

letter. 

2. Design Report 

3. Progress report 
signed by Engineer 

4. Completion 
Certificate by 
Registered Engineer 

5. Dated photos 










































IDP / 

War 

Natlonal 

OUTCOM 

STRATEG 

(MEASU 

INDICATOR 

UNIT OF 

BASELINE 

Annual 

Ql 

Q2 

Q3 

Q4 

Responsi 

Annual 

POE 

SDBIP 

d 

KPA 

E 9 

IC 

RABLE 


MEASURE 







ble 

Budget 


NO. 




OBJECTIV 

OUTPUT) 




Target 

Target 

Target 

Target 

Target 

Departm 







ES 

PROJECT 

S 









ent 



PWBS 

4 

Basic 

Improved 

To 

Construct 

Percentage of 

Percentage 

New 

100% of 

Final 

Appointme 

50 % of 

100% Sidangeni 

PWBS 

R 1400 

l.Appointment 

3 


Service 

Access to 

ensure 

ion of 

Sidangeni 


Project 

Sidangeni 

design 

nt of the 

Sidangeni 

Access Road 


000,00 

letter; 



Delivery 

and 

Basic 

Services 

provision 

of access 

Sidangeni 

Access 

Access Road 

constructed 



Access 

Road 

report by 
30/09/20 

contractor 

by 

Access 

Road 

constructed by 
30/06/2018 



2.Design Report 



Infrastruc 


roads by 

Road 

(1.5km) 



constructe 

17 

31/12/2017 

constructe 




3.Progress report 



ture 


30 June 





d by 



d by 




signed by Engineer 



Develop 

ment 


2018 





30/06/201 

8(2km) 



31/03/2018 




4.Completion 
Certificate by 
Registered Engineer 

















5.Dated photos 

PWBS 

5 




Construct 

Percentage of 

Percentage 

New 

100% of 

Final 

Appointme 

50% of 

100% Dwaleni 

PWBS 

R 1700 

l.Appointment 

4 





ion of 

Dwaleni Access 


Project 

Dwaleni 

design 

nt ofthe 

Dwaleni 

Access Road 


000,00 

letter; 






Dwaleni 

Access 

Road 

constructed 



Access 

Road 

report by 
30/09/20 

contractor 

by 

Access 

Road 

constructed by 
30/06/2018 



2,Designs 






Road 

(2.0km) 



constructe 

17 

31/12/2017 

constructe 




3.Progress report 










d by 



d by 




signed by Engineer 










30/06/201 
8(2.Okm) 



31/03/2018 




4.Completion 
Certificate by 
Registered Engineer 

















5.Dated photos 

PWBS 

6 




Construct 

Percentage of 

Percentage 

New 

100% of 

Final 

Appointme 

50% of 

100% of 

PWBS 

R 1400 

1. Appointment 

5 





ion of 

Hlathikhulu 


Project 

Hlathikhulu 

design 

nt ofthe 

Hlathikhulu 

Hlathikhulu 


000,00 

letter; 






Hlathikhu 

Access Road 



Access 

report by 

contractor 

Access 

Access Road 



2.Designs; 






lu Access 

constructed 



Road 

30/09/20 

by 

Road 

constructed by 



3.Progress report 






Road 

(1.5km) 



constructe 

17 

31/12/2017 

constructe 

30/06/2018 



signed by Engineer 










d by 



d by 




4.Completion 










30/06/201 



31/03/2018 




Certificate by 










8(1.5km) 







Registered Engineer 
5.Dated photos 
























IDP / 

SDBIP 

NO. 

Ward 

Natlon 

al KPA 

OUTCOM 

E 9 

STRATEG 

IC 

OBJECTIV 

ES 

(MEASU 

RABLE 

OUTPUT) 

PROJECT 

S 

INDICATOR 

UNIT OF 

MEASURE 

BASELINE 

Annual 

Target 

Ql 

Target 

Q2 

Target 

Q3 

Target 

Q4 

Target 

Responsi 

ble 

Departm 

ent 

Annual 

Budget 

POE 

PWBS 

6 

8 

Basic 

Service 

Deliver 

y and 

Infrastr 

ucture 

Develo 

pment 

Improved 

Access to 

Basic 

Services 

To 

ensure 

provision 

of access 

roads by 

30 June 

2018 

Construct 

ion of 

Nyazi 

Access 

Road 

Phase 1 

Percentage of 
Nyazi Access 

Road 

constructed 

(1.2km) 

Percentage 

New 

Project 

100% of 

Nyazi 

Access 

Road 

constructe 

d by 

30/06/201 

8 (l,2km) 

Final 

design 
report by 
30/09/20 

17 

Appointme 

nt of the 

contractor 

by 

31/12/2017 

50% of 

Nyazi 

Access 

Road 

constructe 

d by 

31/03/2018 

100% of Nyazi 

Access Road 

constructed 

by 

30/06/2018 

PWBS 

R 900 

000,00 

1. Appointment letter; 

2. Designs; 

3. Progress report 
signed by Engineer 

4. Completion 

Certificate by 

Registered Engineer 

5. Dated photos 

PWBS 

7 

9 

Construct 

ion of 

Sidandan 

e Access 

Road 

Percentage of 

Sidandane 

Access Road 

constructed 

(0.8km) 

Percentage 

New 

Project 

100% of 

Sidandane 

Access 

Road 

constructe 

d by 

30/06/201 
8(0.8km) 

Final 

design 
report by 
30/09/20 

17 

Appointme 

nt ofthe 

contractor 

by 

31/12/2017 

50% of 

Sidandane 

Access 

Road 

constructe 

d by 

31/03/2018 

100% of 

Sidandane 

Access Road 

constructed 

by 

30/06/2018 

PWBS 

R 900 

000,00 

1. Appointment letter; 

2. Designs; 

3. Progress report 
signed by Engineer 

4. Completion 

Certificate by 

Registered Engineer 

5. Dated photos 

PWBS 

8 

10 

Construct 

ion of 

Zekeleni 

Access 

Road 

Percentage of 

Zekeleni Access 

Road 

constructed 

(0.8km) 

Percentage 

New 

Project 

100% of 

Zekeleni 

Access 

Road 

constructe 

d by 

30/06/201 
8(0.8km) 

Final 

design 
report by 
30/09/20 

17 

Appointme 

nt ofthe 

contractor 

by 

31/12/2017 

50% of 

Zekeleni 

Access 

Road 

constructe 

d by 

31/03/2018 

100% of 

Zekeleni 

Access Road 

constructed 

by 

30/06/2018 

PWBS 

R 900 

000,00 

1. Appointment letter; 

2. Designs; 

3. Progress report 
signed by Engineer 

4. Completion 

Certificate by 

Registered Engineer 

5. Dated photos 
























IDP / 

War 

Natlonal 

OUTCOM 

STRATEG 

(MEASURA 

INDICATOR 

UNIT OF 

BASELINE 

Annual 

Ql 

Q2 

Q3 

Q4 

Responsi 

Annual 

POE 

SDBIP 

d 

KPA 

E 9 

IC 

BLE 


MEASURE 







ble 

Budget 


NO. 




OBJECTIV 

OUTPUT) 




Target 

Target 

Target 

Target 

Target 

Departm 







ES 

PROJECTS 









ent 



PWBS 

11 

Basic 

Improved 

To 

Constructio 

Percentage of 

Percentage 

New 

100% of 

Final 

Appointme 

50% of 

100% of 

PWBS 

R 900 

l.Appointment 

9 


Service 

Access to 

ensure 

n of 

Mafohla 


Project 

Mafohla 

design 

nt ofthe 

Mafohla 

Mafohla 


000,00 

letter; 



Delivery 

Basic 

provision 

Mafohla 

Access Road 



Access 

report by 

contractor 

Access Road 

Access Road 



2.Designs; 



and 

Services 

of access 

Access 

constructed 



Road 

30/09/20 

by 

constructed 

constructed 



3.Progress report 



Infrastruc 


roads by 

Road 

(0.8km) 



constructe 

17 

31/12/2017 

by 

by 



signed by Engineer 



ture 


30 June 





d by 



31/03/2018 

30/06/2018 



4.Completion 



Develop 


2018 





30/06/201 







Certificate by 



ment 







8(0.8km) 







Registered Engineer 
5.Dated photos 

PWBS 

12 




Constructio 

Percentage of 

Percentage 

New 

100% of 

Final 

Appointme 

50% of 

100% of 

PWBS 

R 900 

1. Appointment 

10 





n of 

Manyathela 


Project 

Manyathel 

design 

nt ofthe 

Manyathela 

Manyathela 


000,00 

letter; 






Manyathel 

Access Road 



a Access 

report by 

contractor 

Access Road 

Access Road 



2.Designs; 






a Access 

constructed 



Road 

30/09/20 

by 

constructed 

constructed 



3.Progress report 






Road 

(0.8km) 



constructe 

17 

31/12/2017 

by 

by 



signed by Engineer 










d by 



31/03/2018 

30/06/2018 



4.Completion 










30/06/201 







Certificate by 










8(0.8km) 







Registered Engineer 
5.Dated photos 

PWBS 

13 




Constructio 

Percentage of 

Percentage 

New 

100% of 

Final 

Appointme 

50% of 

100% of 

PWBS 

R 800 

1. Appointment 

11 





n of 

Chapter 


Project 

Chapter 

Design 

nt ofthe 

Chapter 

Chapter 


000,00 

letter; 






Chapter 

Access Road 



Access 

report by 

contractor 

Access Road 

Access Road 



2.Designs; 






Access 

constructed 



Road 

30/09/20 

by 

constructed 

constructed 



3.Progress report 






Road 

(0.7km) 



constructe 

17 

31/12/2017 

by 

by 



signed by Engineer 










d by 



31/03/2018 

30/06/2018 



4.Completion 










30/06/201 







Certificate by 










8(0.7km) 







Registered Engineer 
5.Dated photos 
























IDP / 

SDBIP 

NO. 

Ward 

Natlon 

al KPA 

OUTCO 

ME9 

STRATEG 

IC 

OBJECTIV 

ES 

(MEASURA 

BLE 

OUTPUT) 

PROJECTS 

INDICATOR 

UNITOF 

MEASUR 

E 

BASELINE 

Annual 

Target 

Q1 

Target 

Q2 

Target 

Q3 

Target 

Q4 

Target 

Respon 

sible 

Depart 

ment 

Annual 

Budget 

POE 

PWBS 

12 

14 

Basic 

Service 

Deliver 

y and 

Infrastr 

ucture 

Develo 

pment 

Improv 

ed 

Access 

to 

Basic 

Service 

s 

To 

ensure 

provision 

of access 

roads by 

30 June 

2018 

Constructio 

n of 

Nomandlov 

u Access 

Road 

Percentage of 

Nomandlovu 

Access Road 

constructed 

(1.5km) 

Percenta 

ge 

New 

project 

100% of 

Nomandlovu 

Access Road 

constructed by 
30/06/2018(1.5 
km) 

Final design 
report by 
30/09/2017 

Appointme 

nt ofthe 

contractor 

by 

31/12/2017 

50% of 

Nomandlovu 

Access Road 

constructed 

by 

31/03/2018 

100% of 

Nomandlov 

u Access 

Road 

constructe 

d by 

30/06/2018 

PWBS 

R 1 

200 

000,00 

1. Appointment 
letter; 

2. Designs; 

3. Progress report 
signed by Engineer 

4. Completion 
Certificate by 
Registered Engineer 

5. Dated photos 

PWBS 

13 


Constructio 

n of 

Sithole 

Access 

Road 

Percentage of 

Sithole Access 

Road constructed 

(1.5km) 

Percenta 

ge 

New 

project 

100% of Sithole 

Access Road 

constructed by 
30/06/2018(1.5 
km) 

Final design 
report by 
30/09/2017 

Appointme 

nt ofthe 

contractor 

by 

31/12/2017 

50% of 

Sithole Access 

Road 

constructed 

by 

31/03/2018 

100% of 

Sithole 

Access 

Road 

constructe 

d by 

30/06/2018 

PWBS 

R 33 

120,64 

1. Appointment 
letter; 

2. Designs; 

3. Progress report 
signed by Engineer 

4. Completion 
Certificate by 
Registered Engineer 

5. Dated photos 

PWBS 

14 

12 

Memela 

access 

Road 

maintained 

Number of 

kilometers 

maintained on 

Memela Access 

Road (2km) 

Number 

New 

project 

2km of Memela 

Access Road 

maintained by 
30/06/2018 

0,5 Kilometer 

maintained 

by 

30/09/2017 

0,5 

Kilometer 

maintained 

by 

31/12/2017 

0,5 Kilometer 

maintained 

by 

31/03/2018 

0,5 

Kilometer 

maintained 

by 

30/06/2018 

PWBS 

Roads 

and 

drains 

and 

EPWP 

1. Maintenance 

Report signed by 
Municipal official 

2. Dated photos 

PWBS 

15 

6 

Nkompolo 

Access 

Road 

maintained 

Number of 

kilometers 

maintained on 

Nkompolo Access 
Road (1.5km) 

Number 

New 

project 

1.5 km 

Nkompolo 

Access Road 

maintained by 
30/06/2018 

0.375 

Kilometer 

maintained 

by 

30/09/2017 

0,375 

Kilometer 

maintained 

by 

31/12/2017 

0,375 

Kilometer 

maintained 

by 

31/03/2018 

0,375 

Kilometer 

maintained 

by 

30/06/2018 

PWBS 

roads 

and 

drains 

and 

EPWP 

1. Maintenance 

Report signed by 
Municipal official 

2. Dated photos 

PWBS 

16 

14 

Mjila 

Access 

Road 

maintained 

Number of 

kilometers 

maintained on 

Mjila Access Road 
by (4.0km) 

Number 

New 

project 

4,0km of Mjila 

Access Road 

maintained by 
30/06/2018 

1,0 Kilometer 

maintained 

by 

30/09/2017 

1,0 

Kilometer 

maintained 

by 

31/12/2017 

1,0 Kilometer 

maintained 

by 

31/03/2018 

1,0 

Kilometer 

maintained 

by 

30/06/2018 

PWBS 

roads 

and 

drains 

and 

EPWP 

1. Maintenance 

Report signed by 
Municipal official 

2. Dated photos 




























IDP / 

SDBIP 

NO. 

Ward 

Nation 

al KPA 

OUTCO 

ME 9 

STRAT 

EGIC 

OBJECT 

IVES 

(MEASURA 

BLE 

OUTPUT) 

PROJECTS 

INDICATOR 

UNITOF 

MEASUR 

E 

BASELIN 

E 

Annual 

Target 

Q1 

Target 

Q2 

Target 

Q3 

Target 

Q4 

Target 

Respo 

nsible 

Depart 

ment 

Annual 

Budget 

POE 

PWBS 

17 

8&14 




Railway line 

Maintained 

Number of 

kilometers 

maintained 

on Railway 
line (55km) 

Number 

New 

Project 

55km of a 

Railway line 

maintained 

by 

30/06/2018 

N/A 

N/A 

Appointme 

nt of a 

Contractor 

by 

31/03/2018 

55km of a 

Rail way 

line 

maintained 

by 

30/06/018 

PWBS 

R275 

330,00 

1. Appointment letter 

2. Maintenance Report signed by 
Municipal official 

3. Dated photos 

PWBS 

18 

14 

Basic 

Service 

Deliver 

y and 

Infrast 

ructur 

e 

Develo 

pment 

Improv 

ed 

Access 

to Basic 

Service 

s 

To 

facilitat 

e the 

provisi 

on of 

househ 

old 

electric 

ity by 

30 

June 

2018 

Glenmaize 

Electrificati 

on 

connected 

Percentage of 

Glenmaize 

households 

connected 

(50 

Households) 

Percenta 

ge 

New 

Project 

100% of 

Glenmaize 

households 

connected by 

30/06/2018 

(50 

Households) 

Appoint 

ment of 

service 

provider 

by 

30/09/20 

17 

Final design 
report by 
30/06/2018 
(50 

Households 

) 

50% of 

Glenmaize 

households 

connected 

by 

30/06/2018 

(50 

Households 

) 

100% of 

Glenmaize 

households 

connected 

by 

30/06/2018 

(50 

Households 

) 

PWBS 

R 1 000 

000,00 

1. Consultant appointment letter; 

2. Approved Designs; 

3. appointment of service 
provider 

4. Progress report signed by 
Engineer 

5. Completion Certificate signed 
by Registered Engineer 
ɓ.Dated photos 

7. 50 Signed beneficiary 

confirmations 

PWBS 

19 

11 

Mafohla 

electrificati 

on 

connected 

Percentage of 

Mafohla 

households 

connected 

(20 

Households) 

Percenta 

ge 

New 

Project 

100% of 

Mafohla 

households 

connected by 
30/06/2018 
(20 

Households) 

Appoint 

ment of 

service 

provider 

by 

30/09/20 

17 

Final design 
report by 
30/06/2018 
(20 

Households 

) 

50% of 

Mafohla 

households 

connected 

by 

30/06/2018 

(20 

Households 

) 

100% of 

Mafohla 

households 

connected 

by 

30/06/2018 

(20 

Households 

) 

PWBS 

R 500 

000,00 

1. Consultant appointment letter; 

2. Designs; 

3. Appointment of the service 
provider 

4. Progress report signed by 
Engineer 

5. Completion Certificate by 
Registered Engineer 
ɓ.Dated photos 

7. 20 Signed beneficiary 

confirmations 

PWBS 

20 

15 

Skhesheni 

electrificati 

on 

connected 

Percentage of 

Skhesheni 

households 

connected 

(250 

Households) 

Percenta 

ge 

New 

Project 

100% of 

Skhesheni 

households 

connected by 

30/06/2018 

(250 

Households) 

Appoint 

ment of 

service 

provider 

by 

30/09/20 

17 

Final design 
report by 
30/06/2018 
(250 

Households 

) 

50% of 

Skhesheni 

households 

connected 

by 

30/06/2018 

(250 

Households 

) 

100% of 

Skhesheni 

households 

connected 

by 

30/06/2018 

(250 

Households 

) 

PWBS 

R 300 

000,00 

1. Consultant appointment letter; 

2. Designs; 

3. Appointment of the service 
provider. 

4. Progress report signed by 
Engineer 

5. Completion Certificate by 
Registered Engineer 
ɓ.Dated photos 

7. 250 Signed beneficiary 

confirmations 

























IDP / 

SDBIP 

NO. 

Ward 

National 

KPA 

OUTCOM 

E 9 

STRAT 

EGIC 

OBJEC 

TIVES 

(MEASUR 

ABLE 

OUTPUT) 

PROJECT 

S 

INDICATOR 

UNIT 

OF 

MEAS 

URE 

BASELIN 

E 

Annual 

Target 

Q1 

Target 

Q2 

Target 

Q3 

Target 

Q4 

Target 

Respon 

sible 

Depart 

ment 

Annual 

Budget 

POE 

PWBS21 

2 

Basic 

Service 

Delivery 

and 

Infrastruc 

ture 

Develop 

ment 

Improved 

Access to 

Basic 

Services 

To 

facilitat 

e the 

provisi 

on of 

househ 

old 

electric 

ity by 

30 

June 

2018 

Vitha's 

electrific 

ation 

connecte 

d 

Percentage of 

Vitha's 

households 

connected 

(30 

Households) 

Percen 

tage 

New 

Project 

100% of 

Vitha's house 

holds 

connected by 

30/06/2018 

(30 

Households) 

Appoint 

ment of 

service 

provider 

by 

30/09/20 

17 

Final design 
report by 
30/06/2018 (30 
Households) 

50% of 

Vitha's house 

holds 

connected by 

30/06/2018 

(30 

Households) 

100% of 

Vitha's house 

holds 

connected by 

30/06/2018 

(30 

Households) 

PWBS 

R 600 

000,00 

1. Consultant 

appointment letter; 

2. Designs; 

3. Appointment of 
service provider. 

4. Progress report signed 
by Engineer 

5. Completion Certificate 
by Registered Engineer 
ɓ.Dated photos 

7. 30 Signed beneficiary 

confirmations 

PWBS22 

1 

Mhlange 

ni 

electrific 

ation 

connecte 

d 

Percentage of 
Mhlangeni 

households 

connected 

(40 

Households) 

Percen 

tage 

New 

Project 

100% of 

Mhlangeni 

households 

connected by 

30/06/2018 

(40 

Households) 

Appoint 

ment of 

service 

provide 

by 

30/09/20 

17 

Final design 
report by 
30/06/2018 (40 
Households) 

50% of 

Mhlangeni 

households 

connected by 

30/06/2018 

(40 

Households) 

100% of 

Mhlangeni 

households 

connected by 

30/06/2018 

(40 

Households) 

PWBS 

R 800 

000,00 

1. Consultant 

appointment letter; 

2. Designs; 

3. Appointment of 
service provider 

4. Progress report signed 
by Engineer 

5. Completion Certificate 
by Registered Engineer 
ɓ.Dated photos 

7. 40 Signed beneficiary 

confirmations 

PWBS23 

3 

Gxalinge 

nwa/KaG 

wayisa 

electrific 

ation 

connecte 

d 

Percentage of 
Gxalingenwa/ 
kaGwayisa 

households 

connected 

(40 

Households) 

Percen 

tage 

New 

Project 

100% of 

Gxalingenwa/ 

kaGwayisa 

households 

connected by 

30/06/2018 

(40 

Households) 

Appoint 

ment of 

service 

provider 

by 

30/09/20 

17 

Final design 
report by 
30/06/2018 (40 
Households) 

50% of 

Gxalingenwa/ 

kaGwayisa 

households 

connected by 

30/06/2018 

(40 

Households) 

100% of 

Gxalingenwa/ 

kaGwayisa 

households 

connected by 

30/06/2018 

(40 

Households) 

PWBS 

R 500 

000,00 

1. Consultant 

appointment letter; 

2. Designs; 

3. Appointment of 
service provider 

4. Progress report signed 
by Engineer 

5. Completion Certificate 
by Registered Engineer 
ɓ.Dated photos 

7. 40 Signed beneficiary 

confirmations 
























IDP / 

Ward 

Natlon 

OUTCOM 

STRATEGIC 

(MEASURA 

INDICATOR 

UNIT OF 

BASELIN 

Annual 

Ql 

Q2 

Q3 

Q4 

Responsl 

Annu 

POE 

SDBIP 


al KPA 

E 9 

OBJECTIVE 

BLE 


MEASURE 

E 






ble 

al 


NO. 




S 

OUTPUT) 




Target 

Target 

Target 

Target 

Target 

Departm 

Budge 







PROJECTS 









ent 

t 


PWBS 

9 

Basic 

Improved 

To 

Mbulelwen 

Percentage of 

Percentage 

New 

100% of 

Appoint 

Final design 

50% of 

100% of 


R 600 

l.Consultant 

24 


Servic 

Access to 

facilitate 

i 

Mbulelweni 


Project 

Mbulelweni 

ment of 

report by 

Mbulelweni 

Mbulelweni 

PWBS 

000,0 

appointment letter; 



e 

Basic 

the 

electrificati 

households 



households 

service 

30/06/2018 

households 

households 


0 

2.Designs; 



Delive 

Services 

provision 

on 

connected (30 



connected by 

provider 

(30 

connected by 

connected by 



3,Appointment of the 



ry and 


of 

connected 

Households) 



30/06/2018 

by 

Households) 

30/06/2018 

30/06/2018 



service provider 



Infrast 


household 





(30 

30/09/20 


(30 

(30 



4.Progress report signed 



ructur 


electricity 





Households) 

17 


Households) 

Households) 



by Engineer 



e 


by 30 June 












5.Completion Certificate 



Develo 


2018 












by Registered Engineer 



pment 














ɓ.Dated photos 

7. 30 Signed beneficiary 

confirmations 

PWBS 

7 




Gwejane 

Percentage of 

Percentage 

New 

100% of 

Appoint 

Final design 

50% of 

100% of 


R 500 

l.Consultant 

25 





electrificati 

Gwejane 


Project 

Gwejane 

ment of 

report by 

Gwejane 

Gwejane 

PWBS 

000,0 

appointment letter; 






on 

households 



households 

service 

30/06/2018 

households 

households 


0 

2.Designs; 






connected 

connected (20 



connected by 

provider 

(20 

connected by 

connected by 



3,Appointment of the 







Households) 



30/06/2018 

by 

Households) 

30/06/2018 

30/06/2018 



service provider 










(20 

30/09/20 


(20 

(20 



4.Progress report signed 










Households) 

17 


Households) 

Households) 



by Engineer 

5,Completion Certificate 
by Registered Engineer 
ɓ.Dated photos 

7. 20 Signed beneficiary 

confirmations 

PWBS 

26 

1 




Mqatsheni 

electrificati 

on (infill) 

connected 

Percentage of 
Mqatsheni (infills) 

households 

connected (50 
Households) 

Percentage 

New 

Project 

100% of 

Mqatsheni 

(infills) 

households 

connected by 

30/06/2018 

(50 

Households) 

Appoint 

ment of 

service 

provider 

by 

30/09/20 

17 

Final design 
report by 
30/06/2018 
(50 

Households) 

50% of 

Mqatsheni 

(infills) 

households 

connected by 

30/06/2018 

(50 

Households) 

100% of 

Mqatsheni 

(infills) 

households 

connected by 

30/06/2018 

(50 

Households) 

PWBS 

R 1 

000 

000,0 

0 

1. Consultant 

appointment letter; 

2. Designs; 

3. Appointment of 
service provider 

4. Progress report signed 
by Engineer 

5. Completion Certificate 
by Registered Engineer 

6. Dated photos 

7. 50 Signed beneficiary 

confirmations 
























IDP / 

SDBIP 

NO. 

Ward 

Natlonal 

KPA 

OUTCO 

ME9 

STRATEGIC 

OBJECTIVES 

(MEASURA 

BLE 

OUTPUT) 

PROJECTS 

INDICATOR 

UNIT OF 

MEASURE 

BASELIN 

E 

Annual 

Target 

Q1 

Target 

Q2 

Target 

Q3 

Target 

Q4 

Target 

Respon 

sible 

Depart 

ment 

Annual 

Budget 

POE 

PWBS 

27 

2 

Basic 

Service 

Delivery 

and 

Infrastru 

cture 

Develop 

ment 

Improve 

d Access 

to Basic 

Services 

To facilitate 

the provision 

of household 

electricity by 

30 June 2018 

KwaPitela 

electrificati 

on (infills) 

connected 

Percentage 

of KwaPitela 

(infills) 

households 

connected 

(50 

Households) 

Percentage 

New 

Project 

100% of 

KwaPitela 

(infills) 

households 

connected by 

30/06/2018 

(50 

Households) 

Appoint 

ment of 

service 

provider 

by 

30/09/20 

17 

Final design 
report by 
30/06/2018 
(50 

Households) 

50% of 

KwaPitela 

(infills) 

household 

s 

connected 

by 

30/06/20 

18 (50 

Househol 

ds) 

100% of 

KwaPitela 

(infills) 

households 

connected by 

30/06/2018 

(50 

Households) 

PWBS 

R 1 000 

000,00 

1. Consultant 

appointment letter; 

2. Designs; 

3. Contractors 

Appointment of service 
provider 

4. Progress report signed 
by Engineer 

5. Completion Certificate 
by Registered Engineer 
ɓ.Dated photos 

7. 50 Signed beneficiary 

confirmations 

PWBS 

28 

3 

Ukhahlamb 

a 

electrificati 

on 

connected 

Percentage 

uKhahlamba 

(infills) 

households 

connected 

(50 

Households) 

Percentage 

New 

Project 

100% 

uKhahlamba 

(infills) 

households 

connected by 

30/06/2018 

(50 

Households) 

Appoint 

ment of 

service 

provider 

by 

30/09/20 

17 

Final design 
report by 
30/06/2018 
(50 

Households) 

100% 

uKhahlam 

ba (infills) 

household 

s 

connected 

by 

30/06/20 

18 (50 

Househol 

ds) 

100% 

uKhahlamba 

(infills) 

households 

connected by 

30/06/2018 

(50 

Households) 

PWBS 

R 200 

000,00 

1. Consultant 

appointment letter; 

2. Designs; 

3. Appointment of 
service provider 

4. Progress report signed 
by Engineer 

5. Completion Certificate 
by Registered Engineer 
ɓ.Dated photos 

7. 50 Signed beneficiary 

confirmations 

PWBS 

29 

2 

Zuma's 

Electrificati 

on 

connected 

Percentage 

of Zuma's 

(infills) 

households 

connected 

(25 

Households) 

Percentage 

New 

Project 

100% of 

Zuma's 

(infills) 

households 

connected by 

30/06/2018 

(25 

Households) 

Appoint 

ment of 

service 

provider 

by 

30/09/20 

17 

Final design 
report by 
30/06/2018 
(25 

Households) 

50% of 

Zuma's 

(infills) 

household 

s 

connected 

by 

30/06/20 

18 (25 

Househol 

ds) 

100% of 

Zuma's 

(infills) 

households 

connected by 

30/06/2018 

(25 

Households) 

PWBS 

R 300 

000,00 

1. Consultant 

appointment letter; 

2. Designs; 

3. Appointment of 
service provider 

4. Progress report signed 
by Engineer 

5. Completion Certificate 
by Registered Engineer 
ɓ.Dated photos 

7. 25 Signed beneficiary 

confirmations 
























IDP / 

Ward 

Nation 

OUTCOM 

STRATEGIC 

(MEASURABL 

KEY 

UNIT OF 

BASELIN 

Annual 

Q1 

Q2 

Q3 

Q4 

Respo 

Annual 

POE 

SDBIP 


al KPA 

E 9 

OBJECTIVE 

E OUTPUT) 

PERFORMANC 

MEASURE 

E 






nsible 

Budget 


NO. 




S 

PROJECTS 

E INDICATOR 



Target 

Target 

Target 

Target 

Target 

Depart 

















ment 



PWBS 

2 




Mahwaqa 

Percentage of 

Percentage 

New 

100% of 

Appoint 

Final design 

50% of 

100% of 


R 300 

l.Consultant 

30 





phase 2 

Mahwaqa 


Project 

Mahwaqa 

ment of 

report by 

Mahwaqa 

Mahwaqa 

PWBS 

000,00 

appointment letter; 






electrificatio 

phase 2 (infills) 



phase 2 

service 

30/06/2018 

phase 2 

phase 



2.Designs; 






n connected 

households 



(infills) 

provider 

(40 

(infills) 

2(infills) 



3,Appointment of 







connected 



households 

by 

households) 

households 

households 



service provider 










connected by 

30/09/20 


connected by 

connected by 



4.Progress report signed 










30/06/2018 

17 


30/06/2018 

30/06/2018 



by Engineer 

5. Completion Certificate 
by Registered Engineer 

6. Dated photos 

7. 40 Signed beneficiary 

confirmations 

PWBS 

2 




Goxhill 

Percentage of 

Percentage 

New 

100% of 

Appoint 

Final design 

50% of 

100% of 


R 700 

l.Consultant 

31 


Basic 


To 

electrificatio 

Goxhill (infills) 


Project 

Goxhill 

ment of 

report by 

Goxhill 

Goxhill 

PWBS 

000,00 

appointment letter; 



Servic 


n connected 

households 



(infills) 

service 

30/06/2018 

(infills) 

(infills) 



2.Designs; 



e 


the 


connected (40 



households 

provider 

(40 

households 

households 



3.Appointment of 



Delive 

Improved 


households) 



connected by 

by 

households) 

connected by 

connected by 



service provider 



ry and 

Access to 






30/06/2018 

30/09/20 


30/06/2018 

30/06/2018 



4.Progress report signed 



Infrast 

ructur 

e 

Basic 

Services 

household 

electricity 
by 30 June 

2018 





(40 

households) 

17 


(40 

Households) 

(40 

households) 



by Engineer 

5.Completion Certificate 
by Registered Engineer 



Develo 

pment 













ɓ.Dated photos 

7. 40 Signed beneficiary 

confirmations 


PWRS 

6 




Qulashe 

Percentage of 

Percentage 

New 

100% of 

Appoint 

Final design 

50% of 

100% of 


R1 200 

l.Consultant 

32 





electrificatio 

Qulashe phase 


Project 

Qulashe 

ment of 

report by 

Qulashe 

Goxhill 

PWBS 

000,00 

appointment letter; 





n phase 2 

2 (infills) 



phase 

service 

30/06/2018 

phase 2 

(infills) 



2.Designs; 






connected 

households 



2(infills) 

provider 

(40 

(infills) 

households 



3,Appointment of 







connected (20 



households 

by 

households) 

households 

connected by 



service provider 







households) 



connected by 

30/09/20 


connected by 

30/06/2018 



4.Progress report signed 










30/06/2018 

17 


30/06/2018 

(40 



by Engineer 










(20 



(40 

households) 



5,Completion Certificate 










households) 



Households) 




by Registered Engineer 
ɓ.Dated photos 

7. 40 Signed beneficiary 

confirmations 
























IDP / 

SDBIP 

NO. 

Ward 

Natlonal 

KPA 

OUTCOM 

E 9 

STRATEG 

IC 

OBJECTI 

VES 

(MEASURABL 

E OUTPUT) 

PROJECTS 

KEY 

PERFORMANC 

E INDICATOR 

UNITOF 

MEASURE 

BASELINE 

Annual 

Target 

Ql 

Target 

Q2 

Target 

Q3 

Target 

Q4 

Target 

Respon 

sible 

Depart 

ment 

Annual 

Budget 

POE 

PWBS 

33 

2 

Basic 

Service 

Delivery 

and 

Infrastruc 

ture 

Develop 

ment 

Improved 

Access to 

Basic 

Services 

To 

facilitate 

the 

provision 

of 

househol 

d 

electricit 

y by 30 

June 

2018 

Khalweni 

electrification 

connected 

Percentage of 

Khalweni 

(infills) 

households 

connected (50 
Households) 

Percentage 

New 

Project 

100% of 

Khalweni 

(infills) 

households 

connected 

by 

30/06/2018 

(50 

Households) 

Appoint 

ment of 

service 

provider 

by 

30/09/2 

017 

Final 

design 

report 

by 

30/06/2 
018 (50 

Househo 

Ids) 

50% of 

Khalweni 

(infills) 

households 

connected by 

30/06/2018 

(50 

Households) 

100% of 

Khalweni 

(infills) 

households 

connected by 

30/06/2018 

(50 

Households) 

PWBS 

R 300 

000,00 

1. Consultant 

appointment letter; 

2. Designs; 

3. Appointment of 
service provider 

4. Progress report 
signed by Engineer 

5. Completion 

Certificate by 

Registered Engineer 
ɓ.Dated photos 

7. 50 Signed beneficiary 

confirmations 

PWBS 

34 

12 

Qweleni / 

Kalimakawosi 

electrification 

connected 

Percentage of 
Qweleni / 

kalimakawosi 

(infills) 

households 

connected (40 
households) 

Percentage 

New 

Project 

100% of 

Qweleni / 

kamalikawosi 

(infills) 

households 

connected 

by 

30/06/2018 

(40 

households) 

Appoint 

ment of 

service 

provider 

by 

30/09/2 

017 

Final 

design 

report 

by 

30/06/2 
018 (40 

househol 

ds) 

50% of 

Qweleni / 

kamalikawosi 

(infills) 

households 

connected by 

30/06/2018 

(40 

Households) 

100% of 

Qweleni / 

kamalikawosi 

(infills) 

households 

connected by 

30/06/2018 

(40 

households) 

PWBS 

R 1 500 

000,00 

1. Consultant 

appointment letter; 

2. Designs; 

3. Appointment of 
service provider 

4. Progress report 
signed by Engineer 

5. Completion 

Certificate by 

Registered Engineer 
ɓ.Dated photos 

7. 40 Signed beneficiary 

confirmations 

PWBS 

35 

4 

Greater 

kilimon 

electrification 

connected 

Percentage of 

Greater 

kilimon 

households 

connected 

(1000 

households) 

Percentage 

New 

Project 

100% of 

Greater 

kilimon 

(infills) 

households 

connected 

by 

30/06/2018 

(1000 

households) 

Appoint 

ment of 

service 

provider 

by 

30/09/2 

017 

Final 

design 

report 

by 

30/06/2 
018 (40 

househol 

ds) 

50% of 

Greater 

kilimon 

(infills) 

households 

connected by 

30/06/2018 

(1000 

Households) 

100% of 

Greater 

kilimon 

(infills) 

households 

connected by 

30/06/2018 

(1000 

households) 

PWBS 

R 10 500 

000,00 

1. Consultant 

appointment letter; 

2. Designs; 

3. Appointment of 
service provider 

4. Progress report 
signed by Engineer 

5. Completion 

Certificate by 

Registered Engineer 
ɓ.Dated photos 

7. 1000 Signed 
beneficiary 

confirmations 

























IDP / 

SDBIP 

NO. 

Ward 

Natio 

nal 

KPA 

OUTCOM 

E 9 

STRATEGIC 

OBJECTIVE 

S 

(MEASURABLE 

OUTPUT) 

PROJECTS 

KEY 

PERFORMAN 

CE 

INDICATOR 

UNITOF 

MEASURE 

BASELINE 

Annual 

Target 

Ql 

Target 

Q2 

Target 

Q3 

Target 

Q4 

Target 

Responsi 

ble 

Departm 

ent 

Annual 

Budget 

POE 

PWBS 

36 

2 

Basic 

Servic 

e 

Delive 

ry and 

Infrast 

ructur 

e 

Devel 

opme 

nt 

Improve 

d Access 

to Basic 

Services 


Centocow 

shelter and 

Toilets 

constructed 

Percentage 

of Centocow 

shelter and 

Toilets 

constructed 

Percentage 

New 

project 

100% of 

Centocow 

shelter and 

Toilets 

constructed 

by 

30/06/2018 

Appoint 

ment of 

service 

provider 

by 

30/09/2 

017 

25% of 

Percentage 

of Centocow 

shelter and 

Toilets 

constructed 

by 

31/12/2017 

55% of 

Percentage 

of Centocow 

shelter and 

Toilets 

constructed 

by 

31/03/2018 

100% of 

Percentage 

of Centocow 

shelter and 

Toilets 

constructed 

by 

30/06/2018 

PWBS 

R 2 000 

000,00 

1. Appointment 

letter 

2. Progress reports 
signed by Engineer 

3. Completion 

certificate 

4. Dated photos 

Community Amenities 

PWBS 

37 

2 




Construction of 

KwaPitela 

Creche 

Percentage 

of KwaPitela 

Creche 

constructed 

Percentage 

New 

Project 

100% of 

KwaPitela 

Creche 

constructed 

by 

30/06/2018 

Final 

design 

report 

by 

30/09/2 

017 

Appointment 

of contractor 

by 

31/12/2017 

50% of 

KwaPitela 

Creche 

constructed 

by 

31/03/2018 

100% of 

KwaPitela 

Creche 

constructed 

by 

30/06/2018 

PWBS 

R 1 700 

000,00 

l.Signed 

appointment letter 

2. Progress reports 
signed by Engineer 

3. Completion 

certificate 

4. Dated photos 

5. Expenditure 
report 






































IDP / 

SDBIP 

NO. 

Ward 

Natlon 

al KPA 

OUTCOM 

E 9 

STRATEGIC 

OBJECTIVE 

S 

(MEASURAB 

LE OUTPUT) 

PROJECTS 

INDICATOR 

UNIT OF 

MEASUR 

E 

BASELINE 

Annual 

Target 

Ql 

Target 

Q2 

Target 

Q3 

Target 

Q4 

Target 

Respon 

sible 

Depart 

ment 

Annual 

Budget 

POE 

PWBS 

38 

7 

Basic 

Servic 

e 

Delive 

ry and 

Infrast 

ructur 

e 

Develo 

pment 

Improved 

Access to 

Basic 

Services 

To ensure 

provision 

of 

community 

amenities 

(i.e. 

Communit 

y halls, 
sports 
fields) by 

30 June 

2018 

Construction 

of Gala 

Community 

Hall 

Percentage of 

Gala 

Community 

Hall 

constructed 

Percenta 

ge 

New 

Project 

100% of Gala 

Community 

Hall 

constructed 

by 

30/06/2018 

Final design 
report by 
30/09/2017 

Appointme 

nt of 

contractor 

by 

31/12/2017 

50% of Gala 

Community 

Hall 

constructed 

by 

31/03/2018 

100% of Gala 

Community 

Hall 

constructed 

by 

30/06/2018 

PWBS 

R 4 200 

000,00 

1. Appointment letter 

2. Progress reports 
signed by the 

Engineer 

3. Completion 

certificate 

4. Dated photos 

PWBS 

39 

2 

Jabulani 

Community 

hall 

Date by 

which the 

final design 
report and 

tender 

document 

will be 

submitted 

Report 

New 

Project 

Submission of 

final design 
report and 

Tender 

Document by 
30/06/2018 

N/A 

Appointme 

nt of 

Consultant 

by 

31/12/2017 

Submission of 

preliminary 
design report 
by 

31/03/2018 

Submission of 

final design 
report and 

Tender 

Document by 
30/06/2018 

PWBS 

R 600 

000,00 

1. Appointment letter; 

2. Progress report 
signed by Engineer 

3. Final completion 

certificate 

PWBS 

40 

2 

Construction 

of Himeville 

Workshop 

Percentage of 

Himeville 

Workshop 

constructed 

Percenta 

ge 

New 

Project 

100% of 

Himeville 

Workshop 

constructed 

by 

30/06/2018 

Need 

analysis by 
30/09/2017 

Appointme 

nt of 

service 

provider by 
31/12/2017 

50% of 

Himeville 

Workshop 

constructed 

by 

31/03/2018 

100% of 

Himeville 

Workshop 

constructed 

by 

30/06/2018 

PWBS 

R 1 370 

000,00 

1. Appointment letter 

2. Progress reports 
signed by the 
municipal official 

3. Completion 

certificate 

4. Dated photos 

PWBS 

41 

All 

Construction 

of Bus 

Shelters 

Percentage of 

Bus Shelters 

constructed 

Percenta 

ge 

New 

Project 

100% of 15 

Bus Shelters 

constructed 

by 

30/06/2018 

Need 

analysis by 
30/09/2017 

Appointme 

nt ofthe 

contractor 

by 

31/12/2017 

8 Bus Shelters 

constructed 

by 

31/03/2018 

15 Bus 

Shelters 

constructed 

by 

30/06/2018 

PWBS 

R 750 

000,00 

1. Appointment letter 

2. Progress reports 
signed by the 
municipal official 

3. Completion 

certificate 

4. Dated photos 


























IDP / 

SDBIP 

NO. 

War 

d 

National 

KPA 

OUTCO 

ME 9 

STRATEGI 

C 

OBJECTIV 

ES 

(MEASURABL 

E OUTPUT) 

PROJECTS 

INDICATOR 

UNIT 

OF 

MEAS 

URE 

BASELINE 

Annual 

Target 

Q1 

Target 

Q2 

Target 

Q3 

Target 

Q4 

Target 

Respon 

sible 

Depart 

ment 

Annual 

Budget 

POE 

PWBS42 


Basic 

Service 

Delivery 

and 

Infrastru 

cture 

Develop 

ment 

Improve 

d Access 

to Basic 

Services 

To ensure 

provision 

of 

communit 

y 

amenities 

(i.e. 

Communi 

ty halls, 
sports 
fields) by 

30 June 

2018 

Supply of 2 

Park home 

Date by 

which Park 

home 

supplied 

and 

delivered 

Numbe 

r 

New 

Project 

Supply and Delivery 
of 2 Park homes by 
31/12/2017 

N/A 

Appoint 

ment of 

the 

contracto 

r by 

31/12/20 

17 

Supply and 
delivery of 
park homes 
by 

31/03/2018 

N/A 

PWBS 

R 600 

000,00 

l.Signed appointment 

letter 

2.Progress report signed 
by municipal official 

PWBS43 


Construction 

of Carport 

Percentage 
of Carport 

constructe 

d 

Percen 

tage 

New 

Project 

100% of Carport 
constructed by 
30/06/2018 

N/A 

Appoint 

ment of 

contracto 

r by 

31/12/20 

17 

50% of 

Carport 

constructe 

d by 

31/03/2018 

100% of 

Carport 

constructe 

d by 

30/06/2018 

PWBS 

R 300 

000,00 

l.Signed appointment 

letter 

2. Progress reports signed 
by the municipal official 

3. Completion certificate 

4. Dated photos 

5. Expenditure report 

PWBS 44 


Other5 

Amenities 

maintained 

(Hlafuna Hall, 

Sandanezwe 

Hall, Seaford 
Sportfield, 

Mlindeli 

Sportfielf, 

Bhobhoyi 

sportfield) 

Number of 

Amenities 

maintained 

Numbe 

r 

New 

Project 

5 amenities 

maintained by 
30/06/2018 
(Hlafuna Hall, 
Sandanezwe Hall, 
Seaford Sportfield, 
Mlindeli Sportfielf, 
Bhobhoyi sportfield) 

Conduct a 

need 

analysis by 
30/12/2017 

Appoint 

ment of 

the 

service 

provider 

by 

31/03/20 

18 

5 amenities 

maintained 

by 

31/03/2018 

N?A 

PWBS 

Repairs 

and 

Maintena 

nce 

Building 

and Halls 

l.Signed Need Analysis 
report 

2.Signed appointment 

letter 

3. Progress reports signed 
by the municipal official 

4. Dated photos 

5. Expenditure report 

6. Maintenance plan 

PWBS 45 


Bulwer 

Community 

Hall and 

Library 

maintained 

Percentage 

of Bulwer 

Community 

Hall and 

Library 

maintained 

Percen 

tage 

New 

Project 

100% of Bulwer 

Community Hall and 
Library maintained 
by 30/06/2018 

Need 

Analysis 

conducted 

by 

30/09/2017 

Appoint 

ment of a 

Contract 

or by 
31/12/20 

17 

Establishm 

ent & 50% 

of 

maintenanc 

e done by 
31/03/2018 

100% of 

Maintenan 

ce done by 
30/06/2018 

PWBS 

Repairs 

and 

Maintena 

nce 

Building 

and Halls 

l.Appointment letter 

3. Progress reports signed 
bythe municipal official 

4. Dated photos. 

PWBS 46 


Creighton 

Main Building 

maintained 

Percentage 

of 

Creighton 

Main 

Building 

renovated 

Percen 

tage 

New 

Project 

100% of Creighton 
Main Building 
maintained by 
30/06/2018 

Need 

Analysis 

conducted 

by 

30/09/2017 

Appoint 

ment of a 

Contract 

or by 
31/12/20 

17 

Establishm 

ent & 50% 

of 

maintenanc 

e done by 
31/03/2018 

100% of 

Maintenan 

ce done by 
30/06/2018 

PWBS 

Repairs 

and 

Maintena 

nce 

Building 

and Halls 

l.Appointment letter 

3. Progress reports signed 
bythe municipal official 

4. Dated photos 




























IDP / 

SDBIP 

NO. 

War 

d 

Natlonal 

KPA 

OUTCO 

ME 9 

STRATEGI 

C 

OBJECTIV 

ES 

(MEASURABL 

E OUTPUT) 

PROJECTS 

KEY 

PERFORMA 

NCE 

INDICATOR 

UNIT 

OF 

MEAS 

URE 

BASELINE 

Annual 

Target 

Q1 

Target 

Q2 

Target 

Q3 

Target 

Q4 

Target 

Respon 

sible 

Depart 

ment 

Annual 

Budget 

POE 

PWBS47 

All 

Basic 

Service 

Delivery 

and 

Infrastru 

cture 

Develop 

ment 

Improve 

d Access 

to Basic 

Services 

To ensure 

provision 

of 

communit 

y 

amenities 

(i.e. 

Communi 

ty halls, 
sports 
fields) by 

30 June 

2018 

Old Municipal 
Building at 
Creighton 

maintained 

Percentage 

of Old 

Municipal 

Building 

maintained 

Percen 

tage 

New 

Project 

100% of Old 

Municipal Building 
maintained by 
30/06/2018 

Need 

Analysis 

conducted 

by 

30/09/2017 

Appoint 

ment of a 

Contract 

or by 
31/12/20 

17 

Establishm 

ent & 50% 

of 

maintenanc 

e done by 
31/03/2018 

100% of 

Maintenan 

ce done by 
30/06/2018 

PWBS 

Repairs 

and 

Maintena 

nce 

Building 

and Halls 

l.Appointment letter 

3. Progress reports signed 
by the municipal official 

4. Dated photos 

PWBS 48 


Creighton 

Hall 

maintained 

Percentage 

of 

Creighton 

Hall 

maintained 

Percen 

tage 

New 

Project 

100% of Creighton 

Hall maintained by 
30/06/2018 

Need 

Analysis 

conducted 

by 

30/09/2017 

Appoint 

ment of a 

Contract 

or by 
31/12/20 

17 

Establishm 

ent & 50% 

of 

maintenanc 

e done by 
31/03/2018 

100% of 

Maintenan 

ce done by 
30/06/2018 

PWBS 

Repairs 

and 

Maintena 

nce 

Building 

and Halls 

l.Appointment letter 

3. Progress reports signed 
by the municipal official 

4. Dated photos 

PWBS 49 


To ensure 

that all 

infrastruct 

ure has 

Operation 

and 

Maintena 

nce plan 
in place 
by 30 

June 2018 

Creighton 

Public Toilets 

maintained 

Percentage 

of 

Creighton 

Public 

Toilets 

maintained 

Percen 

tage 

New 

Project 

100% of Creighton 

Public Toilets 

maintained by 
30/06/2018 

Need 

Analysis 

conducted 

by 

30/09/2017 

Appoint 

ment of a 

Contract 

or by 
31/12/20 

17 

Establishm 

ent & 50% 

of 

maintenanc 

e done by 
31/03/2018 

100% of 

Maintenan 

ce done by 
30/06/2018 

PWBS 

Repairs 

and 

Maintena 

nce 

Building 

and Halls 

l.Appointment letter 

3. Progress reports signed 
bythe municipal official 

4. Dated photos 

PWBS 50 


Bulwer Public 

Toilets 

maintained 

Percentage 

of Bulwer 

Pubiic 

Toilets 

maintained 

Percen 

tage 

New 

Project 

100% of Bulwer 

Public Toilets 

maintained by 
30/06/2018 

Need 

Analysis 

conducted 

by 

30/09/2017 

Appoint 

ment of a 

Contract 

or by 
31/12/20 

17 

Establishm 

ent & 50% 

of 

maintenanc 

e done by 
31/03/2018 

100% of 

Maintenan 

ce done by 
30/06/2018 

PWBS 

Repairs 

and 

Maintena 

nce 

Building 

and Halls 

l.Appointment letter 

3. Progress reports signed 
bythe municipal official 

4. Dated photos 


























IDP / 

SDBIP 

NO. 

War 

d 

Nation 

al KPA 

OUTCOM 

E 9 

STRATEGIC 

OBJECTIVE 

S 

(MEASURA 

BLE 

OUTPUT) 

PROJECTS 

INDICATOR 

UNITOF 

MEASURE 

BASELINE 

Annual 

Target 

Ql 

Target 

Q2 

Target 

Q3 

Target 

Q4 

Target 

Respon 

sible 

Depart 

ment 

Annual 

Budget 

POE 

PWBS 

51 





Bulwer Art 

Center 

maintained 

Percentage of 

Bulwer Art 

Center 

maintained 

Percentage 

New 

Project 

100% of Bulwer 

Art Center 

maintained by 
30/06/2018 

Need Analysis 
conducted by 
30/09/2017 

Appointme 

nt of a 

Contractor 

by 

31/12/2017 

Establishm 

ent & 50% 

of 

maintenanc 

e done by 
31/03/2018 

100% of 

Maintenan 

ce done by 
30/06/2018 

PWBS 

Repairs and 

Maintenance 

Building and 

Halls 

l.Appointment 

letter 

3. Progress reports 
signed by the 
municipal official 

4. Dated photos 

PWBS 

52 


BulwerTaxi 

Rank 

maintained 

Percentage of 

BulwerTaxi 

Rank 

maintained 

Percentage 

New 

Project 

100% of Bulwer 

Taxi Rank 

maintained by 
30/06/2018 

Need Analysis 
conducted by 
30/09/2017 

Appointme 

nt of a 

Contractor 

by 

31/12/2017 

Establishm 

ent & 50% 

of 

maintenanc 

e done by 
31/03/2018 

100% of 

Maintenan 

ce done by 
30/06/2018 

PWBS 

Repairs and 

Maintenance 

Building and 

Halls 

l.Appointment 

letter 

3. Progress reports 
signed by the 
municipal official 

4. Dated photos 

Sports fields 

PWBS 

53 

6 

Basic 

Service 

Deliver 

y and 

Infrastr 

ucture 

Develo 

pment 

Improved 

Access to 

Basic 

Services 

To ensure 

provision of 
community 

amenities 

Community 
halls, sports 
fields by 30 

June 2018 

Sawoti 

Sports Field 

constructe 

d 

Percentage of 
Sawoti Sports 

Field 

constructed 

Percentage 

New 

Project 

100% of Sawoti 

Sports Field 
constructed by 
31/03/2018 

Final design 
report by 
30/09/2017 

Appointme 

nt of a 

contractor 

by 

31/12/2017 

50% of 

Sawoti 

Sport Field 

constructe 

d by 

31/03/2018 

100% of 

Sawoti 

Sport Field 

constructe 

d by 

30/06/2018 

PWBS 

R 3 500 

000,00 

l.Appointment 

letter 

3. Progress reports 
signed by the 

Engineer 

4. Completion 

certificate 

5. Dated photos 

PWBS 

54 

11 

Basic 

Service 

Deliver 

y and 

Infrastr 

ucture 

Develo 

pment 

Improved 

Access to 

Basic 

Services 

To ensure 

provision of 
community 

amenities 

Community 
halls, sports 
fields by 30 

June 2018 

Buyani 

Madlala 

Sports Field 

constructe 

d 

Percentage of 
Sawoti Sports 

Field 

constructed 

Percentage 

New 

Project 

100% of Buyani 
Madlala Sports 

Field 

constructed by 
31/03/2018 

Final design 
report by 
30/09/2017 

Appointme 

nt of a 

contractor 

by 

31/12/2017 

50% of 

Buyani 

Madlala 

Sport Field 

constructe 

d by 

31/03/2018 

100% of 

Buyani 

madlala 

Sport Field 

constructe 

d by 

30/06/2018 

PWBS 

R 3 300 

000,00 

l.Appointment 

letter 

3. Progress reports 
signed by the 

Engineer 

4. Completion 

certificate 

5. Dated photos 

PWBS 

55 

1 

Basic 

Service 

Deliver 

y and 

Infrastr 

ucture 

Develo 

pment 

Improved 

Access to 

Basic 

Services 

To ensure 

provision of 
community 

amenities 

Community 
halls, sports 
fields by 30 

June2018 

Voyizane 
Sports Field 

constructe 

d 

Percentage of 
Voyizane 

Sports Field 

constructed 

Percentage 

New 

Project 

100% of 

Voyizane 

Sports Field 
constructed by 
31/03/2018 

Final design 
report by 
30/09/2017 

Appointme 

nt of a 

contractor 

by 

31/12/2017 

50% of 

Voyizane 
Sport Field 

constructe 

d by 

31/03/2018 

100% of 

Voyizane 
Sport Field 

constructe 

d by 

30/06/2018 

PWBS 

R 1 500 

000,00 

l.Appointment 

letter 

3. Progress reports 
signed by the 

Engineer 

4. Completion 

certificate 

5. Dated photos 










































IDP / 

SDBIP 

NO. 

Ward 

National 

KPA 

OUTCO 

ME 9 

STRATEGIC 

OBJECTIVE 

S 

(MEASUR 

ABLE 

OUTPUT) 

PROJECTS 

KEY 

PERFORMANC 

E INDICATOR 

UNIT OF 

MEASUR 

E 

BASELINE 

Annual 

Target 

Q1 

Target 

Q2 

Target 

Q3 

Target 

Q4 

Target 

Respon 

sible 

Depart 

ment 

Annual 

Budget 

POE 

General Maintenance 

PWBS 56 

2 

Basic 

Service 

Delivery 

and 

Infrastru 

cture 

Develop 

ment 

Improve 

d Access 

to Basic 

Services 


Fencing 

Himeville 

Transfer 

station 

Number of 

meters 

Himeville 

Transfer 

station fenced 

Number 

New 

Project 

400m of 

Himeville 

Transfer station 

fenced by 
31/03/2018 

N/A 

Appointme 

nt of a 

Contractor 

by 

31/12/2017 

400m of 

Himeville 

Transfer 

station 

fenced by 
31/03/2018 

N/A 

PWBS 

Fencin 

g Vote 

l.Signed Contractors 
appointment letter; 

2. Progress report 
signed by a municipal 
official, 

3. Completion 
Certificate, 

4. Dated photos 

5. Expenditure report 

PWBS 57 

All 

Basic 

Service 

Delivery 

and 

Infrastru 

cture 

Develop 

ment 

Improve 

d Access 

to Basic 

Services 

Plants and 

equipment 

s 

Number of 

plants 

purchased 

Number 

New 

Project 

8 Plants and 

equipment 
purchased by 
31/12 2017 ( 3 
tractors, 2 
tipper trcks, 
roller, loadbed 
truck) 

Appointment 

of a Service 

provider 

30/09/2017 

4 plants and 
equipments 

Purchased 

On 

31/12/2017 

4 plants and 
equipment 

Purchased 

on 31/ 03/ 

2018 

N/A 

PWBS 

R 7 350 

000.00 

l.Signed 

appointment letter; 
2.Signed Delivery 

Note 

3. Dated photos 
5.Expenditure report 

Project Management, Social Facilitation & Reporting 

PWBS 58 

All 

Good 

Governa 

nce and 

Public 

Participa 

tion 

Different 

iated 

Approac 

h to 

Municip 

al 

Financin 

g, 

Planning 

and 

Support 

To 

improve 

accountabi 

lity and 

enhance 

public 
participati 
on by 30 

June2018 

Reports on 

Housing 

Projects 

Monitorin 

g 

submitted 

Number of 

Reports 

submitted to 

PWBS 

Committee 

and MANCO 

on Housing 

Projects 

Implementatio 

n 

Number 

New 

Project 

4 Reports 

submitted to 

PWBS 

Committee and 

MANCOon 

Housing 

Projects 

Implementation 
by 30/06/2018 

1 Report 

submitted to 

PWBS 

Committee 

and MANCO 

on Housing 
Projects 
Implementati 
on by 

30/09/2017 

1 Report 

submitted 

to PWBS 

Committee 

and 

MANCOon 

Housing 
Projects 
Implementa 
tion by 
31/12/2017 

1 Report 

submitted to 

PWBS 

Committee 

and MANCO 

on Housing 
Projects 
Implementat 
ion by 
31/03/2018 

1 Report 

submitted 

to PWBS 

Committee 

and 

MANCOon 

Housing 
Projects 
Implementa 
tion by 
30/06/2018 

PWBS 

Operati 

onal 

lSigned Minutes and 
signed attendance 
register 

2Reports on Housing 
Projects Monitoring 

























































IDP / 

SDBIP 

NO. 

Ward 

Natlo 

nal 

KPA 

OUTCO 

ME9 

STRATEGIC 

OBJECTIVES 

(MEASURA 

BLE 

OUTPUT) 

PROJECTS 

KEY 

PERFORMANC 

E INDICATOR 

UNITOF 

MEASURE 

BASELINE 

Annual 

Target 

Q1 

Target 

Q2 

Target 

Q3 

Target 

Q4 

Target 

Responsi 

ble 

Departm 

ent 

Annual 

Budget 

POE 

PWBS 59 

All 

Good 

Gover 

nance 

and 

Public 

Partici 

pation 

Different 

iated 

Approac 

h to 

Municipa 

1 

Financing 

Planning 

and 

Support 

To ensure 

provision of 

solid waste 

services by 

30 June2018 

Waste 

Managem 

ent 

Awareness 

campaigns 

conducted 

Number of 

Waste 

Management 

awareness 

campaigns 

conducted 

Number 

New Project 

2 Waste 

Managemen 

t awareness 

campaigns 

conducted 

by 

30/06/2018 

N/A 

1 Waste 

Managem 

ent 

Awareness 

campaigns 

conducted 

by 

31/12/201 

7 

N/A 

1 Waste 

Managemen 

t Awareness 

campaigns 

conducted 

by 

30/06/2018 

PWBS 

Operational 

l.Signed 
Attendance 
register and 
Signed 

Reports 

2.Dated 

photos 

PWBS 60 

All 

To improve 

accountabilit 

y and 

enhance 

public 

participation 
by 30 June 

2018 

EPWP 

progress 

reports 

submitted 

Number of 

progress 

reports on 

EPWP 

submitted to 

PWBS 

Committee 

and MANCO 

Number 

New Project 

4 progress 

reports on 

EPWP 

submitted 

to PWBS 

Committee 

and MANCO 

by 

30/06/2018 

1 progress 

reports on 

EPWP 

submitted to 

PWBS 

Committee 

and MANCO 

by 

30/09/2017 

1 progress 

reports on 

EPWP 

submitted 

to PWBS 

Committee 

and 

MANCO by 
31/12/201 

7 

1 progress 

reports on 

EPWP 

submitted to 

PWBS 

Committee 

and MANCO 

by 

31/03/2018 

1 progress 

reports on 

EPWP 

submitted to 

PWBS 

Committee 

and MANCO 

by 

30/06/2018 

PWBS 

Operational 

l.Signed 
Minutes and 
attendance 
register 

2.EPWP 

reports 

PWBS 61 

All 

Reports 

submitted 

on Jobs 

Created 

Number of 

reports 

submitted to 

PWBS 

Committee 

and MANCO 

on Jobs 

Created 

Number 

New Project 

4 reports 

submitted 

to PWBS 

Committee 

and MANCO 

on Jobs 

Created by 
30/06/2018 
(53 Jobs 
Created) 

1 report 

submitted to 

PWBS 

Committee 

and MANCO 

on Jobs 

Created by 
30/09/2017 
(53 Jobs 
Created) 

1 report 

submitted 

to PWBS 

Committee 

and 

MANCO on 

Jobs 

Created by 
31/12/201 

7 (53 Jobs 
Created) 

1 report 

submitted to 

PWBS 

Committee 

and MANCO 

on Jobs 

Created by 
31/03/2018 
(53 Jobs 
Created) 

1 report 

submitted to 

PWBS 

Committee 

and MANCO 

on Jobs 

Created by 
30/06/2018 
(53 Jobs 
Created) 

PWBS 

Operational 

l.Signed 
Minutes and 
signed 
attendance 
register 
2.Report on 
created jobs 
























IDP / 

Ward 

Natlo 

OUTCO 

STRATEGIC 

(MEASURA 

KEY 


BASELINE 

Annual 

Ql 

Q2 

Q3 

Q4 

Responsibl 

Annual 

POE 

SDBIP 


nal 

ME 9 

OBJECTIVES 

BLE 

PERFORMANC 








e 

Budget 


NO. 


KPA 



OUTPUT) 

E INDICATOR 



Target 

Target 

Target 

Target 

Target 

Departme 








PROJECTS 









nt 



PWBS 62 

All 

Good 

Different 

To improve 

Assets 

Turnaround 

Turnarou 

New 

7 days 

7 days 

7 days 

7 days 

7 days 

PWBS 

Operation 

l.Signed 

Completion 



Gover 

iated 

accountabilit 

Transferre 

time by which 

nd time 

Project 

turnaround time 

turnaround 

turnaroun 

turnaround 

turnaround 


al 



nance 

Approac 

y and 

d to BTO 

the PWBS 



by which the 

time by 

d time by 

time by 

time by 



2.Signed 



and 

h to 

enhance 


department 



PWBS 

which the 

which the 

which the 

which the 



transfer 



Public 

Municipa 

public 


will transfer to 



department will 

PWBS 

PWBS 

PWBS 

PWBS 



acknowledge 



Partici 

pation 

1 

Financing 

Planning 

participation 
by 30 June 

2018 


BTO newly 
completed 

assets after 

issue of 



transfer to BTO 

newly completed 

assets after issue 

of practical 

department 

will transfer 

to BTO newly 
completed 

departmen 

t will 

transfer to 

BTO newly 

department 

will transfer 

to BTO 

newly 

department 

will transfer 

to BTO 

newly 



ment by BTO 

reflecting 

transferred 

asset. 




and 



practical 



completion 

assets after 

completed 

completed 

completed 







Support 



completion 



certificate to 

issue of 

assets 

assets after 

assets after 










certificates to 



contractor 

practical 

after issue 

issue of 

issue of 










contractor 




completion 

of practical 

practical 

practical 














certificate to 

completio 

completion 

completion 














contractor 

n 

certificate to 

certificate to 















certificate 

to 

contractor 

contractor 

contractor 




PWBS 63 





Quarterly 

Number of 

Number 

New 

3 Reports 

N/A 

1 Report 

1 report 

1 Report 

PWBS 

Operation 

l.Signed 






Reports on 

reports 


Project 

submitted to 


submitted 

submitted to 

submitted to 


al 

attendance 






Cemeterie 

submitted to 



PWBS Committee 


to PWBS 

PWBS 

PWBS 



register 






s 

PWBS 



and MANCO on 


Committee 

Committee 

Committee 



2.Report on 






manageme 

Committee 



cemetery 


and 

and MANCO 

and MANCO 



cemetery 






nt 

and MANCO 



management by 


MANCO on 

on cemetery 

on cemetery 



management 






submitted 

on cemetery 



30/06/2018 


cemetery 

management 

management 










management 





manageme 

by 

by 















nt by 

31/12/201 

7 

33/03/2018 

30/06/2018 

























IDP / 

SDBIP 

NO. 

Ward 

National 

KPA 

OUTCO 

ME 9 

STRATEGI 

C 

OBJECTIVE 

S 

(MEASUR 

ABLE 

OUTPUT) 

PROJECTS 

KEY 

PERFORMANC 

E INDICATOR 

UNIT OF 

MEASURE 

BASELINE 

Annual 

Target 

Ql 

Target 

Q2 

Target 

Q3 

Target 

Q4 

Target 

Respons 

ible 

Departm 

ent 

Annual 

Budget 

POE 

PWBS 64 

All 

Good 

Governa 

nce and 

Public 

Participa 

tion 

Deepen 

Democra 

cy 

Through 

a 

Refined 

Ward 

Committ 

ee 

System 

To develop 
a strong 

Institution 

to support 

consultativ 

e and 

participato 
ry local 

governme 

nt by 30 

June 2018 

Backto 

Basics 

reports 

produced 

and 

submitted 

to the 

office of 

the MM 

Number of 

Back to Basics 

reports 
produced and 

submitted to 

the office of 

the MM 

Number 

New 

Project 

12 monthly 

and 4 

quarterly 

back to basics 

reports 
produced and 

submitted to 

the office of 

the MM by 
30/06/2018 

3 monthly 

and 1 

quarterly 

backto basics 

reports 
produced and 

submitted to 

the office of 

the MM by 
30/09/2017 

3 monthly and 

1 quarterly 

backto basics 

reports 
produced and 

submitted to 

the office of 

the MM by 
31/12/2017 

3 monthly 

and 1 

quarterly 

back to 

basics 

reports 

produced 

and 

submitted 

to the 

office of 

the MM by 
31/03/201 

8 

3 monthly 

and 1 

quarterly 

back to 

basics 

reports 

produced 

and 

submitted to 

the office of 

the MM by 
30/06/2018 

Corporat 

e and 

Support 

Services 

Operational 

l.Signed 

Report 

2.pproof of 

submission/s 

igned 

acknowledge 

ment 

Meetings 

















PWBS 65 

All 

Good 

Governa 

nce and 

Public 

Participa 

tion 

Deepen 

Democra 

cy 

Through 

a 

Refined 

Ward 

Committ 

ee 

System 

To develop 
a strong 

Institution 

to support 

consultativ 

e and 

participato 
ry local 

governme 

nt by 30 

June 2018 

Departme 

ntal 

meetings 

held 

Number. of 

departmental 
meetings held 

Number 

New 

Project 

4 

departmental 
meetings 
held by 
30/06/2018 

1 

departmental 
meeting held 
by 

30/09/2017 

1 departmental 
meeting held 
by 31/12/2017 

1 

departmen 

tal 

meeting 
held by 
31/03/201 

8 

1 

departmenta 

1 meeting 
held by 
30/06/2018 

PWBS 

Operational 

l.Signed 

minutes 

2.Attendanc 

e register 






































IDP/ 

SDBIP 

NO. 

Ward 

Natlo 

nal 

KPA 

OUTCO 

ME9 

STRATEGIC 

OBJECTIVES 

(MEASUR 

ABLE 

OUTPUT) 

PROJECTS 

KEY 

PERFORMANC 

E INDICATOR 

UNIT OF 

MEASURE 

BASELINE 

Annual 

Target 

Q1 

Target 

Q2 

Target 

Q3 

Target 

Q4 

Target 

Respons 

ible 

Depart 

ment 

Annual 

Budget 

POE 

REFUSE REMOVAL 
















PWBS66 

All 

Basic 

Servic 

e 

Delive 

ry 

Improve 

d Access 

to Basic 

Services 

To provide 

households 

with refuse 

collection 

services by 

30 June 

2018 

Refuse 

removal 

and 

Landfill 

site 

reports 

submitted 

Number of 

reports 

submitted to 

PWBS 

Committee 

and MANCO 

on Refuse 

removal and 

landfill site 

development 

and 

Management 

Number 

New Project 

4 reports 

submitted 

to PWBS 

Committee 

and MANCO 

on Refuse 

removal and 

landfill site 

developmen 

t and 

Managemen 
t by 

30/06/2018 

1 report 

submitted to 

PWBS 

Committee 

and MANCO 

on Refuse 

removal and 

landfill site 

development 

and 

Management 

by 

30/09/2017 

1 report 

submitted 

to PWBS 

Committe 

e and 

MANCO 

on Refuse 

removal 

and 

landfill site 

developm 

ent and 

Managem 
ent by 
31/12/201 

7 

1 report 

submitted to 

PWBS 

Committee 

and MANCO 

on Refuse 

removal and 

landfill site 

developmen 

t and 

Managemen 

tby 

31/03/2018 

1 report 

submitted to 

PWBS 

Committee 

and MANCO 

on Refuse 

removal and 

landfill site 

developmen 

t and 

Managemen 

tby 

30/06/2018 

PWBS 

Operational 

l.Signed 

Minutes 

2. Signed 

attendance 

register 

3. Report on 

Refuse 

removal and 

landfill site 

developmen 

t and 

Managemen 

t 





































2. COMMUNITY AND SOCIAL SERVICES 


IDP / 

SDBIP 

NO. 

Ward 

Natlo 

nal 

KPA 

OUTCO 

ME 9 

STRATEGIC 

OBJECTIVES 

(MEASURA 

BLE 

OUTPUT) 

PROJECTS 

KEY 

PERFORMANC 

E INDICATOR 

UNIT OF 

MEASUR 

E 

BASELIN 

E 

Annual 

Target 

Q1 

Target 

Q2 

Target 

Q3 

Target 

Q4 

Target 

Responsi 

ble 

Departm 

ent 

Annual 

Budget 

POE 

CSSl 

All 

Cross 

Cuttin 

g 

interv 

ention 

Single 

window 

of 

coordina 

tion 

To ensure 

improved 
response to 
disasters by 

30 June 2018 

Disaster 

Managem 

ent 

workshops 

conducted 

Number of 

Disaster 

Management 

workshops 

Number 

New 

Project 

2 Disaster 

Management 
workshops 
conducted by 
30/06/2018 

1 Risk 

Avoidance 

workshops 

conducted 

by 

30/09/2017 

N/A 

N/A 

1 Risk 

Avoidance 

workshops 
conducted by 
30/06/2018 

CSS 

0 

l.Signed 

attendance register 

2.Dated photos 

3.Signed Workshop 
reports/signed 

minutes 

CSS2 

All 

Disaster 

Risk 

Managem 

ent Plan 

Adopted 

Date by which 

Disaster Risk 

Management 
Plan adopted 

Date 

New 

project 

Disaster Risk 

Management 
Plan Adopted 
by 

30/12/2017 

N/A 

Disaster 

Risk 

Manageme 

nt Plan 

Adopted by 
30/12/2017 

N/A 

N/A 

CSS 

R150 000 

l.Adopted Disaster 
Management Plan, 

2.Signed minutes 

and attendance 

register 

3.Council resolution 

CSS3 

All 

Good 

Gover 

nance 

Commun 

ity work 

program 

me 

impleme 

nted and 

Cooperat 

ives 

supporte 

d 

To Conduct 

Community 

outreach 

programmes 

by 30 June 

2018. 

Library 

Communit 

y outreach 

programm 

es 

conducted 

Number of 

Library 

Community 

outreach 

programmes 

conducted 

Number 

New 

project 

12 Library 
Community 

outreach 

programmes 

conducted by 
30/06/2018 

3 Library 
Community 

outreach 

programme 

s 

conducted 

by 

30/09/2017 

3 Library 
Community 

outreach 

programme 

s 

conducted 

by 

31/12/2017 

3 Library 
Community 

outreach 

programmes 

conducted by 
31/03/2018 

3 Library 
Community 

outreach 

programmes 

conducted by 
30/06/2018 

CSS 

R300 000 

1. Signed Reports 
on community 

outreach 

2. Attendance 

Register 

3. Dated photos 

























IDP / 

SDBIP 

NO. 

Ward 

Natlon 

al KPA 

OUTCO 

ME 9 

STRATEGIC 

OBJECTIVES 

(MEASURA 

BLE 

OUTPUT) 

PROJECTS 

KEY 

PERFORMANC 

E INDICATOR 

UNITOF 

MEASURE 

BASELINE 

Annual 

Target 

Ql 

Target 

Q2 

Target 

Q3 

Target 

Q4 

Target 

Responsi 

ble 

Departm 

ent 

Annual 

Budget 

POE 

CSS4 

All 

Good 

Gover 

nance 


To Conduct 

Basic 

Computer 
Trainings by 

30 June 2018 

Basic 

Computer 

Trainings 

sessions 

Conducted 

Number of 

Basic 

Computer 

Training 

sessions 

Conducted 

Number 

New 

project 

8 Basic 

Computer 

Training 

sessions 

Conducted by 
30/06/2018 

2 Basic 

Computer 

Trainings 

conducted 

by 

30/09/2017 

2 Basic 

Computer 

Trainings 

conducted 

by 

31/12/201 

7 

2 Basic 

Computer 

Trainings 

conducted 

by 

30/03/2018 

2 Basic 

Computer 

Trainings 

conducted 

by 

30/06/2018 

CSS 

0 

1. Signed 

Attendance 

Register 

2.Signed 

Close-out 

Reports 

CSS5 

All 

Financi 

al 

Viabilit 

y and 
Manag 

ement 

Improve 

d 

Municipa 

1 

financial 

and 

administ 

rative 

capabilit 

y 

To prepare 
budget for 
Community 

Services 

Department 
by 30 June 

2018. 

Preparatio 

n of 

budgets 

for the 

Communit 

y Services 
Departmen 

t 

Date by which 
2018/2019 CS 
Department 
Budget and 

SDBIP is 

adopted by 

Council 

Date 

New 

project 

Adoption of 
the 2018/19 

CS Department 
Budget and 
SDBIP by 
31/05/18 

N/A 

N/A 

N/A 

Adoption of 
the 2018/ 

2019 CS 

Department 
Budget and 
SDBIP by 
31/5/18 

CSS 

0 

1. 2018/2019 
budget and 

SDBIP 

2. Council 

resolution 

CSS6 

All 

Basic 

service 

deliver 

y 

Improve 

d access 

to basic 

services 

To conduct 

pound 

awareness 

campaigns 
by 30 June 

2018. 

Pound 

awareness 

Campaigns 

Conducted 

Number of 

Pound 

awareness 

campaign 

conducted 

Number 

New 

project 

4 Pound 

Awareness 

Campaign 
conducted by 
30/06/2018 

1 Pound 

Awareness 

Conducted by 
30/09/2017 

1 Pound 

Awareness 

Conducted 

by 

30/12/201 

7 

1 Pound 

Awareness 

Conducted 

by 

30/03/2018 

1 Pound 

Awareness 

held by 
30/06/2018 

CSS 

0 

1. Attendance 
Register 

2. Dated 
photos 

3. Pound 

awareness 

campaign 
report signed 
by project 
official 

CSS7 

All 

To review 

and adopt 
Pound Policy 
by 30 June 

2018. 

Adoption 

of 

reviewed 

Pound 

Policy 

Date by which 

reviewed 

Pound Policy is 
adopted by 

Council 

Date 

New 

project 

Adoption of 

reviewed 

Pound Policy 
by 30/06/2018 

N/A 

N/A 

N/A 

Adoption of 

reviewed 

Pound Policy 
by 

30/06/2018 

css 

0 

l.Council 

Resolution 

2.Signed 

attendance 

register 

3.Pound 

Policy 
























IDP / 

SDBIP 

NO. 

War 

d 

Nati 

onal 

KPA 

OUT 

COM 

E 9 

STRATEGIC 

OBJECTIVES 

(MEASURA 

BLE 

OUTPUT) 

PROJECTS 

KEY 

PERFORMANCE 

INDICATOR 

UNITOF 

MEASUR 

E 

BASELI 

NE 

Annual 

Target 

Ql 

Target 

Q2 

Target 

Q3 

Target 

Q4 

Target 

Responsi 

ble 

Departm 

ent 

Annual 

Budget 

POE 

CSS8 

ALL 

Basic 

servi 

ce 

deliv 

ery 

Impr 

oved 

acce 

ss to 

basic 

servi 

ces 

To conduct 

Multi- 

Disciplinary 

road blocks 

by30June 

2018 

Multi- 

disciplinary 

road blocks 

conducted 

Number of 

multi- 

disciplinary 

road blocks 

conducted 

Number 

New 

project 

2 multi- 

discipl inary 

road blocks 

conducted by 
30/06/2018 

N/A 

1 multi- 

disciplinary 

road blocks 

conducted by 
31/12/2017 

N/A 

1 multi- 

disciplinary 

road blocks 

conducted by 
30/06/2018 

Traffic 

0 

1. Attendance Register 

2. Dated photos 

3.Signed road block 
checklist bearing details 
of stopped/checked 
vehicles signed by 
multi-disciplinary 
representatives 

CSS9 

ALL 

To conduct 

localroad 

blocks by 30 

June2018 

Local Road 

Blocks 

participate 

d 

Number of local 

road blocks 

participated in 

Number 

New 

project 

20 local road 

blocks 
participated 
in by 

30/06/2018 

05 local road 

blocks 

participated 

by 

30/09/2018 

05 local road 

blocks by 
31/12/2018 

05 local road 

blocks by 
31/03/2018 

05 local road 

blocks by 
30/06/2018 

Traffic 

0 

Signed Attendance 
Register 

Dated photos 

Signed road block 
checklist bearing details 
of stopped/checked 
vehicles signed by TO 

and CFO 

CSSIO 

ALL 

To conduct 

fire arm 

refresher 

course by 30 

June2018 

Fire Arm 

Refresher 

Course 

Number of fire 

Arm Refresher 

trainings 

sessions for 

traffic officers 

attended 

Number 

New 

project 

1 fire arm 

refresher 

training 

sessions for 

traffic officers 

attended 

N/A 

N/A 

N/A 

1 fire arm 

refresher 

training 

sessions for 

traffic officers 

attended by 
30/06/2018 

traffic 

0 

Training reports and 

certificate 

Signed attendance 
register 

CSSll 

ALL 

To conduct 

School Road 

Safety 

Awareness 

Campaigns by 

30 June2018 

School road 

safety 

awareness 

campaign 

conducted 

Number of 

School Road 

Safety 

Awareness 

Campaigns 

Conducted 

Number 

New 

project 

12 School 

Road Safety 

Awareness 

Campaigns 
conducted by 
30/06/2018 

3 School Road 

Safety 

Awareness 

Campaigns 
conducted by 
30/09/2017 

3 School Road 

Safety 

Awareness 

Campaigns 
conducted by 
30/12/2017 

3 School Road 

Safety 

Awareness 

Campaigns 
conducted by 
30/03/2018 

3 School Road 

Safety 

Awareness 

Campaigns 
conducted by 
30/06/2018 

traffic 

0 

Signed Close Out 

Report 

Signed Attendance 
Register 

Dated photos 

CSS12 

ALL 

To conduct 

Youth 

Awareness 

campaigns on 

issues raised 

through OSS 
by 30 June 

2018 

Youth 

Awareness 

Campaign 

on issues 

raised 

through 

OSS 

Number of 

youth 

awareness 

campaigns on 

issues raised 

through OSS 

Number 

New 

project 

15 awareness 

campaigns on 

issues raised 

through OSS 
conducted by 
30/06/2018 

4 awareness 

campaigns on 

issues raised 

through OSS 
by 30 
/09/2017 

4 awareness 

campaigns on 

issues raised 

through OSS 

conducted 

by 30 /12/ 

2017 

4 awareness 

campaigns on 

issues raised 

through OSS 
conducted by 
30/03/2018 

3 awareness 

campaigns on 

issues raised 

through OSS 
conducted by 

30 /06/ 2018 

Youth 

R100 

000 

Signed Close out report 

and Attendance 

Registers 

Dated photos 




























IDP/ 

SDBIP 

NO. 

Ward 

Natlon 

al KPA 

OUTCO 

ME 9 

STRATEGIC 

OBJECTIVES 

(MEASURA 

BLE 

OUTPUT) 

PROJECTS 

KEY 

PERFORMANCE 

INDICATOR 

UNIT OF 

MEASUR 

E 

BASELIN 

E 

Annual 

Target 

Q1 

Target 

Q2 

Target 

Q3 

Target 

Q4 

Target 

Responsibl 

e 

Departmen 

t 

Annual 

Budget 

POE 

CSS13 

ALL 

Good 

govern 

ance, 

comm 

unity 

partici 

pation 

and 

ward 

commi 

ttee 

system 

s 

Deepen 

democr 

acy 

through 

a 

refined 

ward 

committ 

ee 

systems 

To 

coordinate 

prayer day 

for Matric 

Leaners and 

educators by 

30 June 2018 

Prayer Day 

for Matric 

Leaners 

and 

educators 

coordinate 

d 

Date by which the 
Prayer Day for 

Matric Leaners and 

educators is 

coordinated 

Date 

New 

project 

Prayer Day 

for Matric 

Leaners and 

educators 

coordinated 

by 

30/06/2018 

N/A 

N/A 

N/A 

Prayer Day 

for Matric 

Leaners and 

educators 

coordinated 

by 

30/06/2018 

Youth office 

R 30 000 

Signed Close 
Report and 

attendance 

register 

CSS14 

ALL 

To review 

youth plan by 

30 June and 

beyond. 

Reviewed 

Youth Plan 

Date by which the 
youth plan is 

reviewed 

Date 

New 

project 

Youth Plan 

document 

reviewed by 
30/06/2018 

N/A 

N/A 

N/A 

Youth Plan 

reviewed by 
30/06/2018 

Youth office 

R 

220 000.00 

Reviewed 

Youth plan 

with 

evidence of 

review 

CSS15 

ALL 

Financi 

al 

Viabilit 

y and 
Manag 

ement 

Improve 

d 

Municip 

al 

financial 

and 

administ 

rative 

capabilit 

y 

To monitor 

bursary 

beneficiaries 

by visiting 

institutions 

by 30 June 

2018. 

Monitoring 

bursary 

beneficiari 

es by 
visiting 

their 

institutions 

Date by which 
bursary 

beneficiaries' 

institutions are 

visited 

Date 

New 

project 

3 visits to 

bursary 

beneficiaries' 

institutions 

by 

30/06/2018 

1 visit to 

bursary 

beneficiaries' 

institutions 

N/A 

1 visit to 

bursary 

beneficiaries' 

institutions 

1 visit to 

bursary 

beneficiarie 

s' 

institutions 

Youth 

R 

10 000.00 

Signed 3 

Close out 

reports 

Attendance 

registers 
signed by 

beneficiaries' 

institutions 

CSS16 

All 



To support 

Youth on 

Heritage 
Activities by 

30 June 2018 

Support 

Youth on 

Heritage 

Activities 

Date by which the 
youth is supported 
on Heritage 

Activities 

Date 

New 

project 

Youth 

supported 
on heritage 
activities by 
31/12/2017 

N/A 

Youth 

Supported 
on Heritage 

Month 

N/A 

N/A 

Youth 

R10 000 

Signed Youth 
Support 

Report 

detailing 

nature of 

support 
























IDP / 

SDBIP 

NO. 

War 

d 

Nationa 

1 KPA 

OUTCOME 

9 

STRATEGIC 

OBJECTIVES 

(MEASURABL 

E OUTPUT) 

PROJECTS 

KEY 

PERFORMANCE 

INDICATOR 

UNIT 

OF 

MEAS 

URE 

BASELINE 

Annual 

Target 

Q1 

Target 

Q2 

Target 

Q3 

Target 

Q4 

Target 

Responsi 

ble 

Departm 

ent 

Annual Budget 

POE 

CSS17 

All 

Financia 

1 

Viability 

and 

Manage 

ment 

Improved 

Municipal 

financial 

and 

administra 

tive 

capability 

To conduct 

Bursary 

Beneficiaries 

Summit by 30 

June 2018. 

Bursary 

beneficiaries 

Summit 

conducted 

Date by which 
the Bursary 

Beneficiaries 

Summit is 

conducted 

Date 

New 

project 

1 Bursary 

beneficiaries 

Summit is 

conducted by 

31 March 2018 

N/A 

N/A 

1 Bursary 
Beneficiary 

Summit 

Conducted 

N/A 

Youth 

office 

R 

10 000.0 

0 

Signed Attendance 
Register 

Dated photos 

Bursary Summit 
report signed by 
project manager and 

Flod 

CSS18 

All 

Good 

governa 

nce, 

commu 

nity 

particip 

ation 

and 

ward 

committ 

ee 

systems 

Deepen 

democrac 

y through 

refined 

ward 

committe 

e systems 

To coordinate 

Backto 

School 

Campaigns by 

30 June 2018 

Back to 

School 

Campaigns 

coordinated 

Date by which 

Back to School 

Campaigns are 

coordinated 

Date 

New 

project 

Back to School 

Campaign 
coordinated by 
30/03/2018 

N/A 

N/A 

Back to 

School 

Campaign 

Coordinate 

d by 

30/03/2018 

N/A 

Youth 

office 

R90 000. 

00 

Signed Reports and 
signed Attendance 
register 

Dated photos 

CSS19 

All 

To coordinate 

Matric 

Awards 

Events by 30 

June 2018. 

Matric 

Awards Event 

coordinated 

Date by which 

the Matric 

Award event 

coordinated 

Date 

New 

project 

Matric Award 

event 

coordinated by 
31/01/2018 

N/A 

N/A 

Matric 

Awards 

Event 

coordinate 

d by 

31/08/2018 

N/A 

Youth 

office 

R 

125 000. 

00 

Signed Attendance 
Register and Reports 
List/register of 

student who 

received matric 

awards 

Dated photos 
Expenditure report 

CSS20 

All 

To coordinate 

Youth Games 

Tournaments 

by 30 June 

2018. 

Youth Games 

Tournaments 

Coordinated 

Date by which 

Youth Games 

are coordinated 

Date 

New 

project 

Youth Games 

coordinated by 
30/06/2018 

N/A 

N/A 

N/A 

Youth Games 

coordinated by 
30/06/2018 

Youth 

office 

R 

180 000. 

00 

Signed Attendance 
Register/team lists 
Signed close out 
Reports 

Dated photos 
Expenditure report 

CSS21 

All 

To coordinate 

Take a Child 

to Work 

campaign by 

30 June 2018 

Take a child 

to Work 

Campaign 

coordinated 

Date by which 

Take a Child to 

Work is 

campaign 

coordinated 

Date 

New 

project 

Take a Child to 

Work campaign 
coordinated by 
30/06/2018 

N/A 

N/A 

N/A 

Take a Child to 

work campaign 
coordinated by 
30/06/2018 

Youth 

office 

R 

60 000.0 

0 

Signed Reports and 
signed Attendance 
register 

Dated photos 

Girl Child to Work 

Campaign report 
Expenditure report 




























IDP / 

SDBIP 

NO. 

Ward 

Natlon 

al KPA 

OUT 

COM 

E 9 

STRATEGIC 

OBJECTIVES 

(MEASURA 

BLE 

OUTPUT) 

PROJECTS 

KEY 

PERFORMANCE 

INDICATOR 

UNIT OF 

MEASUR 

E 

BASELINE 

Annual 

Target 

Q1 

Target 

Q2 

Target 

Q3 

Target 

Q4 

Target 

Responsi 

ble 

Departm 

ent 

Annual 

Budget 

POE 

CSS22 


Good 

govern 

ance, 

comm 

unity 

partici 

pation 

and 

ward 

commi 

ttee 

system 

s 

Deep 

en 

dem 

ocrac 

y 

throu 

gh 

refin 

ed 

ward 

com 

mitte 

e 

syste 

ms 

To coordinate 

NDZ Career 

Exhibition Week 

by 30 June 2018 

NDZ Career 

Exhibition 

Week 

coordinate 

d 

Date by which 

Career 

Exhibition Week 

coordinated 

Date 

New 

project 

2 NDZ Career 

Exhibition Weeks 

coordinated by 
30/06/2018 

N/A 

N/A 

2 Career 

Exhibitio 

ns (by 
when?) 

Schools 

Visited by 
30/06/2018 
(not talking 

to the 

indicator) 

Youth 

office 

R 

5 000.0 

0 

Signed Attendance 
Register 

Career exhibition 

Reports signed by 
project manager 

Dated photos 
Expenditure report 

CSS23 


To coordinate 

OTP Career 

Exhibition by 30 

June and 

beyond. 

OTP Career 

Exhibition 

coordinate 

d 

Number of 

Career 

Exhibitions 

coordinated 

Date 

New 

project 

2 OTP Integrated 

Career Exhibitions 

coordinated by 
30/06/2018 

N/A 

N/A 

N/A 

2 

Integrated 

Career 

Exhibitions 

coordinate 

d by 

30/06/2018 

Youth 

office 

R 

15 00.0 

0 

Signed Attendance 
Register 

Career exhibition 

Reports signed by 
project manager 

Dated photos 
Expenditure report 

CSS24 

All 

To conduct 

School 

Competition 

Excellent 

Awards by 30 

June 2018 

School 

Competitio 

n Excellent 

Awards 

Conducted 

Date by which 

School 

Competition 

Excellent 

Awards 

Date 

New 

project 

School 

Competition 

Excellent Awards 

held by 

31/03/2018 

N/A 

N/A 

School 

Competit 

ion 

Excellent 

Awards 

held by 
31/03/20 

18 

N/A 

Youth 

office 

R 

30 000. 

00 

Signed Closeout 
Reports and 

Attendance 

Registers 

List/register of 

nominees who 

received excellence 

awards 

Dated photos 
Expenditure report 

CSS25 

All 

To coordinate 

Prayer day for 

educators to 

motivate them 

on their work 

by 30 June 2018 

Prayer Day 

for 

Educators 

coordinate 

d 

Date by which 
the Prayer Day 

for Educators to 

be coordinated 

Date 

New 

project 

Prayer Day for 

Educators 

coordinated by 
31/06/2018 

N/A 

N/A 

N/A 

1 

Integrated 
prayer day 

Youth 

office 

R 

10 000. 

00 

Signed Close-out 
Reports and 

Attendance 

Registers 

Dated photos 
Expenditure report 

CSS26 

All 

To coordinate 

Voung Woman 
Indaba by 30 

June 2018. 

Young 

Woman 

Indaba 

coordinate 

d 

Date by which 
the Young 

Women Indaba 

is coordinated 

Date 

New 

project 

Coordinate Young 
Women Indaba by 
30/08/2017 

Young Women 

Indaba 

coordinate by 
30/08/2017 

N/A 

N/A 

N/A 

Youth 

office 

R 

60 000. 

00 

Signed Close-out 
Reports and 

Attendance 

Registers 

Dated photos 
Expenditure report 




























IDP / 

SDBIP 

NO. 

Ward 

Natlonal 

KPA 

OUTCO 

ME9 

STRATEGIC 

OBJECTIVES 

(MEASURA 

BLE 

OUTPUT) 

PROJECTS 

KEY 

PERFORMANCE 

INDICATOR 

BASELI 

NE 

Annual 

Target 

Q1 

Target 

Q2 

Target 

Q3 

Target 

Q4 

Target 

Responsible 

Department 

Annual 

Budget 

POE 

CSS27 

All 

Local 

Economi 

c 

Develop 

ment 

Comm 

unity 

work 

progra 

mme 

implem 

ented 

and 

Cooper 

atives 

suppor 

ted 

To support 

Youth SMME's 

by 30 June 

2018. 

Youth 

SMME's 

Supported 

Number of Youth 

SMME's 

Supported 

New 

project 

2 Youth 

SMME's 

supported by 
30/06/2018 
(Kilmon Agri - 

Ward 4 and 

Sizoyinqoba 
Trading & 
projects 

Animal 

farming 

project) 

N/A 

N/A 

N/A 

2 Youth 

SMME's 

supported by 
30/06/2018 
(Kilmon Agri - 

Ward 4 and 

Sizoyinqoba 
Trading & 
projects 

Animal 

farming 

project) 

Youth office 

R 

50 000. 

00 

Signed Reports with 
details of support 

afforded 

Attendance Register 

Report on planned 
support signed by 

Hod 

CSS28 

All 

Good 

governan 

ce, 

communi 

ty 

participat 

ion and 

ward 

committ 

ee 

systems 

Deepen 

democr 

acy 

throug 

h 

refined 

ward 

commit 

tee 

system 

s 

To celebrate 

Youth Day by 30 

June 2018 

Youth Day 

Celebration 

Date by which 

Youth Day 

celebrated 

New 

project 

Youth Day 
Celebration by 
30/06/2018 

N/A 

N/A 

N/A 

Youth Day 

Celebration 

by 

30/06/2018 

Youth office 

R 

70 000. 

00 

Signed Reports and 

Attendance 

Register, Dated 
photos 

Expenditure report 

CSS29 

Al 1 

To coordinate 

Education 

Summit by 30 

June and 

beyond. 

Education 

Summit 

Date by which 

Education Summit 

coordinated 

New 

project 

Coordinate the 

Education 

Summit by 
31/03/2018 

N/A 

N/A 

Coordina 

te the 

Educatio 

n Summit 

by 

31/03/20 

18 

N/A 

Youth office 

R 

60 000. 

00 

Signed Close-out 
Reports and 

Attendance 

Registers, Dated 
photos 

CSS30 

All 

To conduct 

Golden 

Wednesday by 

30 June 2018. 

Golden 

Wednesday 

conducted 

Number of 

Golden 

Wednesday's 

conducted 

New 

project 

12 Golden 

Wednesday's 

conducted 

3 Golden 

Wednesday 

's 

conducted 

3 Golden 

Wednesday's 

conducted 

3 Golden 

Wednesd 

ay's 

conducte 

d 

3 Golden 

Wednesday's 

conducted 

Community 

Programmes 

Office 

0 

Signed Closeout 
Reports and 

Attendance 

Registers, Dated 
photos 
























IDP / 

Ward 

Natlonal 

OUTCO 

STRATEGIC 

(MEASURA 

KEY 

BASELI 

Annual 

Q1 

Q2 

Q3 

Q4 

Responsible 

Annual 

POE 

SDBIP 


KPA 

ME9 

OBJECTIVES 

BLE 

PERFORMANCE 

NE 






Department 

Budget 


NO. 





OUTPUT) 

PROJECTS 

INDICATOR 


Target 

Target 

Target 

Target 

Target 




CSS31 

All 

Good 

Deepen 

To coordinate 

Golden 

Number of 

New 

2 Golden 

Applicable 

N/A 

N/A 

N/A 

Community 

R 

Signed Report Close- 



governan 

democr 

Golden Games 

Games 

Golden Games 

project 

Games 





Programmes 

115 00 

out Report and 



ce, 

acy 

by 30 June 2018 

coordinate 

coordinated 


coordinated by 





Office 

0.00 

Attendance 



communi 

throug 


d 



30/06/2018 







Registers, Dated 



ty 

h 












photos 



participat 

refined 












Expenditure report 

CSS32 

All 

ion and 

ward 

To coordinate 

Senior 

Date by which 

New 

1 Senior 

N/A 

Applicable 

N/A 

N/A 

Community 

R 

Signed Close-out 



ward 

commit 

Senior Citizens 

Citizens 

Senior Citizens 

project 

Citizens Events 





Programmes 

105 00 

Report and 



committ 

tee 

Event by 30 


Events 


held by 





Office 

0.00 

Attendance 



ee 

system 

June 2018. 


coordinated 


30/06/2018 







Registers, Dated 



systems 

s 












photos 

Expenditure report 

CSS33 

All 



To coordinate 

Senior 

Number of 

New 

4 Senior 

1 Senior 

1 Senior Citizens 

1 Senior 

1 Senior 

Community 

Opex 

Signed Close-out 





Senior Citizens 

Citizens 

Campaigns held 

project 

Citizens 

Citizens 

Campaign 

Citizens 

Citizens 

Programmes 


Report and 





Campaigns by 

Campaign 



Campaigns held 

Campaign 


Campaig 

Campaign 

Office 


Attendance 





30 June 2018. 




by 30/06/2018 



n 




Registers, Dated 
photos 

Expenditure report 

CSS34 

All 



To develop 

Disabled 

Date by which 

New 

Disabled 

N/A 

N/A 

N/A 

Disabled 

Community 

R 

Signed Close-out 





Disabled 

support 

Disabled support 

project 

support Plan 




support Plan 

Programmes 

160 00 

Report 





support Plan by 

Plan 

Plans developed 


developed by 




developed by 

Office 

0.00 

Disability plan 





30 June 2018. 

developed 



30/06/2018 




30/06/2018 



Expenditure report 

CSS35 

All 



To coordinate a 

Disability 

Date by which 

New 

1 Disability 

N/A 

1 Disability 

N/A 

N/A 

Community 

R 

Signed Close-out 





Disability 

Summit 

Disability Summit 

project 

Summit 


Summit 



Programmes 

80 000. 

Report and 





Summit by 30 


coordinated 


coordinated by 


coordinate by 



Office 

00 

Attendance 





June 2018. 




31/12/2017 


31/12/2017 





Registers, Dated 
photos 

CSS36 

All 



To coordinate 

Internation 

Date by which 

New 

1 International 

N/A 

1 International 

N/A 

N/A 

Community 

R 

Signed Close-out 





International 

al Day for 

International Day 

project 

Day event for 


Day for people 



Programmes 

80 000. 

Attendance 

Registers, 

Dated photos 
Expenditure report 





Day for people 

people 

events 


people living 


living with 



Office 

00 





living with 

Disabilities 

Event by 30 

living with 

Disabilities 

Event 

coordinated for 

people living with 

Disabilities Event 


with Disabilities 

Event held by 
30/06/2018 


Disabilities Event 

held by 

30/06/2018 









June 2018. 


coordinated 






































IDP / 

SDBIP 

NO. 

Ward 

Natlonal 

KPA 

OUTCOM 

E 9 

STRATEGIC 

OBJECTIVES 

(MEASURABL 

E OUTPUT) 

PROJECTS 

KEY 

PERFORMANCE 

INDICATOR 

BASELINE 

Annual 

Target 

Q1 

Target 

Q2 

Target 

Q3 

Target 

Q4 

Target 

Responsi 

ble 

Departm 

ent 

Annual 

Budget 

POE 

CSS37 

All 

Good 

governan 

ce, 

communi 

ty 

participat 

ion and 

ward 

Deepen 

democra 

cy 

through 

refined 

ward 

committ 

ee 

To coordinate 

HIV/AIDS 
Campaigns 
90-90-90 by 

30 June 2018 

HIV/AIDS 

Campaigns 

90-90-90 

coordinated 

Number of 

HIV/AIDS 

Campaigns 90-90- 

90 coordinated 

New 

project 

1 HIV/AIDS 
Campaign 90- 

90-90 

coordinated by 
30/06/2018 

N/A 

N/A 

1 

HIV/AIDS 

Campaig 

n 90-90- 

90 

coordinat 

ed 

N/A 

Communi 

ty 

Program 

mes 

Office 

0 

Signed Close-out 
Report 

Attendance 

Registers, 

Dated photos 

CSS38 

All 

committ 

ee 

systems 

systems 

To coordinate 

T.B 

Campaigns by 

30 June2018 

T.B Campaign 

coordinated 

Number of T.B 

Campaigns 

coordinated 

New 

project 

1 T.B Campaigns 
coordinated by 
30/06/2018 

N/A 

N/A 

1 T.B 

Campaig 

ns 

coordinat 

ed by 
30/06/20 

18 

N/A 

Communi 

ty 

Program 

mes 

Office 

R 25 000.00 

Signed Close-out 
Report 

Attendance 

Registers, Dated 
photos 

CSS39 

All 



To establish 

Ward AIDS 

Committee by 

30 June2018 

Ward AIDS 

Committee 

established 

Number of Ward 

AIDS Committee 

established 

New 

project 

15 Ward AIDS 

Committee 

established by 
30/06/2018 

15 Ward AIDS 

Committee 

established 

N/A 

N/A 

N/A 

Communi 

ty 

Program 

mes 

Office 

Opex 

Signed Close-out 
Report 

Attendance 

Registers 

Approved Terms of 

Reference of the 

committees 

CSS40 

All 



To conduct 

HIV/AIDS 
Strategic 
Workshop by 

30 June2018 

HIV/AIDS 

Strategic 

Workshop 

conducted 

Date by which 
HIV/AIS 

Workshop 

conducted 

New 

project 

HIV/AIDS 
workshop 
conducted by 
31/12/3017 

N/A 

HIV/AIDS 
workshop 
conducted by 
31/12/3017 

N/A 

N/A 

Communi 

ty 

Program 

mes 

Office 

R 30 000.00 

Signed Attendance 
Register, and 

minutes 

CSS41 

All 



To coordinate 

Local AIDS 

Council 

Meetings by 

30 June 2018. 

Local AIDS 

Council 

Meetings 

coordinated 

Number of Local 

AIDS Council 

Meetings 

coordinated 

New 

project 

4 Local AIDS 

Council 

Meetings 
coordinated by 
30/06/2018 

1 Local AIDS 

Council 

Meeting 

coordinated 

1 Local AIDS 

Council 

Meeting 

coordinated 

1 Local 

AIDS 

Council 

Meeting 

coordinat 

ed 

1 Local 

AIDS 

Council 

Meeting 

coordinate 

d 

Communi 

ty 

Program 

mes 

Office 

R 25 000.00 

Signed Attendance 
Register, and 

minutes 



























IDP / 

SDBIP 

NO. 

Ward 

Natlonal 

KPA 

OUTCOM 

E 9 

STRATEGIC 

OBJECTIVES 

(MEASURABL 

E OUTPUT) 

PROJECTS 

KEY 

PERFORMANCE 

INDICATOR 

BASELINE 

Annual 

Target 

Q1 

Target 

Q2 

Target 

Q3 

Target 

Q4 

Target 

Responsi 

ble 

Departm 

ent 

Annual 

Budget 

POE 

CSS42 

All 

Good 

governan 

ce, 

communi 

ty 

participat 

ion and 

ward 

committ 

ee 

systems 

Deepen 

democra 

cy 

through 

refined 

ward 

committ 

ee 

systems 

To celebrate 

World AIDS 

Day by 30 

June 2018 

World AIDS 

Day 

Date by which 
World AIDS Day 

celebrated 

New 

project 

lWorld AIDS 

Day celebrated 
by 31/12/2017 

N/A 

World Aids 

Day 

N/A 

N/A 

Communi 

ty 

Program 

mes 

Office 

R 80 000.00 

Report World AIDS 

Day celebrated 

Signed Attendance 
Registers, Dated 
photos 

CSS43 


To coordinate 

Mayoral Cup 
by 30 June 

2018 

Mayoral Cup 

coordinated 

Date by which 
Mayoral Cup to 

be done 

New 

project 

1 Mayoral Cup 

Event 

coordinated by 
30/06/2018 

N/A 

N/A 

N/A 

Mayoral 

Cup Event 

coordinate 

d by 

30/06/2018 

Communi 

ty 

Program 

mes 

Office 

R 

300 000.00 

Signed Close-out 
Report 

Attendance 

Registers, 

Dated photos 

CSS44 

All 

To coordinate 

OVC Public 

Service week, 

Child 

Protection & 

Children Day 
by 30 June 

2018. 

OVC Public 

Service week, 

Child 

Protection & 

Children Day 

coordinated 

Number of OVC 

Public Services 

Week, Child 
protection & 
Children Day 

coordinated 

New 

Project 

2 OVC Public 

Service week, 

Child Protection 

& Children Day 

coordinated 

1 OVC Public 

Service week 

in 

partnership 

with civil 

society 

N/A 

N/A 

1 Children 

Protection 

week 

coordinate 

d and 

children 

day held 

Gender 

office 

R 

110 000.00 

Signed Close-out 
Report 

Expenditure report 
signed attendance 
Registers 

Dated photos 

CSS45 

All 

To coordinate 

Children, 

Focus 

Program by 

30 June2018 

Children 

Focus 

Program 

coordinated 

Number of Child 

Focus Programs 

coordinated 

New 

Project 

1 Child Focus 

Programs 

coordinated 

(Christmas Party 
for OVC) held 

N/A 

1 Child Focus 

Programs 

coordinated 

(Christmas 

Party for 

OVC) held) 

N/A 

N/A 

Gender 

office 

R 

130 000.00 

Signed Close-out 
Report 

Expenditure report 
signed attendance 
Registers 

Dated photos 

CSS46 

All 

To establish 

Children 

Forum and 

conduct 

awareness by 

30 June2018 

Children 

Forum 

Established 

and 

Awareness 

held 

Number of 

Forums to be 

established and 

awareness 

campaigns to be 

conducted 

New 

Project 

1 Child Forum 

to established 

and 1 

Awareness 

1 

Establishmen 

t of Children's 

Forum and 1 

Children's 

awareness 

campaign 

N/A 

N/A 

N/A 

Gender 

office 

R 50 000.00 

Expenditure report 
Signed Terms of 

reference of the 

Child Forum 

signed attendance 
Registers 

Dated photos 



























IDP / 

SDBIP 

NO. 

Ward 

Natlonal 

KPA 

OUTCOM 

E 9 

STRATEGIC 

OBJECTIVES 

(MEASURABL 

E OUTPUT) 

PROJECTS 

KEY 

PERFORMANCE 

INDICATOR 

BASELINE 

Annual 

Target 

Ql 

Target 

Q2 

Target 

Q3 

Target 

Q4 

Target 

Responsible 

Department 

Annual 

Budget 

POE 

CSS47 

All 

Good 

governan 

ce, 

communi 

ty 

participat 

ion and 

ward 

committ 

ee 

systems 

Deepen 

democra 

cy 

through 

refined 

ward 

committ 

ee 

systems 

To conduct 

Road Safety 

and Disaster 

awareness by 

30 June 2018. 

Road Safety 

and Disaster 

awareness 

Number of Road 

Safety and 

Disaster 

awareness 

campaigns 

conducted 

New 

Project 

1 Road Safety and 

Disaster 

awareness 

conducted by 
31/03/2018 

N/A 

1 Road 

Safety and 

Disaster 

awareness 

conducted 

by 

31/03/2018 

N/A 

N/A 

Gender office 

R 

60 000.0 

0 

Signed Close-out 
Report 

Expenditure 

report 

signed attendance 
Registers 

Dated photos 

CSS48 


To conduct 

Environmenta 

1 Day 

Awareness 

by 30 June 

2018 

Environmenta 

1 Day 

Awareness 

conducted 

Number of 

Environmental 

Day Awareness to 

be conducted 

New 

Project 

1 Farm Visit 

conducted by 
30/09/2017 

1 Farm Visit 

conducted 

by 

30/09/2017 

N/A 

N/A 

N/A 

Gender office 

R 

20 000.0 

0 

Signed Close-out 
Report 

Expenditure 

report 

signed attendance 
Registers 

Dated photos 

CSS49 

All 

To coordinate 

Human Rights 
Day campaign 
by 30 June 

2018 

Human Rights 
Day campaign 

coordinated 

Number of 

Human Rights 
Campaign 

coordinated 

New 

Project 

1 Human Rights 
Campaign 
coordinated by 
30/03/2018 

N/A 

N/A 

1 Human 

Rights 

Campaign 

coordinate 

d on 

Gender 

issues cross 

boarder 

violation of 

rights 

N/A 

Gender office 

R 

60 000.0 

0 

Signed Close-out 
Report 

Expenditure 

report 

signed attendance 
Registers 

Dated photos 

CSS50 

5 

wards 

To coordinate 

Wards 

Women's 

Forum by 30 

June 2018 

Wards 

Women's 

Forum 

coordinated 

Number of Wards 

where Women's 

Forum 

coordinated and 

monitored 

New 

Project 

5 Wards where 

Women's Forum 

will be 

coordinated and 

monitored by 
30/03/2018 

5 Wards 

where 

Women's 

Forum will 

be 

coordinate 

d and 

monitored 

by 

30/03/2018 

N/A 

N/A 

N/A 

Gender office 

R 

40 000.0 

0 

Expenditure 

report 

signed attendance 
Registers and 

minutes 

Monitoring report 

























IDP / 

SDBIP 

NO. 

Ward 

Natlonal 

KPA 

OUTCOM 

E 9 

STRATEGIC 

OBJECTIVES 

(MEASURABL 

E OUTPUT) 

PROJECTS 

KEY 

PERFORMANCE 

INDICATOR 

BASELINE 

Annual 

Target 

Ql 

Target 

Q2 

Target 

Q3 

Target 

Q4 

Target 

Responsible 

Department 

Annual 

Budget 

POE 

CSS51 

4 

wards 

Good 

governan 

ce, 

communi 

ty 

participat 

ion and 

ward 

committ 

ee 

systems 

Deepen 

democra 

cy 

through 

refined 

ward 

committ 

ee 

systems 

To coordinate 

Men's Forum 

by 30 June 

2018 

Coordinate 

Men's Forum 

meetings 

Number of wards 

where Men's 

Forum 

coordinated and 

monitored 

New 

Project 

4 Wards where 

Men's Forum will 

be coordinated 

and monitored by 
30/03/2018 

4 Wards 

where 

Men's 

Forum will 

be 

coordinate 

d and 

monitored 

by 

30/03/2018 

N/A 

N/A 

N/A 

Gender office 

R 

30 000.0 

0 

Expenditure 

report 

signed attendance 
Registers and 

minutes 

Monitoring report 

CSS52 

ALL 

To coordinate 

Gender 

Forum by 30 

June2018 

Coordinate 

Gender 

Forum 

meetings 

Number of 

Gender Forums 

coordinated 

New 

Project 

4 Gender Forum 

meetings to be 

coordinated 

1 Forum 

meeting 

coordinate 

d 

1 Forum 

meeting 

coordinate 

d 

1 Forum 

meeting 

coordinate 

d 

1 Forum 

meeting 

coordinate 

d 

Gender office 

R 

30 000.0 

0 

Expenditure 

report 

Signed 

Attendance 

Registers, 

Signed minutes 

CSS53 

All 

To coordinate 

Woman Day 
celebration by 

30June 2018 

Women 

program and 

awareness 

coordinated 

Number of 

Women program 

and awareness 

coordinated 

New 

Project 

2 Women 

programs and 

awareness 

coordinated by 
31/12/2017 

Women's 

Day 

celebrated 

awareness 

campaign 

Rural 

Women 

Day 

N/A 

N/A 

Gender office 

R 

60 000.0 

0 

Expenditure 

report 

Signed 

Attendance 

Registers 

Dated photos 

CSS54 

All 

To conduct 16 

Days of 

Activism 

program by 

30 June 2018 

16 Days of 

Activism 

programs 

conducted 

Number of 

Awareness and 

Dialogue 
programs to be 

held 

New 

Project 

2 Awareness and 

Dialogue 

programs held by 
31/12/2017 

N/A 

2 

Awareness 

and 

Dialogue 

against 

women and 

children 

GBV held 

by 

31/12/2017 

N/A 

N/A 

Gender office 

R 

68 000.0 

0 

Expenditure 

report 

Signed 

Attendance 

Registers, 

Dated photos 

Signed Dialogue 
report/minutes 

























IDP / 

SDBIP 

NO. 

Ward 

Natlonal 

KPA 

OUTCOM 

E 9 

STRATEGIC 

OBJECTIVES 

(MEASURABL 

E OUTPUT) 

PROJECTS 

KEY 

PERFORMANCE 

INDICATOR 

BASELIN 

E 

Annual 

Target 

Ql 

Target 

Q2 

Target 

Q3 

Target 

Q4 

Target 

Responsible 

Department 

Annual 

Budget 

POE 

CSS55 

All 

Good 

governan 

ce, 

communi 

ty 

participat 

ion and 

ward 

committ 

ee 

systems 

Deepen 

democra 

cy 

through 

refined 

ward 

committ 

ee 

systems 

To conduct 

Training and 
Capacity 
Building 
Workshop on 

Genderforum 

by 30 June 

2018 

Training and 
Capacity 
Building 
Workshop on 

Gender 

forum 

conducted 

Number of 

Training and 
capacity 
building 
workshop on 

Gender forum 

conducted 

New 

Project 

1 Training and 
Capacity 

Building 
Workshop on 

Gender forum 

conducted by 
30/06/2018 

N/A 

N/A 

1 Training 
and Capacity 
Building 
Workshop on 

Gender forum 

conducted by 
30/06/2018 

N/A 

Gender 

R 

50 000.0 

0 

Expenditure 

report 

Signed 

Attendance 

Registers, 

Dated photos 

Signed 

workshop 

report 

CSS56 

All 



To conduct 

Men's Imbizo 

and 

awareness by 

30 June 2018 

Men's Imbizo 

and 

awareness 

Number of 

Men's Imbizo 

and awareness 

campaign/sessi 

on conducted 

New 

Project 

1 Men's Imbizo 

and Awareness 

campaign/sessi 

on conducted 

by 31/09/2017 

1 Men's Imbizo 

and Awareness 

campaigns/sessi 

on conducted 

by 31/09/2017 

N/A 

N/A 

N/A 

Gender 

R 

60 000.0 

0 

Expenditure 

report 

Signed 

Attendance 

Registers, 

Dated photos 

Signed Men's 

Imbizo and 

Awareness 

campaign/ses 
sion report 




















IDP / 

SDBIP 

NO. 

War 

d 

Natlonal KPA 

OUTCOME 

9 

STRATEGIC 

OBJECTIVE 

S 

(MEASURABL 

E OUTPUT) 

PROJECTS 

KEY 

PERFORMANCE 

INDICATOR 

BASELI 

NE 

Annual 

Target 

Ql 

Target 

Q2 

Target 

Q3 

Target 

Q4 

Target 

Responsi 

ble 

Departm 

ent 

Annual 

Budget 


POE 

CSS57 

All 

Good 

governance, 

community 

participation 

Deepen 

democracy 

through 

refined 

ward 

committee 

systems 

To promote 

Reed 

Dance, 

Rights, 

Health and 

morals by 

30 June 

2018 

Promotion of 

Reed Dance, 
Rights and 

Health and 

morals 

Number of 

Moral 

Regeneration 
programs held 

New 

Project 

1 Moral 

regeneration 

awareness 

campaign held 
by 30/06/2018 

N/A 

N/A 

N/A 

1 Moral 

regeneratio 

n 

awareness 

campaign 
held by 
30/06/2018 

Gender 

office 

R 52 000.00 

Expenditure 

report 

Signed 

Attendance 

Registers, 

Dated photos 
Signed 

Awareness 

campaign 

report 

CSS58 

All 

Cross Cutting 

intervention 

Deepen 

democracy 

through 

refined 

ward 

committee 

systems 

To conduct 

Backto 

School 

Campaign 

and read 

aloud 

campaign 
by 30 June 

2018 

Back to 

School 

Campaign 

and read 

aloud 

campaign 

Number of Back 

to school and 

read Aioud 

campaign 
focusing on 

Grade 1 - 7 held 

New 

Project 

1 Back to school 

and read Aloud 

campaign 
focusing on 

Grade 1-7 

held by 
31/03/2018 

N/A 

N/A 

1 Back to school 

and read Aloud 

campaign 
focusing on 

Grade 1-7 

held by 
31/03/2018 

N/A 

Gender 

office 

R 40 00.00 

Expenditure 

report 

Signed 

Attendance 

Registers, 

Dated photos 
Signed 

Awareness 

campaign 

report 

CSS59 

All 

Good 

governance, 

community 

participation 

and ward 

committee 

systems 

Deepen 

democracy 

through 

refined 

ward 

committee 

systems 

To train 

coaches 

and 

referees by 

30 June 

2018 

Training of 
Coaches, 

Referees and 

sport 

Administrator 

s 

Number of 

trainings for 
coaches, sport 

administrators 

and referees 

conducted 

New 

Project 

3 Trainings for 
coaches, 

referees 

conducted by 
30/06/2018 

1 Training 

for coaches 

and 

referees 

conducted 

1 Training 

for coaches 

and 

referees 

conducted 

1 Training for 

coaches and 

referees 

conducted 

N/A 

Sport 

Arts and 

Culture 

R 90 000.00 

Signed Coaching 
Report 

Signed 

Attendance 

registers/partici 
pants register 
Dated photos 
Expenditure 
report 






















IDP / 

SDBIP 

NO. 

War 

d 

Natlonal 

KPA 

OUTCOM 

E 9 

STRATEGIC 

OBJECTIVES 

(MEASURABL 

E OUTPUT) 

PROJECTS 

KEY 

PERFORMANCE 

INDICATOR 

BASELI 

NE 

Annual 

Target 

Q1 

Target 

Q2 

Target 

Q3 

Target 

Q4 

Target 

Responsi 

ble 

Departm 

ent 

Annual 

Budget 

POE 

CSS60 

All 

Local 

Economic 

Developme 

nt 

Communi 

ty work 

program 

me 

impleme 

nted and 

Cooperati 

ves 

supporte 

d 

To develop 
Sports 

Development 
Plan by 30 

June2018 

Sport 

Development 

Plan 

Date by which 

Sports 

Development Plan 
is developed 

New 

Project 

1 Sports 
Development 

Plan developed by 
30/06/2018 

Requisite 

for Service 

Provider 

Appoint 

Service 

Provide 

Consultation 

with relevant 

Stakeholders 

Sports 

Developme 

nt Plan 

developed 

Sport 

Arts and 

Culture 

R 

100 00 

0.00 

Sports Development 

Plan 

CSS61 

All 

To develop 

Teams from 

selected 

players by 30 

June2018 

Development 

of Teams 

from selected 

Players 

Number of Soccer 

Teams, Netball 
Teams and Boxing 

Teams established 

New 

Project 

3 Teams 

established 

(soccer, netball 
and boxing) from 
selected players 
by 30/06/2018 

N/A 

1 Team 

establish 

ed 

(soccer, 

netball 

and 

boxing) 

from 

selected 

players 

1 Team 

established 

(soccer, 

netball and 

boxing) from 

selected 

players 

1 Team 

established 

(soccer, 

netball and 

boxing) 

from 

selected 

players 

Sports 

Art & 

Culture 

R 

20 000. 

00 

Signed Team lists by 
municipal official and 
chairpersons of teams 

IDs of the selected team 

members 

CSS62 

All 

To train Sport 
Program 
Developers 
and Designers 
by 30 June 

2018 

Training of 
Sport 

Program 
Developers 
and Designers 

Number of Sport 
Program 

Developers and 
Designers Trained 

New 

Project 

3 Sport Program 
Developers and 
Designers trained 

1 Sport 

Program 

Developers 

and 

Designers 

trained 

1 Sport 

Program 

Develope 

rs and 

Designers 

trained 

1 Sport 

Program 
Developers 
and Designers 

trained 

N/A 

Sports 

Art & 

Culture 

R 

20 000. 

00 

Signed Training Report 
Signed Attendance 
registers 

Expenditure report 

CSS63 

All 

ToVisitM&E 

of players 
Sports 

Academies by 

30June 2018 

M&E of 

players Sports 

Academies 

visited 

Numberof visits 

performed to 

monitor and 

evaluate players 

New 

Project 

2 Visits 

performed to 

monitor and 

evaluate players 
by 30/06/2018 

2 Visits 

performed 

to monitor 

and 

evaluate 

players 

N/A 

N/A 

N/A 

Sports 

Art & 

Culture 

R 

10 000. 

00 

Signed Attendance 
Registers/proof of visit 
signed by team 
representative 

Signed M&E Reports 

Dated photos 

Expenditure report 

CSS64 

All 

To train 

Jockeys by 30 

June2018 

Training of 
Jockeys 

Number of 

Jockeys to be 

trained 

New 

Project 

6 jockeys trained 
by 30/09/2017 

Training of 

6 jockeys 

N/A 

N/A 

N/A 

Sports 

Art & 

Culture 

R 

18 000. 

00 

Signed Training Report 

and Attendance 

Registers 

Expenditure report 

CSS65 

All 

To participate 

in the 

Dundee July 
by 30 June 

2018 

Participate in 
Dundee July 

Number of Local 

Participants in 
Dundee July 

New 

Project 

2 local 

participants in 
Dundee July 

Horse Racing by 
31/09/2017 

2 local 

participants 

in Dundee 

July Horse 
Racing by 
31/09/2017 

N/A 

N/A 

N/A 

Sports 

Art & 

Culture 

R 

25 000. 

00 

Signed 

Attendance/participants 
Registers and Reports, 
Dated photos 

Expenditure report 





























IDP / 

War 

Natlonal 

OUTCOM 

STRATEGIC 

(MEASURABLE 

KEY 

BASELI 

Annual 

Q1 

Q2 

Q3 

Q4 

Responsi 

Annual 

POE 

SDBIP 

d 

KPA 

E 9 
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OUTPUT) 

PERFORMANCE 

NE 






ble 

Budget 


NO. 





PROJECTS 

INDICATOR 


Target 

Target 

Target 

Target 

Target 

Departm 
















ent 



CSS66 

All 

Local 

Communi 

To coordinate 

Harry Gwala 

Date by which 

New 

Harry Gwala 

N/A 

Harry 

N/A 

N/A 

Sports 

R 

Signed Attendance 



Economi 

ty work 

Harry Gwala 

Summer Cup 

Harry Gwala 

Project 

Summer Cup is 


Gwala 



Art & 

110 00 

Registers/list of 



c 

program 

Summer Cup 


Summer Cup is 


participated in / 


Summer 



Culture 

0.00 

participants singed by 



Develop 

me 



participated in 


held by 


Cup held 





Team reps and 



ment 

impleme 



/held 


31/12/2017 


is 









nted and 







participat 





Summer cup Report, 




Cooperat 

ives 







ed in / by 
31/12/20 





Dated photos 




supporte 

d 







17 





Expenditure report 

CSS67 

All 



To support 

Sani Stagger 

Date by which 

New 

Sani Stagger 

N/A 

Sani 

N/A 

N/A 

Sports 

R 

Signed Attendance 





Sani Stagger 

Marathon 

Sani Stagger 

Project 

Marathon held by 


Stagger 



Art & 

40 000. 

Registers/list of 





Marathon by 


Marathon held 


31/12/2017 


Maratho 



Culture 

00 

participants and 





June2018 






n held by 
31/12/20 





Marathon Report, 











17 





Dated photos 
















Expenditure report 

CSS68 

All 



To support 

Impendle to 

Date by which 

New 

Impendle to 

N/A 

N/A 

Impendle to 

N/A 

Sports 

R 

Signed Attendance 





Impendle to 

Bulwer 

Impendle to 

Project 

Bulwer Marathon 



Bulwer 


Art & 

30 000. 

Registers/list of 





Bulwer 

Marathon 

Bulwer Marathon 


conducted by 



Marathon to 


Culture 

00 

participants and 





Marathon by 


coordinated 


31/03/2018 



be supported 









June2018 







by 




Marathon Report, 












31/03/2018 




Dated photos 
















Expenditure report 

CSS69 

All 



To prepare 

Schools Salga 

Date by which 

New 

Schools Salga 

N/A 

N/A 

Schools Salga 

N/A 

Sports 

R 

Signed Attendance 





for Schools 

Athletics 

Schools Salga 

Project 

Athletics 



Athletics 


Art & 

30 000. 

Registers 





Salga 

Preparations 

Athletics 


preparations 



preparations 


Culture 

00 

Signed minutes 





Athletics by 


preparations 


meetings held by 



meetings 








June2018 


meetings held 


31/03/2018 



held 




Expenditure report 

























IDP / 

SDBIP 

NO. 

Ward 

Natlon 

al KPA 

OUTCOM 

E 9 

STRATEGIC 

OBJECTIVES 

(MEASURA 

BLE 

OUTPUT) 

PROJECTS 

KEY 

PERFORMANCE 

INDICATOR 

BASELINE 

Annual 

Target 

Q1 

Target 

Q2 

Target 

Q3 

Target 

Q4 

Target 

Responsibl 

e 

Departmen 

t 

Annual 

Budget 

POE 

CSS70 

All 

Good 

govern 

ance, 

comm 

unity 

partici 

pation 

and 

ward 

commi 

ttee 

system 

s 

Deepen 

democrac 

y through 

refined 

ward 

committe 

e systems 

To coordinate 

Salga Games 
by 30 June 

2018 

Salga 

Games 

coordinate 

d 

Date by which 
Salga Games 

are coordinated 

New 

Project 

Salga Games 
coordinated by 
31/12/2017 

N/A 

Salga 

Games 

coordinate 

d by 

31/12/2017 

N/A 

N/A 

Sports Art 

& Culture 

R 

300 00 

0.00 

Signed Attendance 
Registers/list of 
participants and 

Salga Games Report, 
Dated photos 
Expenditure report 

CSS71 

All 

To support 
Festive Sports 
by 30 June 

2018 

Festive 

Sports 

Supported 

Date by which 
Festive Sports is 
supported 

New 

Project 

Festive Sports 
Supported by 
31/12/2017 

N/A 

Festive 

Sports 

Supported 

N/A 

N/A 

Sports Art 

& Culture r 

R 

135 00 

0.00 

Expenditure Report 
Report on Festive 
Sports Supported 

CSS72 

All 

To conduct 

Sport, Art and 

Culture 

Awards by 30 

June 2018 

Sport, Art 

and Culture 

Awards 

conducted 

Date by which 
Sport, Art and 

Culture Awards 

conducted 

New 

Project 

Sport, Art and 

Culture Awards 

conducted by 
31/03/2018 

N/A 

N/A 

Sport, Art 

and Culture 

Awards 

conducted 

N/A 

Sports Art 

& Culture 

R 

32 000. 

00 

Signed Attendance 
Registers/list of 

nominees and 

award winners 

Sports Award 
report, 

Dated photos 

CSS73 

All 

To provide 
support to 

OSS Sport by 

30 June 2018 

OSS Sport 
Supported 

Date by which 

OSS Sports 

provided 

support 

New 

Project 

OSS sports 
provided 
supported by 
30/06/2018 

Ongoing 

Ongoing 

Ongoing 

Ongoing 

Sports Art 

& Culture 

R 

25 000. 

00 

Signed Attendance 
Registers 

OSS Report, Dated 
photos 

CSS74 

All 

Local 

Econo 

mic 

Develo 

pment 

Communi 

ty work 

program 

implemen 

ted and 

Cooperati 

ves 

supporte 

d 

To induct Art 

and Culture 

Forum by 30 

June 2018 

Art and 

Culture 

Forum 

Induction 

Date by which 

Art and Culture 

Forum 

inducted 

New 

Project 

Art and Culture 

Forum 

Induction by 
31/07/2017 

Art and 

Culture Forum 

Induction 

N/A 

N/A 

N/A 

Art and 

Culture 

Developme 

nt 

R 

20 000. 

00 

Signed Attendance 
Registers 

Induction 

Report/minutes 

Dated photos 
Expenditure report 

CSS75 

All 

To train 15 

Crafters by 

30June 2018 

on Bead 

Work 

Crafters 

Trainings 

Number by 

which Crafters 

trainings held 

New 

Project 

15 Crafters 

trained by 
31/03/2018 on 

bead work 

N/A 

N/A 

Crafters 

Trained by 
31/03/2018 

on bead 

work 

N/A 

Art and 

Culture 

Developme 

nt 

R 

60 000. 

00 

Signed Attendance 
Registers 

Training Report, 

Dated photos 
Expenditure report 




























IDP / 

SDBIP 

NO. 

War 

d 

Natlonal 

KPA 

OUTCOM 

E 9 

STRATEGIC 

OBJECTIVES 

(MEASURABL 

E OUTPUT) 

PROJECTS 

KEY 

PERFORMANCE 

INDICATOR 

BASELI 

NE 

Annual 

Target 

Q1 

Target 

Q2 

Target 

Q3 

Target 

Q4 

Target 

Responsible 

Department 

Annual 

Budget 

POE 

CSS76 

All 

Local 

Economi 

c 

Develop 

ment 

Communi 

ty work 

program 

me 

impleme 

nted and 

Cooperati 

ves 

supporte 

d 

6 groups of 

Artist to be 

train Artists 

by 30 June 

2018 

Artists 

Trainings 

Number of groups 

Artists to be 

trained on 

business 

principles 

New 

Project 

6 groups of 

Artists 

Trainings held 
by 31/03/2018 

N/A 

N/A 

Artists 

Trainin 

gby 

31/03/ 

2018 

N/A 

Art and 

Culture 

Development 

R 50 000.00 

Signed Attendance 
Registers 

Signed Training 
Report, 

Dated photos 
Expenditure report 

CSS77 

All 

To conduct 

Ward and 

Local Cultural 

Competitions 
by 30 June 

2018 

Ward and 

Local Cultural 

Competitions 

conducted 

Date by which 

Ward and Local 

cultural 

competition is 

conducted 

New 

Project 

Ward and local 

Cultural 

competition 
held by 
30/06/2018 

N/A 

N/A 

N/A 

Ward and 

local 

Cultural 

competitio 
n held by 
30/06/2018 

Art and 

Culture 

Development 

R 

370 000.00 

Signed Attendance 
Registers/list of 
participants and 
Signed Competition 
Report, Dated 
photos 

CSS78 

All 

To conduct 

Umkhosi 

Wezintombi 

Zase Harry 
Gwala by 30 

June 2018 

Umkhosi 

Wezintombi 

Zase Harry 

Gwala 

conducted 

Date by which 

Umkhosi 

Wezintombi Zase 

Harry Gwala is 

conducted 

New 

Project 

Umkhosi 

Wezintombi 

Zase Harry 

Gwala 

conducted by 
30/09/2018 

Umkhosi 

Wezintombi Zase 

Harry Gwala 
conducted by 
30/09/2018 

N/A 

N/A 

N/A 

Art and 

Culture 

Development 

R 90 000.00 

Signed List of 
Participants and 
Register 

Dated photos 
Expenditure report 
Event report 

CSS79 

All 

To coordinate 

Umkhosi 

Womhlanga 
by 30 June 

2018 

Umkhosi 

Womhlanga 

coordinated 

Date by which 

Umkhosi 

Womhlanga is 

coordinated 

New 

Project 

Umkhosi 

Womhlanga 
coordinated by 
30/09/2018 

Umkhosi 

Womhlanga 
coordinated by 
30/09/2018 

N/A 

N/A 

N/A 

Art and 

Culture 

Development 

R 180 00.00 

Signed List of 
Participants and 
Register 

Dated photos 
Expenditure report 
Event report 

CSS80 

All 

To coordinate 

Umkhosi 

Welembe by 

30 June2018 

Umkhosi 

Welembe 

coordinated 

Date by which 

Umkhosi 

Welembe is 

coordinated 

New 

Project 

Umkhosi 

Welembe 

coordinated by 
30/09/2017 

Umkhosi 

Welembe 

coordinated by 
30/09/2018 

N/A 

N/A 

N/A 

Art and 

Culture 

Development 

R 80 000.00 

Signed List of 
Participants and 
Register 

Dated photos 
Expenditure report 
Event report 

CSS81 

All 

To participate 
on the Royal 

Show Ground 

by 30 June 

2018 

Participation 
on Royal 

Show Ground 

Date by which we 
participated on 
the Royal Show 

New 

Project 

Participation on 
Royal Show 
Ground by 
30/06/2018 

N/A 

N/A 

N/A 

Participatio 
n on Royal 

Show 

Ground by 
30/06/2018 

Art and 

Culture 

Development 

R 70 000.00 

Signed List of 
Participants and 
Register 

Dated photos 
Expenditure report 
Event report 





























IDP / 

SDBIP 

NO. 

War 

d 

Natlon 

al KPA 

OUTCO 

ME9 

STRATEGIC 

OBJECTIVES 

(MEASURABLE 

OUTPUT) 

PROJECTS 

KEY 

PERFORMANCE 

INDICATOR 

BASELINE 

Annual 

Target 

Q1 

Target 

Q2 

Target 

Q3 

Target 

Q4 

Target 

Responsibl 

e 

Departmen 

t 

Annual 

Budget 

POE 

CSS82 

All 

Local 

Econo 

mic 

Develo 

pment 

Comm 

unity 

work 

progra 

mme 

imple 

mente 

d and 

Cooper 

atives 

suppor 

ted 

To coordinate 

District Cultural 

Competition by 30 

June 2018 

District Cultural 

Competition 

coordinated 

Date by which 

District Cultural 

Competition 

coordinated 

New 

Project 

District Cultural 

Competition 
coordinated by 
31/12/2018 

N/A 

District Cultural 

Competition 

coordinated 

N/A 

N/A 

Art and 

Culture 

Developme 

nt 

R 

80 000.0 

0 

Signed List of 

Participants and 

Register 

Dated photos 

Expenditure report 

Event report 

CSS83 

All 

To support 15 

Crafters with 

material by 30 

June 2018 

Crafters 

Supported with 

Material 

Number of 

Crafters to be 

Supported with 

materials 

New 

Project 

15 Crafters 

Supported with 
materials by 
30/06/2017 

N/A 

N/A 

N/A 

15 

Crafters 

Supporte 

d with 

materials 

by 

30/06/20 

17 

Art and 

Culture 

Developme 

nt 

R 

50 000.0 

0 

Signed Project closeout 
Report with 

Expenditure 

Information, 

Confirmation from 

beneficiaries signed by 

Crafters' 

representatives 

Expenditure report 

CSS84 

All 

To support 
Isicathamiya 
participants by 30 

June 2018 

Isicathamiya 

participants 

supported 

Date by which 
Isicathamiya 
Participants are 
supported by 
exposurein 

National events 

New 

Project 

Isicathamiya 
Participants 
supported by 
30/03/2018 for 
expose them to 

national events 

and promote 

them 

N/A 

Isicathamiya 
Participants 
supported by 
30/03/2018 to 
expose and 
promote them 

to national 

events 

N/A 

N/A 

Art and 

Culture 

Developme 

nt officer 

R 

65 000.0 

0 

Expenditure Report 

Confirmation from 

beneficiaries signed by 

Crafters' 

representatives 

Expenditure report 

CSS85 

All 

To fund Artist 

Equipment by 30 

June 2018 

Funding for 

Artist 

Equipment 

Date by which 

artist isfunded 

with music 

equipment 

instrument 

New 

Project 

Artists 

equipment 
funded by 
30/03/2018 

N/A 

N/A 

N/A 

Artists 

equipme 

nt 

Funded 

Art and 

Culture 

Developme 

nt 

R 100 

000.00 

Attendance Register 
and Report, Signed 

confirmation from 

beneficiaries 

Expenditure report 

CSS86 

All 

To assist 

Emerging Farmers 
projects with 
Material Support 
by 30 June 2018 

Assist emerging 

Farmers 

projects with 

Material 

Support 

Number of 

Emerging Farmers 
projects 
supported with 

material 

New 

Project 

15 Projects (one 
project per 
ward to register 
co-ops) by 
30/06/2018 

N/A 

7 Projects 

N/A 

8 

Projects 

Local 

Economic 

Developme 

nt 

R 

450 000. 

00 

15 Projects (one project 
per ward to register co- 
ops) Signed Attendance 
Register, Signed 

confirmation from 

beneficiaries 

Expenditure report 



























IDP/ 

SDBIP 

NO. 

War 

d 

Natlonal 

KPA 

OUTCO 

ME 9 

STRATEGIC 

OBJECTIVE 

S 

(MEASURA 

BLE 

OUTPUT) 

PROJECTS 

KEY 

PERFORMA 

NCE 

INDICATOR 

BASELINE 

Annual 

Target 

Ql 

Target 

Q2 

Target 

Q3 

Target 

Q4 

Target 

Responsibl 

e 

Departmen 

t 

Annual 

Budget 

POE 

CSS87 

War 

d 1 

Local 

Economi 

c 

Develop 

ment 

Comm 

unity 

work 

progra 

mme 

implem 

ented 

and 

Cooper 

atives 

suppor 

ted 

To 

coordinate 

KwaPitela 

Irrigation 
Scheme by 

30 June 

2018 

KwaPitela 

Irrigation 

Scheme 

Number of 

hectares of 

Irrigation 

Scheme 

coordinate 

New 

Project 

5 Fla of 

Irrigation 

Scheme 

coordinate 

(with 

vegetables) 

Engineering Design 
at Specification 

Appointment of 
service provider 

Monitor and 

Evaluate project 

Project 

Flandover 

Local 

Economic 

Developme 

nt 

R 300 

000.00 

Signed Report, 
signed hand over 

certificate 

Signed 

appointment 

letter? 

CSS88 

All 

To Train 

Emerging 
Farmers by 

30 June 

2018 

Training 

and Skills 

Empowerm 

ent of 

emerging 

farmers 

Number of 

Emerging 

Farmers 

trained and 

empowere 

d with skills 

in Stock 

Farming 

New 

Project 

60 

emerging 

Farmers 

Trained and 

empowere 

d with skills 

by 

30/06/2018 

on Stock 

Farming 

Appointment of 

Service Provider 

30 Emerging 

Farmers Trained 

and empowered 
with skills by 

31/12/ 2017 

30 Emerging 

Farmers 

Trained and 

empowered 
with skills by 
30/06/2018 

N/A 

Local 

Economic 

Developme 

nt 

R 

100 000. 

00 

Signed Training 

Report 

Signed Attendance 
Register, 

Quotations/signed 

appointment 

letter/order 

Training certificates 
Expenditure report 

CSS89 

All 

To Train 

SMMES by 

30 June 

2018 

SMMEs 

Training 

and Skills 

Empowerm 

ent 

Number of 

SMMES 

Trained and 

empowere 

d with skills 

on Basic 

Business 

Principles 

New 

Project 

60SMMES 

trained and 

empowere 

d with skills 

by 

30/06/2018 

Appoint Service 

Provider to conduct 

Basic business 

principles 

30SMMES 

Trained and 

empowered with 
skills by 

31/03/2018 on 

Basic Business 

Principles 

N/A 

30SMMES 

Trained and 

empowered 
with skills by 
31/03/2018 

on Basic 

Business 

Principles 

Local 

Economic 

Developme 

nt 

R 

300 000. 

00 

Signed Training 

Report 

Signed Attendance 
Register, 

Quotations/signed 

appointment 

letter/order 

Training certificates 
Expenditure report 























IDP / 

SDBIP 

NO. 

War 

d 

Natlonal 

KPA 

OUTCO 

ME 9 

STRATEGIC 

OBJECTIVES 

(MEASURABLE 

OUTPUT) 

PROJECTS 

KEY 

PERFORMANCE 

INDICATOR 

BASELINE 

Annual 

Target 

Q1 

Target 

Q2 

Target 

Q3 

Target 

Q4 

Target 

Responsibl 

e 

Departmen 

t 

Annual 

Budget 

POE 

CSS90 

All 

Local 

Economi 

c 

Develop 

ment 

Comm 

unity 

work 

progra 

mme 

implem 

ented 

and 

Cooper 

atives 

suppor 

ted 

To coordinate 

Fashion Design 

Talent Search 

by 30 June 2018 

Fashion Design 

Talent Search 

Date by which 
Fashion Design 

Talent search is 

coordinated 

New 

Project 

Fashion 

Design Talent 

Search 

coordinated 

by 

31/12/2017 

Fashion Show 

Exhibition 

Consolidate 

database 

with 

exceptional 

Fashion 

Designers 

N/A 

N/A 

Local 

Economic 

Developme 

nt 

R 

25 000.0 

0 

Signed Attendance 
Registers/list of 
participants, 

Dated photos 
Signed/approved 
Database/list of 
exceptional Fashion 
designers 

Expenditure report 

CSS91 

All 

To support Co- 
op&SMME 

with Non- 

Agricultural 
Material by 30 

June 2018 

Co-op & SMME 

Non- 

Agricultural 

Material 

Support 

Number of 

SMME & Co-op 
supported with 
non-agricultural 

material 

New 

Project 

4SMME& 

Co-op 

Projects 

supported 

with non- 

agricultural 
material by 
30/06/2018 

Advertise for 

submission of 

Proposals from 
Co-ops & SMMEs 

2 Projects 
supported 

with non- 

agricultural 
material by 
31/12/2017 

N/A 

2 Projects 
supported 

with non- 

agricultural 
material by 
30/06/201 

8 

Local 

Economic 

Developme 

nt 

R 

400 000. 

00 

Signed Report, 
dated advert, 
signed 

order/delivery note 
Signed 

confirmation from 

beneficiaries 

CSS92 

All 

To train 

individuals on 

skills 

empowerment 
by 30/06/2018 

Training of 

individuals on 

Skills 

Empowerment 

Number of 

individuals to 

be trained on 

skills 

empowerment 

New 

Projects 

40 individuals 

trained on 

skills 

empowermen 

tby 

30/06/2018 

N/A 

20 People 
trained by 
31/12/2017 

N/A 

20 People 
trained by 
30/06/201 

8 

Local 

Economic 

Developme 

nt 

R 100 

000.00 

Certificate of 

Attendance/ 

Signed Attendance 
Register, 

Signed Training 
Report 

Expenditure report 























IDP / 

SDBIP 

NO. 

War 

d 

Natlonal 

KPA 

OUTCO 

ME 9 

STRATEGIC 

OBJECTIVE 

S 

(MEASURABLE 

OUTPUT) 

PROJECTS 

KEY PERFORMANCE 

INDICATOR 

BASELINE 

Annual 

Target 

Q1 

Target 

Q2 

Target 

Q3 

Target 

Q4 

Target 

Respo 

nsible 

Depart 

men 

Annual 

Budget 

POE 

CSS93 

War 

d 1 & 

3 

Local 

Economic 

Develop 

ment 

Comm 

unity 

work 

progra 

mme 

imple 

mente 

d and 

Cooper 

atives 

suppor 

ted 

To 

Vukuphile 

Contractor 

Development 

Leanership 

Number of leaner 

contractors on the 

Programme 

New 

Projects 

8 Leaner 

Contractors 

Signing if 

MOU 

with 

Dept of 

Public 

Works 

Identify 
and ring 

fence 

Infrastruc 

ture 

Projects 

Monitor the 

programme 

(MANCO 

Meetings) 

Monitor the 

programme 

(MANCO 

Meetings) 

Local 

Econo 

mic 

Develo 

pment 

Operati 

onal 

Signed 

Leanership 

Agreement 

Manco 

Meetings 

CSS94 

All 

To hold 

meetings 

for 

LED/Sector 
Specific 
Forum by 

30 June 

2018 

LED/Sector 

Specific Forum 
Meetings held 

Number of LED / 
Sector specific 
forum meetings 

held 

New 

Project 

2 LED / Sector 
specific forum 
meetings held by 
30/06/2018 

N/A 

1 LED / 

Sector 

specific 

forum 

meeting 
held by 
30/12/20 

17 

N/A 

1 LED / Sector 
specific forum 
meeting held by 
30/06/2018 

Local 

Econo 

mic 

Develo 

pment 

Operati 

onal 

Signed 

Attendance 

Register and 

Minutes 

CSS95 


To 

coordinate 

business 

Summit by 

30 June 

2018 

Business Summit 

coordinated by 
30/06/2018 

Date by which 

Business Summit 

Held 

New 

Project 

Business Summit 

Held by 30/06/2018 

N/A 

N/A 

Coordinate 

business 

association 

Business Summit 

held 

Local 

Econo 

mic 

Develo 

pment 

R 300 

000 

Signed 

Attendance 

Register 

CSS96 

All 

To conduct 

Local 

literature & 

visual art 

exhibition 

by 30 June 

2018 

Local literature & 

visual art 

exhibition 

conducted 

Date by which the 

Local literature & 

visual art exhibition 

conducted 

New 

Project 

Conduct Local 

literature & visual 

art exhibition on 

Poetry, Reading, 
StoryTelling and 

Visual Art by 
30/06/2018 

N/A 

N/A 

N/A 

Conduct Local 

literature & visual 

art exhibition on 

Poetry, Reading, 
StoryTelling and 
Visual Art by 
30/06/2018 

Touris 

m 

R 

30 000. 

00 

Signed 

Exhibition 

Reports, 

Dated Photos 

Signed 

Attendance 

Register 

CSS97 

All 

To conduct 

Tourism 

Awareness 

Program by 

30 June 

2018 

Tourism 

Awareness 

Program 

conducted on the 

Tourism industry, 

how to establish 

your own tourism 
business, tourism 
legalities, 
compliances and 
responsible 

tourism 

Number of Tourism 

Awareness Program 

conducted on the 

Tourism industry, 

how to establish 

your own tourism 
business, tourism 
legalities, 
compliances and 
responsible tourism 

New 

Project 

2 Tourism 

Awareness 

programs 

conducted on the 

Tourism industry, 

how to establish 

your own tourism 
business, tourism 
legalities, 
compliances and 
responsible tourism 
by 30/06/2018 

N/A 

N/A 

1 Tourism 

Awareness 

Program on the 
Tourism industry, 

how to establish 

your own tourism 
business, tourism 
legalities, 
compliances and 
responsible 
tourism by 
31/03/2018 

1 Tourism 

Awareness 

Program on 

Tourism industry, 

how to establish 

your own tourism 
business, tourism 
legalities, 
compliances and 
responsible 
tourism by 
30/06/2018 

Touris 

m 

R 

50 000. 

00 

Signed 

Attendance 

Register 

Campaign 

Reports, 

Dated photos 



























IDP / 

SDBIP 

NO. 

Ward 

Natio 

nal 

KPA 

OUTCO 

ME9 

STRATEGIC 

OBJECTIVE 

S 

(MEASURAB 

LE OUTPUT) 

PROJECTS 

KEY 

PERFORMANC 

E INDICATOR 

BASELINE 

Annual 

Target 

Q1 

Target 

Q2 

Target 

Q3 

Target 

Q4 

Target 

Responsibl 

e 

Departmen 

t 

Annual 

Budget 

POE 

CSS98 

All 

Local 

Econo 

mic 

Devel 

opme 

nt 

Commun 

ity work 

program 

me 

impleme 

nted and 

Coopera 

tives 

supporte 

d 

To conduct 

Community 

Tourism 

and 

Hospitality 

Skills 

Developme 

nt 

Workshop 
by 30 June 

2018 

Community 

Tourism & 

Hospitality 

Skills 

Developmen 
t Workshop 

conducted 

Number of 

Community 

Tourism & 

Hospitality 

Skills 

Development 

Workshops 

conducted 

New 

Project 

2 Community 

Tourism & 

Hospitality Skills 
Development 
Workshop (home 
says management, 
travel hospitality, 
petrol attendance 

tourism 

ambassadors) 
conducted by 
30/06/2018 

N/A 

N/A 

1 Community 

Tourism & 

Hospitality Skills 
Development 
Workshop 
(home says 
management, 

travel 

hospitality, 

petrol 

attendance 

tourism 

ambassadors by 
30/06/2018 

1 Community 

Tourism & 

Hospitality Skills 
Development 
Workshop (home 

says 

management, 
travel hospitality, 
petrol 

attendance 

tourism 

ambassadors by 
30/06/2018 

Tourism 

R 

150 000.0 

0 

Signed 

Attendance 

Register 

Signed a 

Workshop 

Reports, 

Dated photos 

Expenditure 

report 

CSS99 

All 

To 

coordinate 

Tourism 

Forum by 

30 June 

2018 

Tourism 

Forum 

coordinated 

Number of 

Local Tourism 

Forum 

meetings 

coordinated 

New 

Project 

2 Local Tourism 

Forum meetings 
coordinated by 
30/06/2018 

N/A 

N/A 

1 Local Tourism 

Forum meeting 
by 31/03/2018 

1 Local Tourism 

Forum meeting 
by 30/06/2018 

Tourism 

R 

10 000.00 

Signed 

Attendance 

Register and 

Minutes 

CSS100 

All 

To conduct 

External 

Tourism 

Shows and 

Exhibitions 

by 30 June 

2018 

Conduct 

External 

Tourism 

Shows and 

Exhibitions 

to market 

Southern 

Drakensberg 

Number of 

External 

Tourism Shows 

and Exhibitions 

conducted to 

market South 

Drakensberg 

New 

Project 

3 External Tourism 

Shows and 

Exhibitions 

conducted to 

market South 

Drakensberg by 
30/06/2018 

1 External 

Tourism 

Shows and 

Exhibitions 

conducted 

to market 

South 

Drakensber 

g (Gauteng 
Get Away 
Show) 

N/A 

1 External 

Tourism Shows 

and Exhibitions 

conducted to 

market South 

Drakensberg 
(Cape Town 
Gateway Show) 

1 External 

Tourism Shows 

and Exhibitions 

conducted to 

market South 

Drakensberg 
(World Travel 
Africa: Cape 

Town, Tourism 
Indaba and Royal 
Show) 

Tourism 

R 

180 000.0 

0 

Signed 

Attendance 

Registration 
proof, Dated 

Photos 

Signed Exhibition 
Reports 























IDP / 

SDBIP 

NO. 

Ward 

Nation 

al KPA 

OUTCO 

ME9 

STRATEGIC 

OBJECTIVES 

(MEASURABL 

E OUTPUT) 

PROJECTS 

KEY 

PERFORMANC 

E INDICATOR 

BASELINE 

Annual 

Target 

Q1 

Target 

Q2 

Target 

Q3 

Target 

Q4 

Target 

Responsible 

Department 

Annual 

Budget 

POE 

CSSIOI 

All 

Local 

Econo 

mic 

Develo 

pment 

Comm 

unity 

work 

progra 

mme 

imple 

mente 

d and 

Cooper 

atives 

suppor 

ted 

To conduct and 

coordinate 

Culture Food 

Tasting Expo 

and Duzi to Sani 

4X4 expeditions 
by 30 June 2018 

Culture Food 

Tasting Expo 

and Duzi to 

Sani 4X4 

expeditions 

Number of 

Culture Food 

Tasting Expo 

and Duzi to 

Sani 4X4 

expeditions 

conducted and 

coordinated 

New 

Project 

1 Culture Food 

Tasting Expo 

and Duzi to 

Sani 4X4 

expeditions 

conducted and 

coordinated 

by 30/09/2017 

1 Culture 

Food 

Tasting 

Expo and 

Duzi to Sani 

4X4 

expeditions 

conducted 

and 

coordinate 

d 

N/A 

N/A 

N/A 

Tourism 

R 

200 000. 

00 

Signed 

Reports, 

Attendance 

Register, 

Newspaper 

Article and 

Dated 

photos 

Signed 

Expedition 

report 

CSS102 

All 

To conduct 

Ward Based 

Tourism 

Workshops by 

30 June 2018 

Ward Based 

Community 

Tourism 

Development 

Structure 

Administratio 

n Capacity 

Building 

Workshop 

coordinated 

Date by which 

Ward Based 

Community 

Tourism 

Development 

Structure 

Administration 

Capacity 

Building 

Workshop 

Coordinated 

New 

Project 

Coordinate 

Ward Based 

Community 

Tourism 

Development 

Structure 

Administration 

Capacity 

Building 
Workshops by 
30/06/2018 

N/A 

N/A 

Coordinate Ward 

Based Community 

Tourism 

Development 

Structure 

Administration 

Capacity Building 
Workshops in all 15 
Wards by 

30/06/2018 

Signed 

Attendance 

Registers and a 

List of Wards 

Structure 

Tourism 

R 

20 000.0 

0 

Signed 

Attendance 

Registration 

proof, 

Dated 

Photos and 

Reports 

Signed 

workshop 

reports 

Expenditure 

report 

CSS103 

All 

To establish Rail 

Tourism by 30 

June2018 

Rail Tourism 

in Underberg 

established 

Date by which 

Rail tourism is 

established in 

Underberg 

New 

Project 

Establish Rail 

Tourism in 

Underberg by 
30/06/2018 

N/A 

N/A 

N/A 

Establish Rail 

Tourism in 

Underberg 

Tourism 

R 

200 000. 

00 

Signed 
report Rail 

Establishme 

nt report by 

Flod with 

proof of 

establishme 

nt 























IDP / 

SDBIP 

NO. 

Ward 

Nation 

al KPA 

OUTCOM 

E 9 

STRATEGIC 

OBJECTIVE 

S 

(MEASURABL 

E OUTPUT) 

PROJECTS 

KEY 

PERFORMANCE 

INDICATOR 

BASELINE 

Annual 

Target 

Q1 

Target 

Q2 

Target 

Q3 

Target 

Q4 

Target 

Responsi 

ble 

Departm 

ent 

Annual 

Budget 

POE 

CSS104 

All 

Local 

Econo 

mic 

Develo 

pment 

Communi 

ty work 

program 

me 

implemen 

ted and 

Cooperati 

ves 

supporte 

d 

To provide 

destination 

marketing 

and 

Promotiona 

1 Material 

by 30 June 

2018 

Destination 

marketing 

and 

Promotional 

Material 

provided 

Date by which 

Destination 

marketing/ 

Promotional 

Material 

provided 

New 

Project 

Destination 

marketing/ 

Promotional 

Material 

provided by 
30/09/2018 

Destination 

marketing/ 

Promotional 

Material 

provided by 
30/09/2018 
(Production of 

new 

destination 

Brochure and 

maps (15000 
copies each) 
production of 

new DVD and 

production of 

stickers 

(5000)) 

N/A 

N/A 

N/A 

Tourism 

R 50 000.00 

Copies of 

Promotional 

Material 

(Destination 

Brochures 

and maps) 



















3. CORPORATE SERVICES DEPARTMENT SDBIP 2017/2018 


IDP / 

SDBIP 

NO. 

Ward 

Natlonal 

KPA 

OUTCOM 

E 9 

STRATEG 

IC 

OBJECTIV 

ES 

(MEASURABL 

E OUTPUT) 

PROJECTS 

KEY 

PERFORMANCE 

INDICATOR 

BASELINE 

Annual 

Target 

Q1 

Target 

Q2 

Target 

Q3 

Target 

Q4 

Target 

Responsi 

ble 

Departm 

ent 

Annual 

Budget 

POE 

CORP 1 

All 

Municipa 

1 

Institutio 

nal 

Develop 

ment and 

Transfor 

mation 

Differenti 

ated 

Approach 

to 

Municipa 

1 

Financing 

Planning 

and 

Support 

To 

ensure 

alignmen 

t with 

Labour 

Relations 

Act, 

Employm 
ent Act, 
including 

collective 

agreeme 

nts and 

other 

related 

legislatio 

n. 

Submission of 

the WSP to 

LGSETA 

Date by which 

the WSP is 

submitted to 

LGSETA 

New 

project 

2018/2019 
Approved WSP 

submitted to 

LGSETA by 
30/04/2018 

N/A 

Presentation 

to 

stakeholders 

(LLF/T raining 

Committee) 

by 

31/12/2017 

Consultation 

with 

MANCO) by 
31/03/2018 

Submit the 

WSP to 

LGSETA by 

the 

28/04/2018 

Corporat 

e and 

Support 

Services 

Operational 

LGSETA 

acknowledge 

ment letter 

CORP 2 


% of budget 
spent on 
implementing 
Workplace 

Skill Plan. 

% of budget 

spent on 
implementing 
Workplace Skill 

Plan. 

New 

project 

% of budget 

spent on 
implementing 
Workplace Skill 
Plan by the 
30/06/2018 

N/A 

% of budget 

spent on 

implementing 

Workplace 

Skill Plan by 
31/12/2017 

% of budget 

spent on 

implementing 

Workplace 

Skill Plan by 

the 

31/03/2018 

% of budget 

spent on 

implementing 

Workplace 

Skill Plan by 

the 

30/06/2018 

Corporat 

e and 

Support 

Services 

100% of 

Training 
budget R980 

000 

Training 

Invoices 

CORP 3 

All 

Employment 
Equity Plan 
Developed 

and 

Presented to 

Management 

Date by which 
Employment 
Equity Plan is 
developed and 
presented to 
Management 

New 

project 

Approved 
Employment 
Equity Plan by 
31/12/2017 

Presentatio 

n of Draft 

EEPto 

Stakeholder 

s(EEC) 

Approval of 
Employment 
Equity Plan by 
31/12/2017 

N/A 

N/A 

Corporat 

e and 

Support 

Services 

Operational 

Approved 
Employment 
Equity Plan 

























IDP / 

SDBIP 

NO. 

Ward 

National 

KPA 

OUTCOM 

E 9 

STRATEG 

IC 

OBJECTIV 

ES 

(MEASURABL 

E OUTPUT) 

PROJECTS 

KEY 

PERFORMANCE 

INDICATOR 

BASELINE 

Annual 

Target 

Q1 

Target 

Q2 

Target 

Q3 

Target 

Q4 

Target 

Responsi 

ble 

Departm 

ent 

Annual 

Budget 

POE 

CORP4 


Municipa 

1 

Institutio 

nal 

Develop 

ment and 

Transfor 

mation 

Differenti 

ated 

Approach 

to 

Municipa 

1 

Financing 

Planning 

and 

Support 

To 

ensure 

alignmen 

t with 

Labour 

Relations 

Act, 

Employm 
ent Act, 
including 

collective 

agreeme 

nts and 

other 

related 

legislatio 

n. 

Employment 
Equity Report 

Submitted to 

DOL 

Date by which 

EER submitted 

to DOL 

New 

project 

2017/2018 
Approved EER 
by 15/01/2018 

N/A 

Presentation 

to 

Stakeholders 

(MANCOand 
EEC)by 
31/12/2017 

Submission of 

EERto DOLby 
15/01/2018 

N/A 

Corporat 

e and 

Support 

Services 

Operational 

Department 

of Labour 

Acknowledge 

ment Letter 

CORP 5 


people from 
employment 
equity target 
groups 
employed in 
the three 
highest levels 
of 

management 
in compliance 
with 

approved 
equity plan 

Number of 

people from 
employment 
equity target 

groups 

New 

project 

No. of people 

from 

employment 
equity target 

groups 

employed in 

the three 

highest levels 

of 

management in 
compliance 
with approved 
equity plan 

No. of 

people from 
employmen 
t equity 
target 
groups 
employed 
in the three 
highest 
levels of 

manageme 

nt in 

compliance 

with 

approved 
equity plan 
by the 
30/09/2017 

No. of people 
from 

employment 
equity target 
groups 
employed in 
the three 
highest levels 
of 

management 
in compliance 
with 

approved 
equity plan 
by the 
31/12/2017 

No. of people 
from 

employment 
equity target 
groups 
employed in 
the three 
highest levels 
of 

management 
in compliance 
with 

approved 
equity plan 
by the 
30/03/2018 

No. of people 
from 

employment 
equity target 
groups 
employed in 
the three 
highest levels 
of 

management 
in compliance 
with 

approved 
equity plan 
by the 
30/06/2018 

Corporat 

e and 

Support 

Services 

Operational 

Payroll report 





















IDP / 

SDBIP 

NO. 

Ward 

Nation 

al KPA 

OUTCOM 

E 9 

STRATEGIC 

OBJECTIVES 

(MEASURA 

BLE 

OUTPUT) 

PROJECTS 

KEY 

PERFORMANCE 

INDICATOR 

BASELINE 

Annual 

Target 

Ql 

Target 

Q2 

Target 

Q3 

Target 

Q4 

Target 

Responsibl 

e 

Departmen 

t 

Annual 

Budget 

POE 

CORP 6 

All 

Munici 

pal 

Institut 

ional 

Develo 

pment 

and 

Transf 

ormati 

on 

Differenti 

ated 

Approach 

to 

Municipal 
Financing 
, Planning 

and 

Support 

To improve 

employee 

wellness, 

skills. Ensure 

effective 

support 

systems 

Councillor 

Training 

Sessions 

implement 

ed 

Number of 

training 

sessions for 

councillors 

implemented 

New 

project 

3 Councillor 

training sessions 
implemented by 
30/06/2018 

N/A 

1 training 

session for 

Councillors 

implement 
ed by 

31/12/2017 

1 training 

session for 

Councillors 

implemented 

by 

31/03/2018 

1 training 

session for 

Councillors 

implemented 

by 

30/06/2018 

Corporate 

and 

Support 

Services 

R 354 000 

Signed 

attendance 

register 

CORP7 

All 

To ensure 

alignment 

with Labour 

Relations Act, 
Employment 
Act, including 

collective 

agreements 

and other 

related 

legislation. 

Staff 

Trained on 

programs 

identified 

on WSP 

Numberof staff 

members 

trained on 

programs 

identified on 

WSP 

New 

project 

60 staff trained on 

programs 

identified on WSP 

by 30/06/2018 

N/A 

20 staff 

trained on 

programs 

identified 

on WSP by 
31/12/2017 

20 staff 

trained on 

programs 

identified on 

WSP by 
31/03/2018 

20 staff 

trained on 

programs 

identified on 

WSP by 
30/06/2018 

Corporate 

and 

Support 

Services 

R 980 000 

Signed 

attendance 

register 

CORP8 

All 

MFMP 

Reports 

submitted 

to National 

Treasury 

Number of 

Reports 

Submitted to 

National 

Treasury on 

minimum 

competency 

requirements 

New 

project 

2 Reports 

submitted to 

National Treasury 

on minimum 

competency 
requirements by 
30/06/2018 

N/A 

N/A 

1 Report 

submitted to 

National 

Treasury on 

minimum 

competency 

requirements 

by 

31/03/2018 

1 Report 

submitted to 

National 

Treasury on 

minimum 

competency 

requirements 

by 

30/06/2018 

Corporate 

and 

Support 

Services 

Operational 

Proof of 

Submission 























IDP/SDBIP 

NO. 

War 

d 

Nationa 

1 KPA 

OUTCO 

ME 9 

STRATEGIC 

OBJECTIVES 

(MEASUR 

ABLE 

OUTPUT) 

PROJECTS 

KEY 

PERFORMANC 

E INDICATOR 

UNITOF 

MEASUR 

E 

BASELIN 

E 

Annual 

Target 

Q1 

Target 

Q2 

Target 

Q3 

Target 

Q4 

Target 

Responsibl 

e 

Departme 

nt 

Annual 

Budget 

POE 

CORP 9 

All 

Municip 

al 

Instituti 

onal 

Develop 

ment 

and 

Transfor 

mation 

Differe 

ntiated 

Approa 

ch to 

Munici 

pal 

Financi 

ng, 

Plannin 

gand 

Suppor 

t 

To ensure 

alignment 

with Labour 

Relations 

Act, 

Employment 

Act, 

including 

collective 

agreements 

and other 

related 

legislation. 

To improve 

employee 

wellness, 

skills. 

Ensure 

effective 

support 

systems 

HR and ICT 

Policies 

reviewed 

Number of HR 

and ICT 

Policies 

reviewed 

Number 

New 

project 

23 HR and 7 ICT 

Policies reviewed 

by 30/06/2018 

N/A 

N/A 

N/A 

23 HRand7 

ICT Policies 

reviewed by 
30/06/2018 

Corporate 

and 

Support 

Services 

Operational 

Council 

Resolution 

CORP 10 

All 

Wellness 

Programs 

conducted 

Number 

wellness 

programs 

conducted 

Number 

New 

project 

3 wellness 

programs 

conducted by 
30/06/2018 

1 wellness 

programs 

conducte 

d by 

30/09/20 

17 

1 wellness 

programs 

conducted 

by 

31/12/2017 

1 wellness 

program 

conducted by 
31/03/2018 

N/A 

Corporate 

and 

Support 

Services 

R 150 000 

Attendance 

register 

CORP11 

All 

Submit 

Organisati 

onal 

Structure 

for review 

and 

approval 
by Council 

Date by which 

the 

Organisational 

Structure is 

reviewed and 

approved by 

Council 

Date 

New 

project 

Submit the 

Organisational 

structure to 

Council for 

review and 

approval by 
30/06/2018 

N/A 

N/A 

N/A 

Submit the 

Organisation 

al structure 

to Council 

for review 

and approval 
by 

30/06/2018 

Corporate 

and 

Support 

Services 

Operational 

Council 

resolution 

CORP 12 

All 

Security 

Services 

appointed 

Date by which 
the Security 

Services is 

appointed 

Date 

New 

project 

Security Services 
appointed by 
30/09/2017 

Security 

Services 

appointed 

by 

30/09/20 

17 

N/A 

N/A 

N/A 

Corporate 

and 

Support 

Services 

R3 756 001 

Appointment 

letter 


























IDP/SDBIP 

NO. 

War 

d 

Nationa 

1 KPA 

OUTCOM 

E 9 

STRATEGIC 

OBJECTIVE 

S 

(MEASURAB 

LE OUTPUT) 

PROJECTS 

KEY 

PERFORMANC 

E INDICATOR 

UNIT OF 

MEASURE 

BASELINE 

Annual 

Target 

Q1 

Target 

Q2 

Target 

Q3 

Target 

Q4 

Target 

Responsibl 

e 

Departme 

nt 

Annual 

Budget 

POE 

CORP 13 

All 

Municip 

Differenti 

To ensure 

Employee 

Number of 

Number 

New 

2 Employee 

N/A 

N/A 

1 Employee 

1 Employee 

Corporate 

Operationa 

Signed 



al 

ated 

alignment 

Workshop on 

Employee 


project 

Workshops on 



Workshop on 

Workshop on 

and 

1 

Attenda 



Instituti 

Approac 

with 

Collective 

Workshops on 



Collective 



Collective 

Collective 

Support 


nce 



onal 

h to 

Labour 

agreements 

Collective 



agreements 



agreements 

agreements 

Services 


Register 



Develop 

Municipa 

Relations 

and internal 

agreements 



and internal 



and internal 

and internal 






ment 

1 

Act, 

policies 

and internal 



policies 



policies 

policies 






and 

Financing 

Employme 

conducted 

policies 



conducted by 



conducted 

conducted 






Transfor 

, 

nt Act, 


conducted 



30/06/2018 



by 

by 






mation 

Planning 

including 








31/03/2018 

30/06/2018 




CORP 14 

All 


and 

collective 

Local Labour 

Number of 

Number 

New 

12 Local 

3 Local 

3 Local 

3 Local 

3 Local 

Corporate 

Operationa 

Signed 




Support 

agreement 

Forums 

Local Labour 


project 

Labour Forum 

Labour 

Labour 

Labour 

Labour 

and 

1 

Attenda 





s and other 

meetings 

Forum 



meetings held 

Forum 

Forum 

Forum 

Forum 

Support 


nce 





related 

held 

meetings held 



by 30/06/2018 

Meeting held 

meetings 

meetings 

meetings 

Services 


register 





legislation. 






by 

held by 

held by 

held by 














30/09/2017 

31/12/201 

7 

31/03/2018 

30/06/2018 




CORP 15 

All 



To improve 

Internship 

Number of 

Number 

New 

20 interns 

20 interns 

20 interns 

20 interns 

20 interns 

Corporate 

R840000 

Letters 





employee 

programme 

interns 


project 

remain 

remain 

remain 

remain 

remain 

and 


of 





wellness, 


appointed in 



appointed in 

appointed in 

appointed 

appointed in 

appointed in 

Support 


Appoint 





skills and 


the 



the 

the 

in the 

the 

the 

Services 


ments 





ensure 


Municipality 



Municipality 

Municipality 

Municipalit 

Municipality 

Municipality 








effective 


throughout the 



by 30/06/2017 

by 

yby 

by 

by 








support 


financial year 




30/09/2018 

31/12/201 

31/03/2017 

30/06/2017 








systems 







6 





























IDP/SDBIP 

NO. 

War 

d 

National 

KPA 

OUTCOM 

E 9 

STRATEGIC 

OBJECTIVES 

(MEASURA 

BLE 

OUTPUT) 

PROJECTS 

KEY 

PERFORM 

ANCE 

INDICATO 

R 

UNIT OF 

MEASURE 

BASELINE 

Annual 

Target 

Q1 

Target 

Q2 

Target 

Q3 

Target 

Q4 

Target 

Responsi 

ble 

Departm 

ent 

Annual 

Budget 

POE 

CORP16 

All 

Municipal 

Institution 

al 

Developm 

ent and 

Transform 

ation 

Differenti 

ated 

Approach 

to 

Municipa 

1 

Financing 

Planning 

and 

Support 

To ensure 

alignment 

with Labour 

Relations Act, 
Employment 
Act, including 

collective 

agreements 

and other 

related 

legislation. 

To improve 

employee 

wellness, 

skills. 

Ensure 

effective 

support 

systems 

Occupation 

al Health 

and Safety 
reports 

submitted 

to MANCO 

Number of 

Reports 

on 

Occupatio 

nal Health 

and Safety 

submitted 

to MANCO 

Number 

New 

project 

4 Reports on 
Occupational 

Health and 

Safety 

submitted to 

MANCO by 
30/06/2017 

1 Report on 
Occupational 

Health and 

Safety 

submitted to 

MANCO by 
30/09/2017 

1 Report 

on 

Occupatio 

nal Health 

and Safety 

submitted 

to MANCO 

by 

31/12/201 

7 

1 Report on 
Occupational 

Health and 

Safety 

submitted to 

MANCO by 
31/03/2018 

1 Report on 
Occupational 

Health and 

Safety 

submitted to 

MANCO by 
30/06/2018 

Corporat 

e and 

Support 

Services 

Operational 

OHS 

Signed 

Report 

and 

MANCO 

Signed 

Attenda 

nce 

Register 

CORP 17 

All 

Occupation 

al Health 

and Safety 

training 

workshops 

conducted 

Number of 

OHS 

Training 

Workshop 

s 

conducted 

Number 

New 

project 

2 OHS Training 
Workshops 
conducted by 
30/06/2018 

N/A 

N/A 

1 OHS 

Training 

Workshop 

conducted 

by 

31/12/2018 

1 OHS 

Training 

Workshop 

conducted 

by 

30/06/2018 

Corporat 

e and 

Support 

Services 

R50000 

Signed 

Attenda 

nce 

Register 

CORP 18 

All 

Municipal 

Institution 

al 

Developm 

ent and 

Transform 

ation 

Differenti 

ated 

Approach 

to 

Municipa 

1 

Financing 

Planning 

and 

Support 

To ensure 

Municipal 

Compliance 

on ICT 

Legislations 

and 

Mandates as 

set by 

relevant 

Legislation 

ICT reports 

submitted 

to MANCO 

for Annual 

performanc 

e review 

Number of 

ICT 

Reports 

submitted 

to MANCO 

Number 

New 

project 

4 ICT Reports 

submitted to 

MANCO by 
30/06/2018 

1ICT Report 

Submitted to 

MANCO by 
30/09/2017 

1 ICT 

Report 

submitted 

to MANCO 

by 

31/12/201 

7 

1ICT Report 

submitted to 

MANCO by 
31/03/2018 

1ICT Report 

submitted to 

MANCO by 
30/06/2018 

Corporat 

e and 

Support 

Services 

Operational 

Signed 

ICT 

Report 

to 

Manco 

and 

Signed 

MANCO 

attendan 

ce 

register 























IDP/SDBIP 

NO. 

War 

d 

National 

KPA 

OUTCOM 

E 9 

STRATEGIC 

OBJECTIVE 

S 

(MEASURA 

BLE 

OUTPUT) 

PROJECTS 

KEY 

PERFORM 

ANCE 

INDICATO 

R 

UNIT OF 

MEASURE 

BASELINE 

Annual 

Target 

Q1 

Target 

Q2 

Target 

Q3 

Target 

Q4 

Target 

Responsibl 

e 

Departme 

nt 

Annual 

Budget 

POE 

CORP 19 

All 

Municipal 

Institution 

al 

Developm 

ent and 

Transform 

ation 

Differenti 

ated 

Approach 

to 

Municipa 

1 

Financing 

Planning 

and 

Support 

To ensure 

Municipal 

Compliance 

on ICT 

Legislation 

and 

Mandates 

as set by 

relevant 

Legislation 

ICT 

awareness 

workshops 

conducted 

Number of 

ICT 

awareness 

workshops 

conducted 

Number 

New 

project 

2 ICT 

awareness 

workshops 
conducted by 
30/06/2018 

1ICT 

awareness 

workshop 
conducted by 
30/09/2017 

N/A 

1 ICT 

awareness 

workshop 

conducted 

by 

30/03/2018 


Corporate 

and 

Support 

Services 

Operationa 

1 

Signed 

Attendanc 

e Register 

CORP20 

All 

ICT 

steering 

committee 

meetings 

coordinate 

d 

Number of 

ICT 

steering 

committe 

e 

meetings 

coordinate 

d 

Number 

New 

project 

4 ICT steering 

committee 

meetings 
coordinated by 
30/06/2018 

1ICT steering 

committee 

meeting 

coordinated 

by 

30/09/2017 

1 ICT 

steering 

committee 

meeting 

coordinate 

d by 

31/12/201 

7 

1ICT 

steering 

committee 

meeting 

coordinated 

by 

30/03/2018 

1 ICT 

steering 

committee 

meeting 

coordinated 

by 

30/06/2018 

Corporate 

and 

Support 

Services 

Operationa 

1 

Attendanc 

e register 

CORP21 

All 

Good 

Governan 

ce and 

Public 

Participati 

on 

Deepen 

Democra 

cy 

Through 

a Refined 

Ward 

Committ 

ee 

System 

To improve 

accountabil 

ity and 

enhance 

public 

participatio 

n 

Departmen 

tal 

meetings 

held 

Number 

of 

departme 

ntal 

meetings 

held 

Number 

New 

project 

4 

departmental 
meetings held 
by 30/06/2018 

1 

departmental 
meeting held 
by 

30/09/2017 

1 

departmen 
tal meeting 
held by 
31/12/201 

7 

1 

departmenta 

1 meeting 
held by 
31/03/2018 

1 

departmenta 

1 meeting 
held by 
30/06/2018 

Corporate 

and 

Support 

Services 

Operationa 

1 

Signed 

minutes 

and 

attendanc 

e register 























IDP / 

SDBIP NO. 

Ward 

Natlon 

al KPA 

OUTCO 

ME 9 

STRATEGIC 

OBJECTIVE 

S 

(MEASURA 

BLE 

OUTPUT) 

PROJECTS 

KEY 

PERFORMANC 

E INDICATOR 

UNITOF 

MEASURE 

BASELINE 

Annual 

Target 

01 

Target 

Q2 

Target 

Q3 

Target 

Q4 

Target 

Responsi 

ble 

Departm 

ent 

Annual 

Budget 

POE 

CORP22 

All 

Good 

Deepen 

To 

Council 

Turnaround 

Turnaroun 

New 

4 Council 

1 Council 

1 Council 

1 Council 

1 Council 

Corporat 

Operational 

Dated 



Gover 

Democra 

improve 

agenda 

time within 

d time 

project 

agenda 

agenda 

agenda 

agenda 

agenda 

e and 


delivery note 



nance 

cy 

accountabi 

prepared 

which the 



prepared and 

prepared and 

prepared 

prepared 

prepared 

Support 


/ Screen shot 



and 

Through 

lity and 

and 

Council agenda 



dispatched 7 

dispatched 7 

and 

and 

and 

Services 


Report (with 



Public 

a 

enhance 

dispatched 

is prepared 



days before 

days before 

dispatched 

dispatched 7 

dispatched 7 



date ofthe 



Partici 

Refined 

public 

before the 

and dispatched 



the date of the 

the date of 

7 days 

days before 

days before 



meeting) 



pation 

Ward 

participati 

meeting 

before the 



meeting 

the meeting 

before the 

the date of 

the date of 







Committ 

on 


meeting 





date of the 

the meeting 

the meeting 







ee 








meeting 









System 














CORP23 





Backto 

Number of 

Number 

New 

12 monthly 

3 monthly 

3 monthly 

3 monthly 

3 monthly 

Corporat 

Operational 

Reporting 






Basics 

Back to Basics 


project 

and 4 

and 1 

and 1 

and 1 

and 1 

e and 


Template 






reports 

reports 



quarterly back 

quarterly 

quarterly 

quarterly 

quarterly 

Support 


and proof of 






produced 

produced and 



to basics 

back to basics 

backto 

backto 

back to 

Services 


submission 






and 

submitted to 



reports 

reports 

basics 

basics 

basics 









submitted 

the office of 



produced and 

produced 

reports 

reports 

reports 









to the 

the MM 



submitted to 

and 

produced 

produced 

produced 









office of 




the office of 

submitted to 

and 

and 

and 









the MM 




the MM by 

the office of 

submitted 

submitted to 

submitted to 













30/06/2018 

the MM by 

to the 

the office of 

the office of 














30/09/2017 

office of 

the MM by 

the MM by 















the MM by 

31/03/2018 

30/06/2018 















31/12/201 

7 



























4. FINANCE 


IDP / 

SDBIP 

NO. 

Ward 

National 

KPA 

OUTCO 

ME9 

STRATEG 

IC 

OBJECTIV 

ES 

(MEASURABL 

E OUTPUT) 

PROJECTS 

KEY 

PERFORMANCE 

INDICATOR 

BASELINE 

Annual 

Target 

Q1 

Target 

Q2 

Target 

Q3 

Target 

Q4 

Target 

Responsi 

ble 

Departm 

ent 

Annual 

Budget 

POE 

BUDGET 

BTO 1 

All 

Financial 

Viability 

and 

Financial 

Manage 

ment 

Improv 

ed 

Munici 

pal 

Financ 

e and 

Admini 

strative 

Capabil 

ity 

To 

Manage 

Finances 

in line 

with 

MFMA 

and 

other 

applicabl 

e 

Legislatio 
n by 30 

June 

2018 

Finance 

Policies and 

By-laws 

reviewed and 

adopted by 

Council 

Date by which the 

Finance Policies 

and by-laws are 

reviewed and 

adopted by 

Council 

Finance 

Policies and 

by-laws 

reviewed 

and 

adopted by 
Council by 
30/05/2017 

Finance Policies 

and by-laws 

reviewed and 

adopted by 
Council by 
30/06/2018 

N/A 

N/A 

N/A 

Finance Policies 

and by-laws 

reviewed and 

adopted by 
Council by 
30/06/2018 

BTO 

Operational 

1. Approved 

Policies 

2. Council 

Resolution 

3. Signed 

attendance 

register 

BTO 2 

All 

Budget 

related 

policies 

submitted to 

Corporate 

Services for 

placing on 
the municipal 

website 

Turnaround time 

within which 

budget related 
policies are 

submitted to 

Corporate 

Services for 

placing on the 
municipal website 
after approval 

New 

project 

Budget related 
policies 

submitted to 

Corporate 

Services within 

1 day after 
approval for 
placing on the 
municipal 

website 

N/A 

N/A 

N/A 

Submit Budget 
related policies 
to Corporate 

Services within 

1 day after 
approval for 
placing on the 
municipal 

website 

BTO 

Operational 

Proof of 

submission to 

Corporate 

Services 

BTO 3 

All 

Budget 
related Policy 
adopted 

Date by which the 
budget related 
policies are 

submitted to 

Council for 

adoption 

Budget 

related 

policies 

submitted 

to Council 

for 

adoption 

by 

30/05/2017 

Budget related 
policies 

submitted to 

Council for 

adoption by 
30/06/2018 

N/A 

N/A 

N/A 

Budget related 
policies 

submitted to 

Council for 

adoption by 
30/06/2018 

BTO 

Operational 

Approved 
budget related 
policies 

Signed minutes 

and attendance 

register 









































IDP / 

Ward 

Natlonal 

OUTCO 

STRATEGIC 

(MEASURA 

KEY 

BASELINE 

Annual 

Q1 

Q2 

Q3 

Q4 

Responsi 

Annual 

POE 

SDBIP 


KPA 

ME 9 

OBJECTIVES 

BLE 

PERFORMA 







ble 

Budget 


NO. 





OUTPUT) 

NCE 


Target 

Target 

Target 

Target 

Target 

Departm 








PROJECTS 

INDICATOR 







ent 



BTO 4 

All 




Budget 

Date by 

Budget 

Budget process 

Budget 

N/A 

N/A 

N/A 

BTO 

Operational 

Council 






Process 

which the 

process plan 

plan submitted 

process 






Resolutions 






Plan 

Budget 

submitted to 

to Council for 

plan 












submitted 

process plan 

Council for 

approval by 

submitted 






Signed 






to Council 

submitted 

approval by 

31/08/2017 

to Council 






attendance 






for 

to Council 

31/08/2016 


for 






register 






approval 

for approval 



approval by 
31/08/2017 







BTO 5 

All 




Budget/IDP 

Number of 

2 budget/IDP 

2 budget/IDP 

N/A 

1 budget/IDP 

N/A 

1 budget/IDP 

BTO 

Operational 

Signed 






roadshows 

budget/IDP 

roadshows 

roadshows 


roadshow 


roadshow 



attendance 






held 

roadshows 

held on 21 and 

held by 


held by 


held by 



register 







held 

29/09/2016 

30/06/2018 


31/12/2017 


30/06/2018 







Improv 




and 11 and 








Dated photos 




ed 

To Manage 



12/05/2017 











Financial 

Munici 

Finances in 












BTO 6 

All 

Viability 

and 

Financial 

Manage 

ment 

pal 

Financ 

e and 

Admini 

strative 

Capabil 

ity 

line with 

MFMAand 

other 

applicable 
Legislation by 

30 June 2018 

Draft 

Budget 

submitted 

to Treasury 

Turnaround 

time within 

which the 

2018/2019 

Draft 

Budget is 

Draft Budget 

submitted to 

Treasury 
within 10 days 
after tabling to 

Council 

Draft Budget is 

submitted to 

Treasury within 
10 days after 
tabling to 

Council 

N/A 

N/A 

N/A 

Draft Budget 

is submitted 

to Treasury 

within 10 

days after 
tabling to 

BTO 

Operational 

l.Proof of 

submission to 

Treasury 

2.Signed 

Council 






submitted 

to Treasury 
after tabling 

to Council 






Council 



Resolution 


BTO 7 

All 




Final 

Date by 

2018/2019 

2018/2019 

N/A 

N/A 

N/A 

2018/2019 

BTO 

Operational 

Signed Council 






Budget 

which the 

Final Budget 

Final Budget is 




Final Budget 



Resolutions 






submitted 

2018/2019 

was submitted 

submitted to 




submitted to 









to Council 

Final Budget 

to Council for 

Council for 




Council for 



Signed 






for 

is submitted 

approval by 

approval by 




approval by 



attendance 






approval 

to Council 

06/06/2017 

30/05/2018 




30/05/2018 



register 







for approval 


































IDP / 

SDBIP 

NO. 

Ward 

Natlon 

al KPA 

OUTCOM 

E 9 

STRATEGIC 

OBJECTIVES 

(MEASURA 

BLE 

OUTPUT) 

PROJECTS 

KEY 

PERFORMANCE 

INDICATOR 

BASELINE 

Annual 

Target 

Ql 

Target 

Q2 

Target 

Q3 

Target 

Q4 

Target 

Responsi 

ble 

Departm 

ent 

Annual 

Budget 

POE 

BTO 8 

All 

Financi 

al 

Viabilit 

y and 

Financi 

al 

Manag 

ement 

Improved 

Municipal 

Finance 

and 

Administr 

ative 

Capability 

To Manage 

Finances in 

line with 

MFMAand 

other 

applicable 
Legislation by 

30 June2018 

Section 71 

reports 

submitted 

to Finance 

Portfolio 

Committee 

Turnaround 

time for 

submitting 

Section 71 

reports to 

Finance 

Portfolio 

Committee 

within 10 days 

after month 

end 

12 Section 

71 reports 

submitted 

to Finance 

Portfolio 

Committee 

within 10 

days after 

month end 

12 Section 71 

reports 

submitted to 

Finance 

Portfolio 

Committee 

within 10 days 

after month 

end 

3 Section 71 

reports 

submitted to 

Finance 

Portfolio 

Committee 

within 10 

days after 

month end 

3 Section 

71 reports 

submitted 

to Finance 

Portfolio 

Committee 

within 10 

days after 

month end 

3 Section 71 

reports 

submitted to 

Finance 

Portfolio 

Committee 

within 10 

days after 

month end 

3 Section 71 

reports 

submitted to 

Finance 

Portfolio 

Committee 

within 10 

days after 

month end 

BTO 

Operational 

Signed 

portfolio 

committee 

minutes and 

attendance 

register 

BTO 9 

All 

Produce 

quarterly 

Financial 

statements 

Turnaround 

time within 

which the 

financial 

statements are 

produced after 

end ofthe 

quarter 

New 

project 

Financial 

statements 

produced 
within 15 days 

after the end 

of the quarter 

Financial 

statements 

produced 

within 15 

days after the 

end ofthe 

quarter 

Financial 

statements 

produced 

within 15 

days after 

the end of 

the quarter 

Financial 

statements 

produced 

within 15 

days after the 

end ofthe 

quarter 

Financial 

statements 

produced 

within 15 

days after the 

end ofthe 

quarter 

BTO 

Operational 

Financial 

Statements 

signed and 
dated by CFO 

BTO 10 

All 

Mid-Year 

adjusted 

budget 

submitted 

to Council 

for 

approval 

Date by which 

the Mid-Year 

adjusted 

Budget is 

submitted to 

Council for 

approval 

Mid-Year 

adjusted 

budget 

submitted 

to Council 

for 

approval by 
28/02/201 

7 

Mid-Year 

adjusted 

budget 

submitted to 

Council for 

approval by 
28/02/2018 

N/A 

N/A 

Mid-Year 

adjusted 

budget 

submitted to 

Council for 

approval by 
28/02/2018 

N/A 

BTO 

Operational 

Signed 

minutes and 

attendance 

register 























IDP / 

SDBIP 

NO. 

Ward 

Natlonal 

KPA 

OUTCOM 

E 9 

STRATEGIC 

OBJECTIVE 

S 

(MEASURA 

BLE 

OUTPUT) 

PROJECTS 

KEY 

PERFORMANCE 

INDICATOR 

BASELINE 

Annual 

Target 

Ql 

Target 

Q2 

Target 

Q3 

Target 

Q4 

Target 

Responsi 

ble 

Departm 

ent 

Annual 

Budget 

POE 

BTO 11 

All 

Financial 

Viability 

and 

Financial 

Manage 

ment 

Improve 

d 

Municipa 

1 Finance 

and 

Administ 

rative 

Capabilit 

y 

To Manage 

Finances in 

line with 

MFMAand 

other 

applicable 
Legislation 
by 30 June 

2018 

Cash Flow 

Manageme 

nt 

Ratio of 

monthly 
expenditure to 

cash available 

New 

project 

1: 3 Ratio of 

monthly 
expenditure to 

cash available 

1: 3 Ratio of 

monthly 

expenditure 

to cash 

available 

1: 3 Ratio 

of monthly 
expenditur 

e to cash 

available 

1: 3 Ratio of 

monthly 

expenditure 

to cash 

available 

1: 3 Ratio of 

monthly 

expenditure 

to cash 

available 

BTO 

Operational 

Cash 

Coverage 
ratio report 
signed by 

CFO 

BTO 12 

All 

Asset 

Register 

Date by which 

the asset 

management 

workshop 

conducted 

New 

project 

Asset 

management 
workshop 
conducted by 
30/06/2018 

N/A 

N/A 

N/A 

1 Asset 

management 
workshop 
conducted by 
30/06/2018 

BTO 

Operational 

Signed 

Attendance 

register 

Workshop 
report signed 
yCFO 

BTO 13 

All 

Date by which 

the asset 

verification is 

conducted 

Conduct 

Asset 

Verification 

by 

30/06/201 

7 

Conduct Asset 

Verification by 
30/06/2018 

N/A 

N/A 

N/A 

Conduct 

Asset 

Verification 

by 

30/06/2018 

BTO 

Operational 

Signed Asset 

verification 

report by CFO 























IDP / 

SDBIP 

NO. 

Ward 

Natlon 

al KPA 

OUTCOM 

E 9 

STRATEG 

IC 

OBJECTI 

VES 

(MEASURA 

BLE 

OUTPUT) 

PROJECTS 

KEY 

PERFORMANCE 

INDICATOR 

BASELINE 

Annual 

Target 

Q1 

Target 

Q2 

Target 

Q3 

Target 

Q4 

Target 

Respo 

nsible 

Depart 

ment 

Annual 

Budget 

POE 

BTO 14 

All 




Assets 

Turnaround time 

for coding of new 

assets 

New assets 

coding 

done 

within 2 

days of 
receipt 

New assets 

coding done 
within 2 days of 
receipt 

New assets 

coding done 
within 2 days 
of receipt 

New assets 

coding done 
within 2 days 
of receipt 

New assets coding 

done within 2 

days of receipt 

New assets 

coding done 
within 2 days 
of receipt 

BTO 

Operational 

Signed 

Report with 

date of 

delivery 
and coding 

SUPPLY CHAIN MANAGEMENT 

BTO 15 

All 

Financi 

al 

Viabilit 

y and 
Manag 

ement 

Improved 

Municipal 

Finance 

and 

Administr 

ative 

Capability 

To 

Manage 

Finances 

in line 

with 

MFMA 

and 

other 

applicabl 

e 

Legislatio 
n by 30 

June 

2018 

Procureme 

nt Plan 

Turnaround time 

within which the 

2018/2019 

Procurement Plan 

Implementation 
Reports is 

submitted and 

presented to 

MANCO 

10 days 

within 

which the 

2017/2018 

Procureme 

nt Plan 

Implement 

ation 

Report is 

submitted 

and 

presented 

to MANCO 

afterthe 

end of each 

quarter 

10 days within 

which the 

2018/2019 

Procurement 

Plan 

Implementation 
Report is 

submitted and 

presented to 

MANCO after 

the end of each 

quarter 

10 days 

within which 

the 

2018/2019 

Procurement 

Plan 

Implementati 
on Report is 

submitted 

and 

presented to 

MANCO after 

the end of 

each quarter 

10 days 

within which 

the 

2018/2019 

Procurement 

Plan 

Implementati 
on Report is 

submitted 

and 

presented to 

MANCO after 

the end of 

each quarter 

10 days within 

which the 

2018/2019 

Procurement Plan 

Implementation 
Report is 

submitted and 

presented to 

MANCO afterthe 

end of each 

quarter 

10 days 

within which 

the 

2018/2019 

Procurement 

Plan 

Implementati 
on Report is 

submitted 

and 

presented to 

MANCO after 

the end of 

each quarter 

BTO 

Operational 

Signed 

MANCO 

minutes 

Signed 

attendance 

register 

Signed 

Procureme 

nt 

Implement 

ation 

report by 

CFO 

BTO 16 

All 

2018/2019 

procureme 

nt plan 
approved 

Date by which the 
2018/2019 
procurement plan 

is submitted and 

presented to 

MANCO for 

noting 

2017/2018 

procureme 

nt plan was 

submitted 

to council 

for noting 
by 

30/06/2017 

Submit the 

2018/2019 
procurement 
plan to MANCO 
for noting by 
30/06/2018 

N/A 

N/A 

N/A 

Submit the 

2018/2019 
procurement 
plan to 

MANCOfor 

noting by 
30/06/2018 

BTO 

Operational 

Signed 

MANCO 

minutes 

Signed 

attendance 

register 






































DP / 

SDBIP 

NO. 

Ward 

National 

KPA 

OUTCOM 

E 9 

STRATEG 

IC 

OBJECTIV 

ES 

(MEASURA 

BLE 

OUTPUT) 

PROJECTS 

KEY 

PERFORMANCE 

INDICATOR 

BASELINE 

Annual 

Target 

Q1 

Target 

Q2 

Target 

Q3 

Target 

Q4 

Target 

Responsi 

ble 

Departm 

ent 

Annual 

Budget 

POE 

REVENUE 

BTO 17 

All 

Financial 

Viability 

and 

Manage 

ment 

Improved 

Municipa 

1 Finance 

and 

Administr 

ative 

Capabilit 

y 

To 

Manage 

Finances 

in line 

with 

MFMA 

and 

other 

applicabl 

e 

Legislatio 
n by 30 

June 

2018 

Supplemen 

tary 

valuation 

roll 

implement 

ed 

Date by which 

the 

supplementary 

valuation roll is 

implemented 

Supplementa 
ry valuation 

roll was 

implemented 

by 

30/06/2017 

Supplemen 

tary 

valuation 

roll 

implement 
ed by 

30/06/2018 

N/A 

N/A 

N/A 

Supplementa 
ry valuation 

roll 

implemented 

by 

30/06/2018 

BTO 

Operational 

l.Signed 

Reconciliation 

Reports by 

CFO 

BTO 18 

All 

Revenue 

Enhanceme 

nt Strategy 
implement 

ation 

reports 

submitted 

to Finance 

Committee 

Number of 

reports on the 

revenue 

enhancement 

strategy 

implementation 

submitted to 

Finance 

Committee by 
30/06/2018 

New project 

4 reports 

on the 

revenue 

enhanceme 

nt strategy 
implement 

ation 

submitted 

to Finance 

Committee 

by 

30/06/2018 

1 report on 

the revenue 

enhancement 

strategy 

implementati 

on submitted 

to Finance 

Committee 

by 

30/09/2017 

1 report on the 

revenue 

enhancement 

strategy 

implementation 

submitted to 

Finance 

Committee by 
31/12/2017 

1 report on the 

revenue 

enhancement 

strategy 

implementation 

submitted to 

Finance 

Committee by 
31/03/2018 

1 report on 

the revenue 

enhancement 

strategy 

implementati 

on submitted 

to Finance 

Committee 

by 

30/06/2018 

BTO 

Operational 

l.Signed 
Implementati 
on Reports 

submitted to 

Finance 

Committee 

signed by CFO 

2.Signed 

Minutes and 

attendance 

register 

BTO 19 

All 

Indigent 

Register 

updated 

and 

adopted by 

council 

Date by which 
the Indigent 
Register is 
updated and 
adopted by 

Council 

New project 

Indigent 

Register 

updated 

and 

adopted by 
Council by 
30/06/2018 

N/A 

N/A 

N/A 

Indigent 
Register 
updated and 
adopted by 
Council by 
30/06/2018 

BTO 

Operational 

1. Updated 
Indigent 
Register 

2. Signed 

Council 

Resolution 

3. Signed 

attendance 

register 







































IDP / 

SDBIP 

NO. 

Ward 

National 

KPA 

OUTCOM 

E 9 

STRATEGIC 

OBJECTIVE 

S 

(MEASURABLE 

OUTPUT) 

PROJECTS 

KEY 

PERFORMANCE 

INDICATOR 

BASELINE 

Annual 

Target 

Ql 

Target 

Q2 

Target 

Q3 

Target 

Q4 

Target 

Responsibl 

e 

Departmen 

t 

Annual 

Budget 

POE 

BTO 20 

All 

Financial 

Improved 

To Manage 

Submission of 

Date by which 

New 

Submission 

N/A 

N/A 

N/A 

Submission of 

BTO 

R 1 000 000 

l.Signed List 



Viability 

Municipa 

Finances in 

the list of 

the list of the 

project 

of the list 




the list of the 



of 



and 

1 Finance 

line with 

households on 

qualifying 


of the 




qualifying 



beneficiaries 



Manage 

and 

MFMAand 

the indigent 

household on 


qualifying 




households 



submitted to 



ment 

Administr 

other 

registerto 

the indigent 


households 




on indigent 



ESKOM 




ative 

applicable 

ESKOM 

register is 


on indigent 




register to 







Capabilit 

Legislation 


submitted to 


register to 




ESKOM by 



2.Proof of 




y 

by 30 June 


ESKOM 


ESKOM by 




30/06/2018 



submission 





2018 




30/06/2018 








BTO 21 

All 




Number (and 

Number (and 

New 

Provision of 

Provision of 

Provision of 

Provision of 

Provision of 

BTO 

Operational 

l.Signed 






percentage) of 

percentage) of 

project 

refuse 

refuse 

refuse 

refuse 

refuse 



system 






existing 

existing 


removal on 

removal on 

removal on 

removal on 

removal on 



generated 






consumer units 

consumer units 


3210 (80%) 

3210 (80%) 

3210 (80%) 

3210 (80%) 

3210 (80%) 



billing report 






with access to 

with access to 


existing 

existing units 

existing 

existing units 

existing units 









refuse removal 

refuse removal 


units 


units 






BTO 22 

All 




Number (and 

Number (and 

New 

Provision of 

Provision of 

Provision of 

Provision of 

Provision of 

BTO 

Operational 

l.Signed 






percentage) of 

percentage) of 

project 

refuse 

refuse 

refuse 

refuse 

refuse 



system 






new consumer 

new consumer 


removal on 

removal on 2 

removal on 

removal on 3 

removal on 2 



generated 






units with 

units with 


10 (100%) 

(100%) new 

3 (100%) 

(100%) new 

(100%) new 



billing report 






access to refuse 

access to refuse 


new 

consumer 

new 

consumer 

consumer 



and Supp. 






removal 

removal 


consumer 

units 

consumer 

units 

units 



Roll 









units 


units 




























IDP / 

SDBIP 

NO. 

Ward 

Natlon 

al KPA 

OUTCOM 

E 9 

STRATEGIC 

OBJECTIVE 

S 

(MEASURABL 

E OUTPUT) 

PROJECTS 

KEY 

PERFORMANCE 

INDICATOR 

BASELIN 

E 

Annual 

Target 

Q1 

Target 

Q2 

Target 

Q3 

Target 

Q4 

Target 

Responsi 

ble 

Departm 

ent 

Annual 

Budget 

POE 

BTO 23 

All 

Financi 

al 

Viabilit 

y and 
Manag 

ement 

Improved 

Municipal 

Finance 

and 

Administr 

ative 

Capability 

To Manage 

Finances in 

line with 

MFMAand 

other 

applicable 
Legislation 
by 30 June 

2018 

Number (and 
percentage) 
of existing 

households 

with access to 

free basic 

services in 

terms of the 

indigent 

register 

Number (and 
percentage) of 
existing 

households 

with access to 

free basic 

services in 

terms of the 

indigent 

register 

New 

project 

Provision of FBE 

support to 2700 
(95%) of existing 

households in 

terms of the 

indigent register 

Provision of 

FBE support 
to 2700 (95%) 
of existing 
households in 

terms of the 

indigent 

register 

Provision of 

FBE 

support to 
2700 (95%) 
of existing 
households 
in terms of 

the 

indigent 

register 

Provision of 

FBE support 
to 2700 (95%) 
of existing 
households in 

terms of the 

indigent 

register 

Provision of 

FBE support 
to 2700 (95%) 
of existing 
households in 

terms of the 

indigent 

register 

BTO 

Operational 

l.Eskom 

reports and 

Invoices 

BTO 24 


Number (and 
percentage) 

of new 

households 

with access to 

free basic 

services in 

terms of the 

indigent 

register 

Number (and 
percentage) of 

new 

households 

with access to 

free basic 

services in 

terms of the 

indigent 

register 

New 

Project 

Provision of FBE 

support to 100 
(100%) of new 

households in 

terms of the 

indigent register 

N/A 

N/A 

N/A 

Provision of 

FBE support 
to 100 (100%) 
of new 

households in 

terms of the 

indigent 

register 

BTO 

R 37 037 

l.Eskom 

reports and 

Invoices 

BTO 25 

All 

Data 

cleansing 

report 

submitted to 

Finance 

Committee 

Turnaround 

time within 

which the data 

cleansing report 

is submitted to 

Finance 

Committee 

New 

project 

10 working days 

after month end 

within which the 

data cleansing 
report submitted 

to Finance 

Committee 

Data cleansing 
report 

submitted to 

Finance 

Committee 

within 10 

working days 

after month 

end 

Data 

cleansing 

report 

submitted 

to Finance 

Committee 

within 10 

working 
days after 

month end 

Data 

cleansing 

report 

submitted to 

Finance 

Committee 

within 10 

working days 

after month 

end 

Data 

cleansing 

report 

submitted to 

Finance 

Committee 

within 10 

working days 

after month 

end 

BTO 

Operational 

l.Signed Data 

Cleansing 

Report 

submitted to 

Finance 

Committee 

2. Signed 

minutes 

3. Signed 

attendance 

register 























IDP / 

SDBIP 

NO. 

Ward 

Natlon 

al KPA 

OUTCOM 

E 9 

STRATEGIC 

OBJECTIVE 

S 

(MEASURABL 

E OUTPUT) 

PROJECTS 

KEY 

PERFORMAN 

CE 

INDICATOR 

BASELINE 

Annual 

Target 

Q1 

Target 

Q2 

Target 

Q3 

Target 

Q4 

Target 

Responsi 

ble 

Departm 

ent 

Annual 

Budget 

POE 

BTO 26 

All 

Financi 

al 

Viabilit 

y and 
Manag 

ement 

Improved 

Municipal 

Finance 

and 

Administr 

ative 

Capability 

To Manage 

Finances in 

line with 

MFMAand 

other 

applicable 
Legislation 
by 30 June 

2018 

Community 
Workshops 
on indigent 

process 

conducted 

Number of 

Community 
Workshops 
on Indigent 

Process 

conducted by 
30/06/2018 

New 

project 

1 Community 
Workshop on 
Indigent Process 
conducted by 
30/06/2018 

N/A 

N/A 

N/A 

1 Community 
Workshop on 
Indigent 

Process 

conducted by 
30/06/2018 

BTO 

Operational 

Signed 

Attendance 

registerWorks 
hop report 
signed by 
project 

manager 

BTO 27 

All 

Debtors 

Reconciliation 

s Reports 
produced 

Turnaround 

time within 

which the 

Debtors 

Reconciliation 

s Reports are 
produced and 

submitted to 

Finance 

Committee 

afterthe end 

of each 

month 

10 days 

within 

which the 

Debtors 

Reconciliati 

ons reports 
is produced 

and 

submitted 

to Finance 

Committee 

after the 

end ofeach 

month 

10 days within 

which the 

Debtors 

Reconciliations 

reports is 
produced and 

submitted to 

Finance 

Committee after 

the end of each 

month 

10 days within 

which the 

Debtors 

Reconciliation 

s reports is 
produced and 

submitted to 

Finance 

Committee 

afterthe end 

of each 

month 

10 days 

within 

which the 

Debtors 

Reconciliati 

ons reports 
is produced 

and 

submitted 

to Finance 

Committee 

afterthe 

end of each 

month 

10 days 

within which 

the Debtors 

Reconciliation 

s reports is 
produced and 

submitted to 

Finance 

Committee 

after the end 

ofeach 

month 

10 days 

within which 

the Debtors 

Reconciliation 

s reports is 
produced and 

submitted to 

Finance 

Committee 

afterthe end 

of each 

month 

BTO 

Operational 

l.Signed 

Debtors 

reconciliation 

report by CFO 

2. Signed 

minutes 

3. Signed 

attendance 

register 

BTO 28 

All 

Clearing of 

suspense 

accounts 

Reports 
produced and 

submitted 

Turnaround 

time within 

which the 

Clearing of 

suspense 

accounts 

Reports are 
produced and 

submitted to 

Finance 

Committee 

after the end 

ofeach 

month 

New 

project 

10 days within 

which the 

clearing of 

suspense 

accounts reports 
are produced and 

submitted to 

Finance 

Committee after 

the end of each 

month 

10 days within 

which the 

clearing of 

suspense 

accounts 

reports are 
produced and 

submitted to 

Finance 

Committee 

afterthe end 

of each 

month 

10 days 

within 

which the 

clearing of 

suspense 

accounts 

reports are 
produced 

and 

submitted 

to Finance 

Committee 

afterthe 

end of each 

month 

10 days 

within which 

the clearing 
ofsuspense 

accounts 

reports are 
produced and 

submitted to 

Finance 

Committee 

after the end 

ofeach 

month 

10 days 

within which 

the clearing 
of suspense 

accounts 

reports are 
produced and 

submitted to 

Finance 

Committee 

afterthe end 

of each 

month 

BTO 

Operational 

1. Signed 
Reports 

submitted to 

Finance 

Committee 

2. Signed 

minutes 

3. Signed 

attendance 

register 

Data 

cleansing 
report signed 
byCFO 























IDP / 

SDBIP 

NO. 

Ward 

Nation 

al KPA 

OUTCOM 

E 9 

STRATEGIC 

OBJECTIVE 

S 

(MEASURABL 

E OUTPUT) 

PROJECTS 

KEY 

PERFORMANCE 

INDICATOR 

BASELIN 

E 

Annual 

Target 

Q1 

Target 

Q2 

Target 

Q3 

Target 

Q4 

Target 

Responsi 

ble 

Departm 

ent 

Annual 

Budget 

POE 

BTO 29 

All 

Financi 

al 

Viabilit 

y and 
Manag 

ement 

Improved 

Municipal 

Finance 

and 

Administr 

ative 

Capability 

To Manage 

Finances in 

line with 

MFMAand 

other 

applicable 
Legislation 
by 30 June 

2018 

Rates 

Reconciliation 

s Reports 
produced and 

submitted 

Turnaround 

time within 

which the Rates 

Reconciliations 

Reports are 
produced and 

submitted to 

Finance 

Committee 

after the end of 

each month 

10 days 

within which 

the Rates 

Reconciliation 

s Reports are 
produced and 

submitted to 

Finance 

Committee 

after the end 

of each 

month 

10 days 

within which 

the Rates 

Reconciliatio 

ns Reports 
are produced 

and 

submitted to 

Finance 

Committee 

after the end 

ofeach 

month 

10 days within 

which the 

Rates 

Reconciliation 

s Reports are 
produced and 

submitted to 

Finance 

Committee 

afterthe end 

of each 

month 

10 days 

within 

which the 

Rates 

Reconciliati 

ons Reports 

are 

produced 

and 

submitted 

to Finance 

Committee 

afterthe 

end of each 

month 

10 days 

within which 

the Rates 

Reconciliation 

s Reports are 
produced and 

submitted to 

Finance 

Committee 

after the end 

ofeach 

month 

10 days 

within which 

the Rates 

Reconciliation 

s Reports are 
produced and 

submitted to 

Finance 

Committee 

afterthe end 

of each 

month 

BTO 

Operational 

1. Signed 
Reports 

submitted to 

Finance 

Committee 

2. Signed 

minutes 

3. Signed 

attendance 

register 

Rates 

reconciliation 

s report 
signed by CFO 

BTO 30 

All 

Consumer 

Deposit 

Reconciliation 

s Reports 
produced and 

submitted 

Turnaround 

time within 

which the 

Consumer 

Deposit 

Reconciliations 

Reports 
produced and 

submitted to 

Finance 

Committee 

after end of 

each month 

10 days 

within which 

the Consumer 

Deposit 

Reconciliation 

s Reports 
produced and 

submitted to 

Finance 

Committee 

after end of 

each month 

10 days 

within which 

the 

Consumer 

Deposit 

Reconciliatio 

ns Reports 
produced 

and 

submitted to 

Finance 

Committee 

after end of 

each month 

10 days within 

which the 

Consumer 

Deposit 

Reconciliation 

s Reports 
produced and 

submitted to 

Finance 

Committee 

after end of 

each month 

10 days 

within 

which the 

Consumer 

Deposit 

Reconciliati 

ons Reports 
produced 

and 

submitted 

to Finance 

Committee 

after end of 

each 

month 

10 days 

within which 

the Consumer 

Deposit 

Reconciliation 

s Reports 
produced and 

submitted to 

Finance 

Committee 

after end of 

each month 

10 days 

within which 

the Consumer 

Deposit 

Reconciliation 

s Reports 
produced and 

submitted to 

Finance 

Committee 

after end of 

each month 

BTO 

Operational 

1. Signed 
Reports 

submitted to 

Finance 

Committee 

2. Signed 

minutes 

3. Signed 

attendance 

register 

Consumer 

deposit 

reconcilliation 

report signed 
byCFO 






















IDP / 

SDBIP 

NO. 

Ward 

Nation 

al KPA 

OUTCOM 

E 9 

STRATEGIC 

OBJECTIVE 

S 

(MEASURABL 

E OUTPUT) 

PROJECTS 

KEY 

PERFORMANCE 

INDICATOR 

BASELINE 

Annual 

Target 

Q1 

Target 

Q2 

Target 

Q3 

Target 

Q4 

Target 

Responsi 

ble 

Departm 

ent 

Annual 

Budget 

POE 

BT0 31 

All 

Financi 

al 

Viabilit 

y and 
Manag 

ement 

Improved 

Municipal 

Finance 

and 

Administr 

ative 

Capability 

To Manage 

Finances in 

line with 

MFMAand 

other 

applicable 
Legislation 
by 30 June 

2018 

Traffic and 

Pound 

Revenue 

Reports 
produced and 

submitted 

Turnaround 

time within 

which the 

reports on 

Traffic and 

Pound Revenue 

are produced 

and submitted 

to Finance 

Committee 

after the end of 

each month 

10 days 

within which 

the reports 

on Traffic and 

Pound 

Revenue are 

produced and 

submitted to 

Finance 

Committee 

afterthe end 

of each 

month 

10 days 

within which 

the reports 

on Traffic 

and Pound 

Revenue are 

produced 

and 

submitted to 

Finance 

Committee 

after the end 

ofeach 

month 

10 days within 

which the 

reports on 

Traffic and 

Pound 

Revenue are 

produced and 

submitted to 

Finance 

Committee 

afterthe end 

of each 

month 

10 days 

within 

which the 

reports on 

Traffic and 

Pound 

Revenue 

are 

produced 

and 

submitted 

to Finance 

Committee 

afterthe 

end of each 

month 

10 days 

within which 

the reports 

on Traffic and 

Pound 

Revenue are 

produced and 

submitted to 

Finance 

Committee 

after the end 

ofeach 

month 

10 days 

within which 

the reports 

on Traffic and 

Pound 

Revenue are 

produced and 

submitted to 

Finance 

Committee 

afterthe end 

of each 

month 

BTO 

Operational 

1. Signed 
Reports 

submitted to 

Finance 

Committee 

2. Signed 

minutes 

3. Signed 

attendance 

register 

Traffic Pound 

Revenue 

report signed 
by CFO 

BT0 32 

All 

Valuation roll 

developed 

and 

submitted to 

Council for 

adoption 

Date by which 

the valuation 

roll is 

developed and 

submitted to 

Council for 

adoption 

Valuation roll 

developed 

and 

submitted to 

Council for 

adoption by 
30/06/2018 

Valuation roll 

developed 

and 

submitted to 

Council for 

adoption by 
30/06/2018 

N/A 

N/A 

N/A 

Valuation roll 

developed 

and 

submitted to 

Council for 

adoption by 
30/06/2018 

BTO 

R 500 000 

1. Valuation 

Roll, 

Signed 

Council 

Resolution 

2. Signed 

Minutes 

3. Signed 

attendance 

register 





















IDP / 

SDBIP 

NO. 

Ward 

Natlonal 

KPA 

OUTCOM 

E 9 

STRATEGIC 

OBJECTIVE 

S 

(MEASURA 

BLE 

OUTPUT) 

PROJECTS 

KEY 

PERFORMAN 

CE 

INDICATOR 

BASELINE 

Annual 

Target 

Q1 

Target 

Q2 

Target 

Q3 

Target 

Q4 

Target 

Responsi 

ble 

Departm 

ent 

Annual 

Budget 

POE 

BTO 33 

All 

Financial 

Viability 

and 

Manage 

ment 

Improved 

Municipa 

1 Finance 

and 

Administr 

ative 

Capabilit 

V 

To Manage 

Finances in 

line with 

MFMAand 

other 

applicable 
Legislation 
by 30 June 

2018 and 

beyond. 

Reconciled 

general 

valuation 

to the rates 

billing 

Date by 

which the 

general 

valuation to 

the rates 

billing is 

reconciled 

Reconciliation 

of thegeneral 

valuation to 

the rates 

billing by 
30/06/2018 

Reconciliation 

of the general 

valuation to 

the rates billing 
by 30/06/2018 

N/A 

N/A 

N/A 

Reconciliation 

of thegeneral 

valuation to 

the rates 

billing by 
30/06/2018 

BTO 

Operational 

l.Signed 

Reconciliation 

Report signed 
byCFO 


GENERAL FINANCE AND ACCOUNTING 

BTO 34 

All 

2016/2017 

Annual 

Financial 

Statements 

submitted 

to Auditor- 

General 

Date by 

which the 

2016/2017 

Annual 

Financial 

Statements 

are submitted 

to Auditor- 

General 

2016/2017 

Annual 

Financial 

Statements 

submitted to 

Auditor- 

General by 
31/08/2017 

2016/2017 

Annual 

Financial 

Statements 

submitted to 

Auditor- 

General by 
31/08/2017 

2016/2017 

Annual 

Financial 

Statements 

submitted to 

Auditor- 

General by 
31/08/2017 

N/A 

N/A 

N/A 

BTO 

Operational 

Proof of 

submission/ 
acknowledgm 
ent of receipt 

BTO 35 

All 

MSCOA 

implement 

ed 

Number of 

MSCOA 

meetings 

coordinated 

4 MSCOA 

meetings 

coordinated 

by 

30/06/2018 

4 MSCOA 

meetings 
coordinated by 
30/06/2018 

1 MSCOA 

meeting 

coordinated 

by 

30/09/2017 

1 MSCOA 

meeting 

coordinated 

by 

31/12/2017 

1 MSCOA 

meeting 

coordinated 

by 

31/03/2018 

1 MSCOA 

meeting 

coordinated 

by 

30/06/2018 

BTO 

Operational 

1. Signed 

Attendance 

Register 

2. Signed 

minutes 

BTO 36 

All 

Grant 

register 

prepared 

and 

submitted 

to Finance 

Committee 

Turnaround 

time within 

which the 

grant register 
is prepared 

and 

submitted to 

Finance 

Committee 

after end of 

each month 

10 days 

within which 

the grant 
register is 
prepared and 

submitted to 

Finance 

Committee 

after end of 

each month 

10 days within 
which the grant 
register is 
prepared and 

submitted to 

Finance 

Committee 

after end of 

each month 

10 days within 

which the 

grant register 
is prepared 

and 

submitted to 

Finance 

Committee 

after end of 

each month 

10 days 

within which 

the grant 
register is 
prepared and 

submitted to 

Finance 

Committee 

after end of 

each month 

10 days 

within which 

the grant 
register is 
prepared and 

submitted to 

Finance 

Committee 

after end of 

each month 

10 days 

within which 

the grant 
register is 
prepared and 

submitted to 

Finance 

Committee 

after end of 

each month 

BTO 

Operational 

1. Signed 
registers by 

CFO 

submitted to 

Finance 

Committee 

2. Signed 

minutes 

3. Signed 

attendance 

register 






































IDP / 

SDBIP 

NO. 

Ward 

National 

KPA 

OUTCOM 

E 9 

STRATEGIC 

OBJECTIVE 

S 

(MEASURA 

BLE 

OUTPUT) 

PROJECTS 

KEY 

PERFORMAN 

CE 

INDICATOR 

BASELINE 

Annual 

Target 

Q1 

Target 

Q2 

Target 

Q3 

Target 

Q4 

Target 

Responsi 

ble 

Departm 

ent 

Annual 

Budget 

POE 

EXPENDITURE 

BTO 37 

All 

Financial 

Viability 

and 

Manage 

ment 

Improved 

Municipa 

1 Finance 

and 

Administr 

ative 

Capabilit 

V 

To Manage 

Finances in 

line with 

MFMAand 

other 

applicable 
Legislation 
by 30 June 

2018 and 

beyond. 

Creditors 

paid within 

30 days of 
receipt 

Turnaround 

time for 

payments of 
invoices upon 
receipt 

30 Days 

within which 

invoices are 

paid upon 
receipt 

30 Days within 

which invoices 

are paid upon 
receipt 

30 Days 

within which 

invoices are 

paid upon 
receipt 

30 Days 

within which 

invoices are 

paid upon 
receipt 

30 Days 

within which 

invoices are 

paid upon 
receipt 

30 Days 

within which 

invoices are 

paid upon 
receipt 

BTO 

Operational 

Signed 

Creditors 

Reports 

Date stamped 

invoice 

Payment 

report 

BTO 38 


Compliance 

reports 

submitted 

to Finance 

Committee 

Number of 

compliance 

reports 

submitted to 

Finance 

Committee 

12 

compliance 

reports 

submitted to 

Finance 

Committee 

by 

30/06/2017 

12 compliance 

reports 

submitted to 

Finance 

Committee by 
30/06/2018 

3 compliance 

reports 

submitted to 

Finance 

Committee by 
30/09/2017 

3 compliance 

reports 

submitted to 

Finance 

Committee 

by 

31/12/2017 

3 compliance 

reports 

submitted to 

Finance 

Committee 

by 

31/03/2018 

3 compliance 

reports 

submitted to 

Finance 

Committee 

by 

30/06/2018 

BTO 

Operational 

l.Signed 
Compliance 
Reports by 

theCFO 

submitted to 

Finance 

Committee 

2. Signed 

Minutes 

3. Signed 

attendance 

register 

BTO 39 

All 

Cross 

Cutting 

Intervent 

ions 

Differenti 

ated 

Approach 

to 

Municipa 

1 

Financing 

Planning 

and 

Support 

To improve 

accountabil 

ity and 

enhance 

public 
participatio 
n by 30 

June 2018 

Back to 

Basics 

reports 

produced 

and 

submitted 

to the 

office of 

the MM 

Number of 

Back to Basics 

reports 
produced and 

submitted to 

the office of 

the MM 

12 monthly 

and 4 

quarterly 

back to basics 

reports 
produced and 

submitted to 

the office of 

the MM by 
30/06/2018 

12 monthly and 

4 quarterly 

back to basics 

reports 
produced and 

submitted to 

the office of 

the MM by 
30/06/2018 

3 monthly and 

1 quarterly 

back to basics 

reports 
produced and 

submitted to 

the office of 

the MM by 
30/09/2017 

3 monthly 

and 1 

quarterly 

back to basics 

reports 
produced and 

submitted to 

the office of 

the MM by 
31/12/2017 

3 monthly 

and 1 

quarterly 

back to basics 

reports 
produced and 

submitted to 

the office of 

the MM by 
31/03/2018 

3 monthly 

and 1 

quarterly 

back to basics 

reports 
produced and 

submitted to 

the office of 

the MM by 
30/06/2018 

Corporat 

e and 

Support 

Services 

Operational 

l.Signed back 

to basics 

Report 

2. Proof of 

submission 






































IDP / 

SDBIP 

NO. 

Ward 

National 

KPA 

OUTCOM 

E 9 

STRATEGIC 

OBJECTIVE 

S 

(MEASURA 

BLE 

OUTPUT) 

PROJECTS 

KEY 

PERFORMANCE 

INDICATOR 

BASELINE 

Annual 

Target 

Q1 

Target 

Q2 

Target 

Q3 

Target 

Q4 

Target 

Responsi 

ble 

Departm 

ent 

Annual 

Budget 

POE 

DEPARTMENTAL MEETINGS 

BTO 40 

All 

Financial 

Viability 

and 

Manage 

ment 

Improved 

Municipa 

1 Finance 

and 

Administr 

ative 

Capabilit 

V 

To Manage 

Finances in 

line with 

MFMAand 

other 

applicable 
Legislation 
by 30 June 

2018 

Departmen 

tal 

meetings 

held 

Number of 

departmental 
meetings held 
by 30/06/2018 

4 

departmen 

tal 

meetings 
held by 
30/06/2018 

4 departmental 
meetings held 
by 30/06/2018 

1 

departmental 
meeting held 
by 

30/09/2017 

1 

departmen 
tal meeting 
held by 
31/12/2017 

1 

departmental 
meeting held 
by 

31/03/2018 

1 

departmental 
meeting held 
by 

30/06/2018 

Corporat 

e and 

Support 

Services 

Operational 

l.Signed 

minutes 

2.Attendance 

register 


5. OFFICE OF THE MUNICIPAL MANAGER 





































IDP / 

SDBIP 

NO. 

War 

d 

Natlon 

al KPA 

OUTCO 

ME 9 

STRATEGIC 

OBJECTIVE 

S 

(MEASURA 

BLE 

OUTPUT) 

PROJECTS 

KEY 

PERFORMAN 

CE 

INDICATOR 

BASELINE 

Annual 

Target 

Q1 

Target 

Q2 

Target 

Q3 

Target 

Q4 

Target 

Responsi 

ble 

Departm 

ent 

Annual 

Budget 

POE 

RISK MANAGEMENT, AUDIT AND PERFORMANCE AUDIT COMMITTEE AND INTERNAL AUDIT UNIT 

OMM 1 

All 

Good 

Govem 

ance 

and 

Public 

Particip 

ation 

Deepe 

n 

Democ 

racy 

Throug 

h a 

Refine 

d Ward 

Commi 

ttee 

System 

To develop 
a strong 

Institution 

to support 

consultativ 

e and 

participator 
y local 

governmen 

tby 

30/06/2018 

Review of 

the APAC 

and IAU 

Charters 

Date by 

which APAC 

and IAU 

charters are 

reviewed 

Both reviewed 
and adopted by 
Council on 

20/12/16 

Review of the 

APAC and IAU 

Charters by 
31/12/17 

N/A 

Review of the 

APAC and IAU 

Charters by 
31/12/17 

N/A 

N/A 

MM's 

Office 

Operatio 

nal 

Signed 

Charters, 

Signed APAC 

minutes and 

Council 

resolution 

OMM 2 

All 

Review of 

the 

Enterprise 

Risk 

Manageme 

nt 

Framework 

and Policy 

Date by 

which the 

Enterprise 

Risk 

Management 

Framework 

and Policy is 

reviewed 

Reviewed and 

adopted by 

Council on 

20/12/16 

Review Enterprise 
Risk Management 

Framework and 

Policy by 

31/12/17 

N/A 

Review 

Enterprise 

Risk 

Management 

Framework 

and Policy by 
31/12/17 

N/A 

N/A 

MM's 

Office 

Operatio 

nal 

l.Signed 

Council 

resolution 

OMM 3 

All 

Conduct a 

Risk 

Assessment 

workshop 

Date by 

which the 

Risk 

Assessment 

workshop is 

conducted 

Last workshop 
held on 22/2/17 

and next 

thereafter 

planned for June 

2017 

Conduct a Risk 

Assessment 

workshop by 
30/06/18 

N/A 

N/A 

N/A 

Conduct a Risk 

Assessment 

workshop by 
30/06/18 

MM's 

Office 

Operatio 

nal 

l.Signed 

attendance 

register 

OMM 4 

All 

Submit the 

risk-based 

internal 

audit plan 

to APAC 

Date by 

which the 

Risk -based 

internal audit 

plan is 

submitted to 

APAC for 

approval 

2016/17 plan will 

be submitted to 

APAC during 

March 2017 

Submit the risk- 

based internal 

audit plan to 

APAC by 30/6/18 

N/A 

N/A 

N/A 

Submit the risk- 

based internal 

audit plan to 

APAC by 

30/6/18 

MM's 

Office 

Operatio 

nal 

Signed APAC 
minutes, and 
2018/19 Risk - 

based -internal 

audit plan 









































IDP / 

SDBIP 

NO. 

War 

d 

Natlon 

al KPA 

OUTCO 

ME 9 

STRATEGIC 

OBJECTIVES 

(MEASUR 

ABLE 

OUTPUT) 

PROJECT 

S 

KEY PERFORMANCE 

INDICATOR 

BASELINE 

Annual 

Target 

Q1 

Target 

Q2 

Target 

Q3 

Target 

Q4 

Target 

Responsi 

ble 

Departm 

ent 

Annual 

Budget 

POE 

OMM 5 

All 

Good 

Govern 

ance 

and 

Public 

Particip 

ation 

Deepe 

n 

Democ 

racy 

Throug 

h a 

Refine 

d Ward 

Commi 

ttee 

System 

To develop a 
strong 

Institution to 

support 

consultative 

and 

participatory 

local 

government 

by 

30/06/2018 

Risk 

manage 

ment 

Committ 

ee 

meetings 

held 

Number of Risk 

Management 

Committee 

meetings held 

One meeting 
held during 
2016/17 Q4 

2 Risk 

Management 

Committee 

meetings held 
by 30/06/18 

N/A 

1 Risk 

Management 

Committee 

meeting held 
by 31/12/17 

N/A 

1 Risk 

Management 

Committee 

meeting held by 
30/06/18 

MM's 

Office 

Operatio 

nal 

l.Signed Risk 

Committee 

minutes 

2. Signed 

Attendance 

register 

OMM 6 

All 

Coordina 

ted APAC 

meetings 

Number of APAC 

meetings held 

4 meetings 
held during 
the 2016/17 
financial year 

4 APAC 

meetings held 
by 30/06/18 

1 APAC 

meeting held 
by 30/09/17 

1 APAC 

meeting held 
by 31/12/17 

1 APAC 

meeting held 
by 31/03/18 

1 APAC meeting 
held by 

30/06/18 

MM's 

Office 

Operatio 

nal 

l.Signed 

attendance 

registers 

2. Signed 

minutes 

OMM 7 

All 

Reports 

submitte 

d by 

internal 

auditto 

APAC 

Number of reports 
submitted by the 

internal audit unit 

to the APAC 

2 reports 

submitted 

4 reports 
submitted by 

the internal 

audit unit to 

APAC by 

30/06/18 

1 report 
submitted by 

the internal 

audit unit to 

APAC by 
30/09/17 

1 report 
submitted by 

the internal 

audit unit to 

APAC by 
31/12/17 

1 report 
submitted by 

the internal 

audit unit to 

APAC by 
31/03/18 

1 report 
submitted by 

the internal 

audit unit to 

APAC by 

30/06/18 

MM's 

Office 

Operatio 

nal 

l.Signed IA 

Quarterly 

reports 

submitted to 

APAC 

2.Proof of 

submission/sign 

ed APAC 

minutes 

OMM 8 

All 

Reports 

submitte 

d by 

APAC to 

Council 

Number of reports 
submitted by the 

APAC to the Council 

1 report 

submitted 

4 reports 
submitted by 

the APAC to 

Council by 
30/06/18 

1 report 
submitted by 

the APAC to 

Council by 
30/09/17 

1 report 
submitted by 

the APAC to 

Council by 
31/12/17 

1 report 
submitted by 

the APAC to 

Council by 
31/03/18 

1 report 
submitted by 

the APAC to 

Council by 
30/06/18 

MM’s 

Office 

Operatio 

nal 

l.Signed 

Council 

resolution 


COMMUNICATIONS 

OMM 9 

All 

Publicati 
on of 

SDBIPfor 

public 

viewing 

Turnaround time 

within which the 

2018/2019 SDBIP 
will be made public 
after signing by the 
Mayor 

2017/2018 

SDBIPto be 

publicized on 

the week of 

10 ,h July 2017 

2018/2019 

SDBIP made 
public within 14 
days after 
signing by the 
Mayor 

2018/2019 

SDBIP made 

public within 

14 days after 
signing by the 
Mayor 

N/A 

N/A 

N/A 

OMM 

Operatio 

nal 

l.Dated Public 

notice 

2,Signed SDBIP 








































IDP / 

SDBIP 

NO. 

War 

d 

Natlon 

al KPA 

OUTCO 

ME 9 

STRATEGIC 

OBJECTIVES 

(MEASUR 

ABLE 

OUTPUT) 

PROJECT 

S 

KEY 

PERFORMAN 

CE 

INDICATOR 

BASELINE 

Annual 

Target 

Q1 

Target 

Q2 

Target 

Q3 

Target 

Q4 

Target 

Responsi 

ble 

Departm 

ent 

Annual 

Budget 

POE 

OMM 10 

All 

Good 

Govern 

ance 

and 

Public 

Partici 

pation 

Deepe 

n 

Democ 

racy 

Throug 

h a 

Refine 

d Ward 

Commi 

ttee 

System 

To develop a 

strong 

institution to 

support 

consultative 

and 

participatory 

local 

government 

Publish 

the 

Municipa 

1 

Newslett 

er 

Number of 

newsletters 

published 

New project 

3 newsletters 
published by 
30/06/2018 

N/A 

1 newsletter 

published by 
31/12/2017 

1 newsletter 

published by 
31/03/2018 

1 newsletter 

published by 
30/06/2018 

OMM 

R100 

000.00 

1. copies of 

Newsletters 

OMM 11 

All 

Conduct 

IDP/Budg 

et 

Roadsho 

ws 

Number of 

IDP/Budget 

Roadshows 

held 

2 IDP 

Roadshows 

held on 21 

and 

29/09/2016 

and11and 

12/05/2017 

2 IDP Roadshows 
held by 

30/06/2018 

N/A 

1IDP 

Roadshow 

held by 
31/12/2017 

N/A 

1IDP Roadshow 

held by 
30/06/2018 

OMM 

R336000 

Public 

Participat 

ion 

1. Attendance 

registers 

2. Signed 

Minutes 

OMM 12 


Hold IDP 
Represen 
tative 

Forum 

meetings 

Number of 

IDP 

Representativ 

e Forum 

meetings 

held 

1IDP 

Representativ 

e Forum held 

in 

22/03/2017 

2 IDP 

Representative 
Forum meeting 
held by 

30/06/2018 

N/A 

1IDP 

Representativ 

e Forum 

meeting held 
by 

30/12/2017 

N/A 

1IDP 

Representative 
Forum meeting 
held by 
30/06/2018 

OMM 

Operatio 

nal 

1. Attendance 

register 

2. Signed 

Minutes 

OMM 13 


Publish 

Municipa 

1 View 

point 

Number of 

Municipal 

View Point 

published 

22 Municipal 

View Point 

published by 
30/06/2017 

16 Municipal View 
Point published 
by 30/06/2018 

4 Municipal View 
point published 
by 30/09/2017 

4 Municipal 
View point 
published by 
31/12/2017 

4 Municipal 

View Point 

published by 
30/03/2018 

4 Municipal 

View points 
published by 
30/06/2018 

Communi 

cations 

Operatio 

nal 

l.Copy of 
published 
Municipal View 
point 

OMM 14 


Hold 

Media 

briefings 

Number of 

Media 

Briefings held 

New project 

2 Media Briefings 
held by 

30/06/2018 

N/A 

1 Media 

Briefing held 
by 

31/12/2017 

N/A 

1 Media 

Briefing held by 
30/06/2018 

Communi 

cations 

Operatio 

nal 

Attendance 

Register 

OMM 15 

All 

Communi 

cations 

Forum 

attended 
and visit 

newsroo 

m 

Number of 

Communicati 

ons Forum 

attended and 

visit 

newsroom 

4 

Communicati 

ons Forum 

meeting held 

4 

Communications 
Forum meetings 
attended and 

visits to 
newsroom by 
30/06/2018 

1 

Communications 

Forum meetings 

attended and 

visits to 

newsroom by 
30/09/2017 

1 

Communicati 

ons Forum 

meeting 

attended and 

visits to 

newsroom by 
31/12/2017 

1 

Communicati 

ons Forum 

meeting 

attended and 

visits to 

newsrooms 

by 

31/03/2018 

1 

Communication 

s Forum 

meeting 

attended and 

visits to 

newsroom by 
30/06/2018 

OMM 

Operatio 

nal 

l.Attendance 

registers 





























IDP / 

SDBIP 

NO. 

War 

d 

Natlon 

al KPA 

OUTCO 

ME 9 

STRATEGIC 

OBJECTIVES 

(MEASUR 

ABLE 

OUTPUT) 

PROJECT 

S 

KEY 

PERFORMAN 

CE 

INDICATOR 

BASELINE 

Annual 

Target 

Q1 

Target 

Q2 

Target 

Q3 

Target 

Q4 

Target 

Responsibl 

e 

Departmen 

t 

Annual 

Budget 

POE 

IDP/PMS 

OMM 16 

All 

Munici 

pal 

Transfo 

rmatio 

n and 

Institut 

ional 

Develo 

pment 

Differe 

ntiated 

Approa 

ch to 

Munici 

pal 

Financi 

ng, 

Plannin 

gand 

Suppor 

t 

To have a 

credible IDP 

by 30 June 

2018 

Develop 

IDP 

Process 

Plan 

Date by 

which the IDP 

Process Plan 

is submitted 

to Council for 

approval 

2017/2018 

IDP Process 

Plan 

submitted to 

Council in 

29/08/ 2016 

Submit the IDP 
Process Plan to 

Council for 
approval by 
31/09/2017 

Submit the IDP 

Process Plan to 

Council for 

approval by 
30/09/2017 

N/A 

N/A 

N/A 

OMM 

Operationa 

1 

1. Developed 

IDP Process 

Plan 

2. Signed 

Council 

Resolution 

OMM 17 

All 

To manage 
and improve 
Organisationa 

1 

performance 
by 30 June 

2018 

Dr. NDZ 
2018/201 

9 IDP 
adopted 

Date by 

which the Dr. 

NDZ LM 

2018/2019 

IDP is 

adopted 

Dr NDZ IDP 

adopted in 

October 

2016 

Dr. NDZ 

2018/2019IDP 
adopted by 
30/06/2018 

N/A 

N/A 

N/A 

Dr. NDZ 

2018/2019 

IDP 

adopted by 
30/06/2018 

OMM 

R630188.6 

9 

l.Dr. NDZ 
2018/2019IDP 
adopted 

2,Signed 

Council 

Resolution 

OMM 18 

All 

Municipa 

1 SDBIP 

Date by 

which the 

Mid-Year 

adjusted 

2017/2018 

Budget/SDBIP 

is submitted 

to Council for 

approval 

Mid-Year 

adjusted 

Budget/SDBIP 

to Council for 

approval on 
25/02/2017 

Submit Mid-Year 
adjusted 
Budget/SDBIP to 
Council for 
approval by 
25/02/2018 

N/A 

N/A 

Submit Mid- 

Year adjusted 
budget to 

Council for 

approval by 
25/02/2018 

N/A 

OMM 

Operationa 

1 

l.Signed 

Council 

Resolution 

2,Signed 

attendance 

register 

3. Copy Mid- 
Year adjusted 
budget 







































IDP / 

SDBIP 

NO. 

War 

d 

Natlon 

al KPA 

OUTCO 

ME 9 

STRATEGIC 

OBJECTIVE 

S 

(MEASU 

RABLE 

OUTPUT) 

PROJECT 

S 

KEY 

PERFORMANCE 

INDICATOR 

BASELINE 

Annual 

Target 

Ql 

Target 

Q2 

Target 

Q3 

Target 

Q4 

Target 

Responsi 

ble 

Departm 

ent 

Annual 

Budget 

POE 

OMM 19 

All 

Munici 

pal 

Transfo 

rmatio 

n and 

Institut 

ional 

Develo 

pment 

Differe 

ntiated 

Approa 

ch to 

Munici 

pal 

Financi 

ng, 

Plannin 

g and 
Suppor 

t 

To manage 

and 

improve 

organisatio 

nal 

performanc 

e 

SDBIP 

Reportin 

g 

Number of 

Performance 

Reports (S71 
Reports) 

submitted to 

MANCO 

12 Performance 

reports submitted 
to MANCO by 
30/06/2017 

12 Performance 

Reports 

submitted to 

MANCO by 
30/06/2018 (S71 
Reports) 

3 

Performance 

Reports 

submitted to 

MANCO by 
30/09/2017 

3 

Performance 

Reports (S71 
Reports)subm 

itted to 

MANCO by 
31/12/2017 

3 

Performance 

Reports (S71 
Reports) 

submitted to 

MANCO by 
31/03/2018 

3 

Performance 

Reports (S71 
Reports) 

submitted to 

MANCO by 
30/06/2018 

OMM 

Operationa 

1 

l.Signed 

MANCO 

minutes 

2.Signed 

attendance 

register 

3. Performance 

Reports signed 
by MM and 

individual HoDs 

OMM 20 

All 

To develop 

a strong 

Institution 

to support 

consultativ 

e and 

participator 
y local 

governmen 

t 

Number of 

quarterly 

Performance 

Reports 

submitted to 

APAC/MPAC 

4 Quarterly 

Performance 

Reports 

submitted to 

APAC/MPAC by 
30/06/2017 

4 Quarterly 
Performance 
Reports 
submitted to 
APAC/MPAC by 
30/06/2018 

1 quarterly 

Performance 

Report 

submitted to 

APAC/MPAC 

by 

30/09/2017 

1 quarterly 

Performance 

Report 

submitted to 

APAC/MPAC 

by 

31/12/2017 

1 quarterly 

Performance 

Report 

submitted to 

APAC/MPAC 

by 

31/03/2018 

1 quarterly 

Performance 

Report 

submitted 

APAC/MPAC 

by 

30/06/2018 

OMM 

Operationa 

1 

l.Signed APAC 
/MPAC minutes 

2.Signed 

attendance 

register 

3. Performance 

Reports signed 
by MM 

OMM 21 

All 

Date by which 
the 2017/2018 

Mid Term 

Performance 

Report is 

submitted to 

Council for 

approval 

2016/2017 Mid 

Term 

Performance 

Report submitted 

to Council for 

approval by 
25/01/2017 

2017/2018 Mid 

Term 

Performance 

Report submitted 

to Council for 

approval by 
25/01/2018 

N/A 

N/A 

2017/2018 

Mid Term 

Performance 

Report 

submitted to 

Council for 

approval by 
25/01/2018 

N/A 

OMM 

Operationa 

1 

l.Signed Council 

Resolution 

2.Signed 

attendance 

register 
























IDP / 

SDBIP 

NO. 

War 

d 

Natlon 

al KPA 

OUTCO 

ME 9 

STRATEGIC 

OBJECTIVE 

S 

(MEASURABL 

E OUTPUT) 

PROJECTS 

KEY 

PERFORMANCE 

INDICATOR 

BASELINE 

Annual 

Target 

Ql 

Target 

Q2 

Target 

Q3 

Target 

Q4 

Target 

Responsi 

ble 

Departm 

ent 

Annual 

Budget 

POE 

OMM 22 

All 

Munici 

pal 

Transfo 

rmatio 

n and 

Institut 

ional 

Develo 

pment 

Differe 

ntiated 

Approa 

ch to 

Munici 

pal 

Financi 

ng, 

Plannin 

g and 
Suppor 

t 

To develop 
a strong 

Institution 

to support 

consultativ 

e and 

participator 
y local 

governmen 

t by 30 June 

2018 and 

beyond. 

Signed 

2017/2018 

Performance 

Agreements 

forS54A/56 

Managers 

Turnaround 

time by which 
the 2017/2018 
S54A/56 

Performance 

Agreements are 
signed 

2016/2017 

S54A/56 

Performance 

Agreements 
signed within 

28 days after 

budget 

approval 

2017/2018 
S54A/56 
Performance 
Agreements 
signed within 

28 days after 

budget 

approval 

2017/2018 

S54A/56 

Performance 

Agreements 
signed within 

28 days after 

budget 

approval 

N/A 

N/A 

N/A 

OMM 

Operationa 

1 

l.Signed 

Performance 

Agreements 

2.Signed Council 

Resolution 

OMM 23 

All 

Individual 

Performance 

Assessment 

held 

Number of 

2017/2018 

Performance 

Assessments 

held 

12016/2017 

Performance 

Assessments 

held by 
30/06/2017 

4 2017/2018 
Performance 

Assessments 
held by 
30/06/2018 

12017/2018 

Performance 

Assessment 

held by 
30/09/2016 

1 2017/2018 

Performance 

Assessment 

held by 
31/12/2017 

1 2017/2018 

Performance 

Assessment 

held by 
31/03/2018 

1 2017/2018 

Performance 

Assessment 

held by 
30/06/2018 

OMM 

Operationa 

1 

l.Signed 

minutes 

2.Signed 

attendance 

register 

3. Performance 

assessment 

report signed by 

MM 

OMM 24 

All 

Review PMS 

Policy 

Date by which 
the PMS Policy 

is reviewed 

PMS Policy 
reviewed by 
30/06/2017 

Review PMS 

Policy by 
30/06/2018 

N/A 

Review PMS 

Policy by 
30/06/2018 

N/A 

N/A 

OMM 

Operationa 

1 

1. Reviewed 

PMS Policy 

2, Council 

Resolution 

OMM 25 

All 

Cross 

Cutting 

Interve 

ntions 

Single 

Windo 

w of 

Coordi 

nation 

To improve 

accountabil 

ity and 

enhance 

public 
participatio 
n by 30 

June2018 

Backto Basics 

reports 
produced and 
submitted by 

the office of 

the MM 

Number of Back 

to Basics 

reports 
produced and 

submitted to 

the office of the 

MM 

12 monthly and 

4 quarterly back 

to basics 

reports 
produced and 
submitted by 

the office of the 

MM by 
30/06/2017 

12 monthly and 

4 quarterly back 
to basics 
reports 
produced and 
submitted to 

the office of the 
MM by 
30/06/2018 

3 monthly 

and 1 

quarterly 

backto basics 

reports 
produced and 

submitted to 

the office of 

the MM by 
30/09/2017 

3 monthly 

and 1 

quarterly 

backto basics 

reports 
produced and 

submitted to 

the office of 

the MM by 
31/12/2017 

3 monthly 

and 1 

quarterly 

back to basics 

reports 
produced and 

submitted to 

the office of 

the MM by 
31/03/2018 

3 monthly 

and 1 

quarterly 

back to basics 

reports 
produced and 

submitted to 

the office of 

the MM by 
30/06/2018 

OMM 

Operationa 

1 

Signed BB 

Report and 
proof of 

submission 
























IDP / 

SDBIP 

NO. 

Ward 

Natlonal 

KPA 

OUTCOME 

9 

STRATEGIC 

OBJECTIVES 

(MEASURA 

BLE 

OUTPUT) 

PROJECTS 

KEY 

PERFORMA 

NCE 

INDICATOR 

BASELINE 

Annual 

Target 

Q1 

Target 

Q2 

Target 

Q3 

Target 

Q4 

Target 

Respo 

nsible 

Depart 

ment 

Annual 

Budget 

POE 

MEETINGS 

OMM 26 

All 

Good 

Governa 

nce and 

Public 

Participat 

ion 

Deepen 
Democracy 
Through a 

Refined 

Ward 

Committee 

System 

To develop a 
strong 

Institution to 

support 

consultative 

and 

participatory 

local 

government by 

30 June 2018 

MANCO 

Meetings 

held 

Number of 

MANCO 

Meetings 

held 

16 MANCO 

meetings 
held by 
30/06/2017 

12 MANCO 

meetings held 
by 

30/06/2018 

3 MANCO 

meetings 
held by 
30/09/2017 

3 MANCO 

meetings 
held by 
31/12/2017 

3 MANCO 

meetings 
held by 
31/03/2018 

3 MANCO 

meetings 
held by 
30/06/2018 

MM's 

Office 

Operatio 

nal 

l.Signed MANCO 

minutes 

2.Signed 

attendance 

register 

PUBLIC PARTICIPATION 

OMM 27 

All 

Good 

Governa 

nce and 

Public 

Participat 

ion 

Deepen 
Democracy 
Through a 

Refined 

Ward 

Committee 

System 

To promote 
public 

participation in 

the affairs of 

the municipality 
by 30 June 2018 

Hold 

Quarterly 

Ward 

Committee 

meetings 

Number of 

quarterly 

Ward 

Committee 

meetings 

held 

New project 

4 Quarterly 
Ward 

Committee 
meetings held 
by 

30/06/2018 

1 Quarterly 

Ward 

Committee 

meetings 
held by 
30/09/2017 

1 Quarterly 

Ward 

Committee 

meetings 
held by 
31/12/2017 

1 Quarterly 

Ward 

Committee 

meetings 
held by 
30/03/2018 

1 Quarterly 

Ward 

Committee 

meetings 
held by 
30/06/2018 

OMM 

Operatio 

nal 

1. Signed 

attendance 

register 

2. Signed minutes 

OMM 28 


Coordinate 

Ward 

Committee 

trainings 

Number of 

Ward 

Committee 

trainings 

coordinate 

d 

1 Ward 

Committee 

trainings 

coordinated 

by 

30/06/2017 

2 Ward 

Committee 

trainings 

coordinated 

by 

30/06/2018 

N/A 

1 Ward 

Committee 

trainings 

coordinate 

d by 

30/03/2018 

N/A 

Ward 

Committee 

trainings 

coordinated 

by 

30/06/2018 

OMM 

R500 000 

l.Signed 

attendance 

register 






















































5. DEVELOPMENT AND TOWN PLANNING SERVICES 


IDP / 

SDBIP 

NO. 

Ward 

No. 

Nation 

al KPA 

OUTCOM 

E 9 

STRATEGIC 

OBJECTIVE 

S 

(MEASURABL 

E OUTPUT) 

PROJECTS 

KEY 

PERFORMANCE 

INDICATOR 

BASELINE 

Annual 

Target 

Ql 

Target 

Q2 

Target 

Q3 

Target 

Q4 

Target 

Responsi 

ble 

Departm 

ent 

Annual 

Budget 

POE 

TP 1 

All 

Cross 

Cuttin 

g 

Interve 

ntion 

Single 

Window 

of 

Coordinat 

ion 

To provide 
Spatial 

Equity and 
respond to 

issues 

relating to 

climate 

change by 
30/06/201 

8 

Reviewal of 

2017/2018 of 
Spatial 

Development 

Framework 

(SDF) 

Date by which 
the 2017/2018 
Spatial 

Development 

Framework is 

adopted by 

Council 

2017/2018 

SDF 

Reviewed 

and 

adopted by 
Council by 
30/06/2017 

Adoption of a 
Spatial 

Development 

Framework 

by 

30/06/2018 

Procurement 

processes 

Inception 

Report and 

Status Quo 

Draft 

2017/2018 

Spatial 

Development 

Framework 

developed 

and hold 

public 

consultation 

Final 2017/2018 
Draft Spatial 
Development 

Framework 

developed and 
adopted by 
Council by 
30/06/2018 

Planning 

Office 

Operatio 

nal 

l.Signed Council 

Resolution 

2. Signed 

attendance 

register 

3. Finanl draft SDF 

4. Signed 
inception report 

TP 2 

All 

Development 

of a Wall to 

Wall Land 

Use Scheme 

Date by which 

Wall to Wall 

Land Use 

Scheme is 

adopted by 

Council 

New 

project 

Adoption of a 

Wall to Wall 

Land Use 

Scheme by 
30/06/2018 

Public 

consultation 

and review of 

a Draft Land 

Use Scheme 

Final Draft Land 

Use Scheme 

developed 

Application 
procedure 
and adoption 

of a Final 

Draft Land 

Use Scheme 

Close out 

Report 

Planning 

office 

Operatio 

nal 

l.Signed Council 

Resolution 

2. Signed 

attendance 

register 

3. Final Draft 

Land Use Scheme 

TP 3 

All 

Township 

Establishmen 

t Phase 1 

Date by which 
the Township 

Establishment 

Application is 
approved by 

the MPT 

New 

project 

Approval of 
the Township 

Establishmen 

t Application 
by 

30/06/2018 

Procurement 

Processes 

Conduct Phase 

1 Geotechnical 

and 

Environmental 

Impact 

Assessment 

Designing of a 
Layout Plan 

and 

Application 

procedure 

Approval of 
Township 

Establishment 

Application by 

the MPT 

Planning 

office 

Operatio 

nal 

MPT Notice of 

decision 

TP 4 

All 

Development 

of Area Based 

Plan 

Date by which 

the Draft Area 

Based Plan is 

noted by 

Council 

New 

project 

Noting of 

Draft Area 

Based Plan by 
30/06/2018 

Procurement 

Processes 

Inception 

Report and 

Situational 

Analysis 

Public 

Participation 

process 

Draft Area 

Based Plan 

developed and 
noted by 

Council 

Planning 

office 

Operatio 

nal 

Council 

Resolution 



























IDP / 

SDBIP 

NO. 

Ward 

Natlon 

al KPA 

OUTCOM 

E 9 

STRATEGIC 

OBJECTIVE 

S 

(MEASURABLE 

OUTPUT) 

PROJECTS 

KEY 

PERFORMANCE 

INDICATOR 

BASELINE 

Annual 

Target 

Ql 

Target 

Q2 

Target 

Q3 

Target 

Q4 

Target 

Respo 

nsible 

Depart 

men 

Annual 

Budget 

POE 

TP 5 

All 

Cross 

Cutting 

Interve 

ntion 

Single 

Window 

of 

Coordina 

tion 

To provide 
Spatial 

Equity and 
respond to 

issues 

relating to 

climate 

change by 
30/06/2018 

Land 

development 

management 

Turnaround 

time taken for 

processing of 
Development 
Applications 

within 

legislative 

timeframe. 

60 days 

per 

applicatio 

n 

60 days per 
application 

60 days per 
application 

60 days per 
application 

60 days per 
application 

60 days per 
application 

Plannin 

g office 

Operatio 

nal 

Signed Applications 
register with 

evidence of 

turnaround time 

(dates lodged and 
approved) 

TP 6 

All 

Improvement of 

time taken to 

Assess Building 

Plans 

Turnaround 

time for 

assessing 
building plans 

7 days 

per 

building 

plan 

7 days per 
building plan 

7 days per 
building plan 

7 days per 
building plan 

7 days per 
building plan 

7 days per 
building plan 

Plannin 

g office 

Operatio 

nal 

Signed Applications 
register with 
evidence (dates 
lodged and 
approved) 

BUILDING CONTROL SECTION 

BCO 1 

All 



Enforceme 

nt of 

National 

Building 
Regulations 
(NBR) by 30 

June2018 

Routine inspections 
carried out to identify 
compliance and 
noncompliance to 
municipal approved 
building plans 

Number of 

properties 
inspected 
as part of 

routine 

inspections 

carried out 

288 

288 

72 

72 

72 

72 

Buildin 

g 

control 

office 

Operatio 

nal 

l.Signed Inspection 
register 

2.Signed inspection 
report 

3. Inspection Plan 
signed by Hod 

BCO 2 

All 



Assess and approve 
building plans 

submitted 

No. of days 

taken to 

assess and 

approve 

building 
plans using 

NBR 

30/60 
days per 
building 
plan as 
per NBR 
regulatio 

n 

30/60 days per 
building plan as 
per NBR 
regulation 

30/60 days 
per building 
plan as per 

NBR 

regulation 

30/60 days 
per building 
plan as per 

NBR 

regulation 

30/60 days 
per building 
plan as per 

NBR 

regulation 

30/60 days 
per building 
plan as per 

NBR 

regulation 

Buildin 

g 

control 

office 

Operatio 

nal 

Signed Building plans 
register and deferral 
of building plans 
register (dates lodged 
and approved) 


Municipal Manager's 
signature 


Name & Surname: 















































